TOWN OF ARLINGTON MASSACHUSETTS 
INVITATION TO BID #13-12 

CULVERT REHABILITATION AT ARLINGTON HIGH SCHOOL 
ARLINGTON, MASSACHUSETTS 


Sealed bids are invited and will be received by the Town Manager, Town of Arlington, 
Massachusetts, until 11:00 A.M., Thursday, June 27. 2013 at the Office of the Purchasing 
Agent, Town Hall, Arlington, Massachusetts 02476, at which time and place they will be publicly 
opened and read. 

A BID DEPOSIT IN THE FORM OF CASH, CERTIFIED CHECK, OR TREASURER’S CHECK, 
shall accompany every bid. The amount of such bid deposit shall be FIVE PERCENT (5%) of 
the value of the bid. 

Specifications and proposal forms will be available at the Office of the Purchasing Agent, Town 
Hall, Arlington, Massachusetts. All bids must be in sealed envelopes plainly marked: BID ON: 

CULVERT REHABILITATION AT ARLINGTON HIGH SCHOOL. BID # 13-12, THURSDAY, 
June 27. 2013 AT 11:00 A.M. 

The conditions of employment as set forth in Sections 26 to 27D and 27F of Chapter 149 of the 
General Laws, as amended, shall prevail in the execution of the work under this contract. 

Attention is called to the fact that minimum wage rates and health and welfare and pension fund 
contributions are established for this contract and are a part of the specifications. 

Work under this contract shall be governed byM.G.L.Ch.30, Sec.39M. 

Attestation Forms pursuant to M.G.L. Ch. 62C, Sec. 49A and M.G.L. Ch. 701 of the Acts of 
1983 are enclosed and shall be submitted with bids. 

Proposals are for Culvert Rehabilitation of two (2), 5 ft x 7 ft elliptical corrugated metal pipes 
located at Arlington High School rear parking lot in the Town of Arlington, MA. The project 
Scope of work will include erosion control, turbidity control, culvert cleaning, sediment disposal, 
pipe and invert repair, pipe lining and other all necessary work items to reline the existing 
culverts. A Pre-Bid Meeting will be held at the site on Tuesday, June 18 th , 2013 at 1:00pm to 
allow for site observations. The culvert is located in the Arlington High School Rear Parking Lot 
at the end of Mill Brook Drive behind the High School. 

It Is the Intention of the Owner to award the Contract to the lowest qualified responsive 
bidder. The bidder must submit a bid on all bid items in the Contract. 

All proposals to include prices in both writing and in figures, and must be signed by the bidder 
with his business address. 

An increase or decrease in the quantity of work shall not be regarded as a sufficient ground for 
and increase in the unit prices. 
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To receive consideration, bids must be in the hands of the Purchasing Agent or his authorized 
representative not later than the day and hour above mentioned. For further information relative 
to this bid, please confer with Domenic R. Lanzillotti, Director, Purchasing Department, Town 
Hall, Arlington, Massachusetts, 02476. 

OSHA Construction Training Required: As of July 1, 2006, under M.G.L. - Chapter 30, Section 
39s, any person, submitting a bid for, or signing a contract to work on, the construction, 
reconstruction, alteration, remodeling or repair of any public work by the Commonwealth of 
Massachusetts/Town of Arlington, and estimated by the awarding Authority to cost more than 
$10,000, shall certify on the Bid or Contract, under penalty of perjury, that all employees to be 
employed at the work will have successfully completed a course in construction safety and 
health approved by the United States Occupational Safety and Health Administration that is at 
least 10 hours in duration 

The Town Manager reserves the right to cancel any invitation for bids, to reject in whole or in 
part any and all bids, when it is deemed in the best interest of the Town of Arlington to do so. 

TOWN OF ARLINGTON 


Adam W. Chapdelaine 
Town Manager 

Date: June 12, 2013 
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INSTRUCTION TO BIDDERS 


1. Receipt of Bids 

The Town may consider informal any bid not prepared and submitted in accordance with the 
provisions hereof and may waive any informality in or reject any bids. Any bid may be withdrawn 
before the time for the opening of bids. Any bid received after the time and date specified shall 
not be considered. No bidder may withdraw his/her bid for a period of 30 days, excluding 
Saturdays, Sundays, and legal holidays after actual date of the opening thereof. 


2. Preparation of Bid 

Each bid shall be submitted on the forms attached to these documents. The bid forms may be 
removed and submitted separately from the other documents. All blank spaces for bid prices 
must be filled in with the unit price for the item or the lump sum for which the proposal is made. 
Bidders must bid on each item. All entries in the entire proposal must be made clearly, and 
prices written in both words and figures in the spaces provided. 

Each bid must be in a sealed envelope addressed to the Office of the Purchasing Agent, 730 
Massachusetts Avenue, Arlington, Massachusetts, 02476; and bearing on the outside the name 
of the bidder, his/her address, the name of the project for which the bid is submitted, and the 
notation BID ON: BID #13-12. CULVERT REHABILITATION AT ARLINGTON HIGH 
SCHOOL. ARLINGTON MASSACHUSETTS 


3. Bid Security 

Every bid submitted by contractors shall be accompanied by a bid deposit in the form of cash, 
certified check, treasurer's or cashier's check, or a bid bond issued by a responsible bank or 
trust company and made payable to the Town of Arlington. The amount of the bid deposit shall 
be 5% of the amount of the bid. All security except those of the three lowest responsible and 
eligible bidders will be returned within ten days, Saturdays, Sundays, and legal holidays 
excluded, after opening of the bid. All bid securities will be returned on the execution of the 
contract or if no award is made within 30 days, excluding Saturdays, Sundays, and legal 
holidays, after the actual date of the opening thereof, unless forfeited under the conditions 
herein stipulated. 

In case a party to whom a contract is awarded shall fail or neglect to execute the contract and 
furnish the satisfactory bond in the time specified, the Town may determine the bidder has 
abandoned the contract and thereupon the proposal and acceptance shall be null and void, and 
the bid security accompanying the proposal shall be forfeited to the Town as liquidation 
damages for such failure or neglect and indemnify the Town for any loss which may be 
sustained by failure of the bidder to execute the contract and furnish the bonds as aforesaid, 
provided that, in case of death, disability, or other unforeseen circumstances affecting the 
bidder, such bid security may be returned to him/her. 

After execution of the contract and acceptance of the bonds by the Town, the bid security 
accompanying the proposal of the successful bidder will be returned. 
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4. Time of Completion 


The bidder must agree to commence work within ten (10) business days from the date of 
signing the contract and to fully complete the project within the time specified within the Special 
Provisions section of this document. 


5. Performance and Labor Material Bonds 

A bond in the sum of 50% of the total amount of the Contract by the successful bidder and an 
additional bond in equal amount covering the payment for all labor and materials used in the 
work will be required. A surety company authorized to do business in Massachusetts and 
satisfactory to the Town of Arlington must provide these bonds. These bonds will be required at 
the execution of the contract. Attorneys-in-fact who sign contract bonds must file with each 
bond a certified and effectively dated copy of their power of attorney. 


6. Laws and Regulations 

The bidder's attention is directed to the fact that all applicable State laws, Town of Arlington 
Bylaws, municipal ordinances, and the rules and regulations of all authorities having jurisdiction 
over construction of the project shall apply to the contract throughout, and they shall be 
deemed to be included in the contract the same as though herein written out in full. 


7. Withdrawal of Bids 

Upon proper written request and identification, Bids may be withdrawn only as follows: 

a. At any time before the designated time for the opening of Bids. 

b. Death or serious injury of a principal. 

c. With the written approval of the Town of Arlington Office of the Purchasing Director. 

d. At any time after the expiration of the period during which withdrawal is 
prohibited provided the bid has not been accepted by the Town. 


8. Execution of Contract 

The party to whom the contract is awarded shall be required to execute the contract and furnish 
the bonds duly executed with a satisfactory surety company within 10 days, excluding 
Saturdays, Sundays, and legal holidays, of the date of the mailing of the notice to the bidder 
according to the address given by him/her, that the contract is ready for execution. 
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9. Obligation of Bidder 


At the time of the opening of bids, each bidder shall be presumed to have read and to be 
thoroughly familiar with the contract documents. The failure or omission of any bidder to receive 
or examine any form, instrument, or documents shall in no way relieve any bidder from the 
obligation in respect to his bid. 


10. Omissions, Discrepancies, Interpretations and Addenda 

Should a bidder find discrepancies in, or omissions from, the drawings or contract documents, 
or should he/she have questions as to the interpretation of the plans or contract documents 
he/she shall submit such in writing to the Director of Purchasing at least five (5) days before the 
date herein set for the opening of bids. An interpretation will be mailed by certified mail to 
prospective bidders at the addresses given by them on or about two (2) days before the 
opening of bids. Signed copies of all addenda shall be included with the bid; omission of the 
signed addendum shall be cause for rejection of the bid. 


11. Record of Address 

Prospective bidders shall at the time plans and specifications are secured place on file with the 
Director of Purchasing their address, and are required to make any changes necessary to 
insure that the record is accurate, complete, and up to date. 


12. Massachusetts Sales and Use Tax 

Materials purchased for permanent installation in the work will be exempt from the 
Massachusetts Sales and Use tax. Each bidder shall consider this exemption in calculating 
his/her bid for the work. 


13. State Tax Affidavit 

Prospective bidders are required to certify that all state tax returns have been filed and all state 
taxes have been paid in order to be eligible to enter into a contract with the Town on this 
project. The included form is to be used for this purpose and is to be completed and returned as 
part of the bid and proposal. 


14. Minimum Wage Rates 

Prevailing rates for wages for work performed under this Contract will be as predetermined by 
the Commissioner of Labor and Industries of the Commonwealth of Massachusetts in 
accordance with the provisions of Sections 26 to 27D, inclusive, of c.149 of M.G.L. A schedule 
of the prevailing wages is included in the Minimum Wage Rates Section. 
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15. Sub-bids 


No sub bids shall be sought in connection with this Contract. 

16. All bidders shall submit the following supplemental information with a fee proposal: 

a. Name, address and phone number of a minimum of three (3) references that can vouch for 
the performance of the bidder 

b. Proof of Liability and Worker’s Compensation Insurance Coverage 

c. Completed tax attestation form 

d. Bid deposit 


II LOCATION OF WORK 

1. Work under this contract includes all labor and materials to perform rehabilitation of two (2) - 
5 ft x 7 ft corrugated metal culverts and all necessary and appurtenant requirements associated 
with completion of the work as detailed in the item specifications. The work is located in the 
rear parking lot located at the end of Mill Brook Drive at the Arlington High School in the Town 
of Arlington, Massachusetts. 


Ill PROPOSAL 

To the Town of Arlington, Massachusetts, herein called the TOWN, acting through its 
Town Manager; the undersigned, as bidder, declares as follows: 

a. The only persons or parties interested in this proposal as 
Principals are named in this proposal; 

b. This proposal is made without collusion with any other 
Person, firm or corporation; 

c. He has carefully examined the requirements of the proposed work; 

d. This proposal is based solely on his own investigation and research and not in 
reliance upon any survey, report or representations of any employee, officer or agent of 
the TOWN; and the undersigned proposes and agrees that if this proposal is accepted, 
he will contract with the TOWN, this Contract Bid Form being part of and included in 
said CONTRACT, to provide all necessary supervision, labor, equipment, machinery, 
tools, apparatus, and other means of service necessary to complete the requirements in 
the CONTRACT; and that he will take in full payment thereof the following sums to wit: 
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Bidders must bid on each item. All entries in the Contract Bid Form must be made clearly and in 
ink, and prices must be written in both words and figures in the space provided. Bidders should 
insert computed totals in the spaces provided therein: 


DEFINITIONS OF ITEMS 


ITEM# 

1. Repair Existing Culvert: 

Work under this item shall consist of the removal of all sediments and other accumulated 
materials and debris inside the culvert, inspection of the existing pipe and preparing an 
evaluation report, provide a hydraulic analysis and restore the culvert (host pipe) in preparation 
for pipe lining, and filling voids outside the pipe. 

Payment shall be made by Lump Sum. 


2. Grout: Controlled Low Strength Material for Pipe and Invert Repair: 

This work consists of filing all voids around the host pipe identified after cleaning. Grout utilized 
for invert repair shall be a Controlled Low Strength Material and shall fill all voids. Material shall 
be abrasion resistant and corrosion resistant mortar, utilize cements and additives including rust 
inhibitors and when mixed with the appropriate amount of water, be a self consolidating free 
flowing material that will develop with high 24 hour compressive strength and adhesion resulting 
in a dense and impermeable hardened material. 

Payment shall be made by the Cubic Yard. 


3. 5 ft x 7 ft CMP CULVERT REHABILITATION: PIPE LINING, 

This work consists of the rehabilitation of the interior of the existing host pipe by the insertion of 
a pipe liner using an acceptable and proven pipe lining system. The culvert lining method shall 
utilize either a Spiral Wound Polyvinyl Chloride Pipe liner (SWP) or a Culvert Reline Model 
Specification utilizing Profile Wall (ASTM F-894) HDPE Pipe. The liner pipe shall be inserted 
through the host pipe and the voids or annulus between the host pipe and liner pipe will be filled 
with grout. 

Payment shall be made by the Lineal Foot. 


4. 36” DIAMETER PIPE REHABILITATION: PIPE LINING : 

This work shall consist of the re-lining of the existing 36” pipe indicated on Sketch #2 - 
Schematic Drain Layout Sketch. The length of existing 36” host pipe consists of approximately 
100 feet of reinforced concrete pipe and 25 feet of corrugated metal pipe. Work shall include 
any cleaning or invert repair necessary to allow a suitable SWP or FIDPE pipe liner to be 
inserted to rehabilitate the existing drain line. 

Payment shall be made by the Linear Foot. 
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Proposals are for Culvert Rehabilitation at Arlington High School in the Town of Arlington, MA. 
The project Scope of work will include all work necessary to rehabilitate the existing host pipes 
as listed: 

1. Two (2) - 5 ft x 7 ft Corrugated Metal Pipes, each approximately 207 feet in length 

2. One (1) - 36” diameter pipe (100 ft RCP, 25 ft CMP) 


A Pre-Bid Meeting will be held at the site on Tuesday, June 18, 2013 at 1:00pm to allow for site 
observations. The culvert is located in the rear parking lot of the Arlington High School at the 
end of Mill Brook Drive. 


IV SCOPE OF WORK 

1. Culvert Rehabilitation at Arlington High School. 

Scope of Work consists of the cleaning, inspection and re-lining of two (2) - 5 ft x 7 ft 
corrugated metal pipes including lateral re-connections and the lining of a 36” corrugated metal 
pipe. Project shall consist of all work required to complete the re-lining process including 
sediment & turbidity control, site cleanup, removal, handling, storage and disposal of materials 
as well as by-pass pumping and flow diversion if necessary. 


2. General 

All work performed under this contract shall be in conformance with the Commonwealth 
of Massachusetts Department of Public Works STANDARD SPECIFICATIONS FOR 
HIGHWAYS AND BRIDGES DATED 1988, THE SUPPLEMENTAL SPECIFICATIONS DATED 
JUNE 26, 1989, THE SUPPLEMENTAL SPECIFICATIONS DATED AUGUST 7, 1991, THE 
1977 CONSTRUCTION STANDARDS, THE 1988 MANUAL ON UNIFORM TRAFFIC 
CONTROL DEVICES, the 1981 STANDARD DRAWINGS FOR SIGNS AND SUPPORTS, and 
these SPECIAL PROVISIONS. 


V SPECIAL PROVISIONS 

1. Definition of Terms 

All reference to Department herein and in the Commonwealth of Massachusetts, Standard 
Specifications for Highways and Bridges, 1988, shall refer to the Owner" as the Department of 
Public Works of the Town of Arlington." 



2. Work Schedule 


Work on this project is restricted to between the hours of 7:00am and 6:00pm, 5-days/week, 
with the Prime Contractor and all Subcontractors working on the same shift. No work shall be 
performed on this Contract on Saturdays, Sundays, or Holidays without prior approval from the 
owner. 


3. Time of Completion 

The work specified under this contract shall be completed by August 27, 2013 . 


4. Performance, Labor and Material Bonds 

A bond in the sum 50% of the total amount of the Contract by the successful bidder and an 
additional bond in equal amount covering the payment for all labor and materials used in the 
work shall be required. A surety company authorized to do business in Massachusetts and 
satisfactory to the Town of Arlington must provide these bonds. These bonds shall be required 
at the execution of the Contract. Attorneys-in-fact who sign contract bonds must file with each 
bond a certified and effectively dated copy of their power of attorney. 


5. Bid Submission 

Each bid must be submitted in a sealed envelope bearing on the outside the name of the 
bidder, his/her address, and the name of the project for which the bid is submitted, and the 
name and number of the Contract for which the bid is submitted. If forwarded by mail, the 
sealed envelope containing the bid must be enclosed in another envelope addressed as 
follows: 


Bid Documents 
Purchasing Director 

BID# 13-12, ARLINGTON HIGH SCHOOL CULVERT REHABILITATION 
Town of Arlington 

Town Hall, 730 Massachusetts Avenue 
Arlington, Massachusetts 02476 

The Owner will receive sealed bids until the time, and at the location designated in the Notice to 
Contractors. Bids received after this time will not be accepted. All interested parties are invited 
to attend; bids shall be opened publicly and read aloud. 


6. Interpretation of Basic Estimate of Quantities 

Attention is directed to the fact that the quantities of work to be done are based on observations 
and available data. The estimated quantities are approximate and should be used only as a 
guide. No quantities are guaranteed under this contract. 
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7. Prosecution of Work and Provisions for Travel 


The Contractor shall give notice in writing to the Engineer at least seven days in advance of 
beginning any work affecting the maintenance of traffic where work affects the street in use by 
the public. 

Before starting any work under this Contract, the Contractor shall submit his schedule of 
operations as provided herein. 

The Contractor must prosecute the work efficiently and with the least possible delay. 

The Contractor shall provide safe and convenient means of access to all buildings of property 
along the line of work at all times, coordinate the scheduling of safety and traffic details with the 
Arlington Police Department, and provide notification to the Arlington Department of Public 
Works and direct abutters at least one (1) business day prior to commencement of work 
adjacent to said abutter property. 


8. Provisions for Access at All Locations 

The Contractor shall cooperate with the various utility companies and provide access through a 
worksite if required for their work in connection with this project. 

All permanent and temporary surfaces open for traffic during construction shall be maintained 
by the Contractor, as directed, in accordance with the provisions of herein. 

THE TOWN WILL NOT ACCEPT ANY MATERIALS DELIVERED TO ANY PROJECT IN 
MOTOR VEHICLES OR SEMI-TRAILER UNITS THAT EXCEED THE LEGAL MAXIMUM 
GROSS WEIGHT ALLOWED FOR THE PARTICULAR CLASS, AS SPECIFIED IN SECTION 
19 A OF CHAPTER 90 OF THE GENERAL LAWS OF MASSACHUSETTS. 


9. Insurance Requirements 

The limits of the several kinds of liability insurance required for this Contract, in addition to 
insurance for Workmen's Compensation are as listed as follows: 

a. Bodily Injury Liability insurance, in an amount not less than Five Hundred Thousand 
Dollars ($500,000) for injuries, including wrongful death to any one person, and subject 
to the same limit for each person to an amount of not less than One Million Dollars 

($1,000,000) as account of one accident. 

b. Broad Form Property Damage Liability Insurance in an amount not less than Five 
Hundred Thousand Dollars ($500,000) for damages on account of any one accident, 
and in an amount not less than One Million Dollars ($1,000,000) for damages on 
account of all accidents. 
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c. Automobile Bodily Injury Liability Insurance, in an amount not less than Five Hundred 
Thousand Dollars ($500,000) for injuries, including wrongful death to any one person 
and subject to the same limit for each person in an amount not less than One Million 
Dollars ($1,000,000) on account of one accident. 

d. Automobile Property Damage Insurance in an amount not less than Five Hundred 
Thousand Dollars ($500,000) for damages on account of any one accident and in an 
amount not less than One Million Dollars ($1,000,000) for damages on account of all 
accidents. 

e. Contractors Public Liability Insurance in an amount not less than Five Hundred 
Thousand Dollars ($500,000) for each occurrence and in an amount not less than One 
Million Dollars ($1,000,000) annual aggregate. 


10. Maintenance of Traffic 

During construction, the Contractor shall maintain an unobstructed lane of travel along the 
asphalt driveway located to the north of the Athletic Field at all times. Driveway is utilized by 
student population before, during and after school. The Contractor shall make every effort to 
maintain access at all times. Reflective barrels, warning flagging, construction signage and 
other devices deemed necessary by the Engineer shall be utilized to direct pedestrian traffic 
safely past the construction zone. All work left unattended shall be barricaded/demarcated with 
suitable work safety devices. 

All signs, barricades, and barrels shall be in accordance with materials Specification M9.30.2 of 
the Department's "Standard Specifications for Highways and Bridges, 1988 Edition. 


11. Protection of Utilities and Property 

The Contractor shall be responsible for maintenance and protection of all utilities and shall 
repair at his/her own expense any damage to such structures caused by his/her act or neglect, 
and shall leave them in as good condition as they were previous to the commencement of the 
work. In cases of damage to utilities caused by him resulting in an emergency, the Contractor 
shall promptly warn the Owner and shall, if requested, furnish laborers to work temporarily 
under the Owner's direction in getting access to the utility. Pipes or other structures damaged 
by the operation of the Contractor may be repaired by the Town, Department or Company, 
which suffers the loss. The cost of such repairs shall be at the expense of the Contractor. 


12. Notice to Owners of Utilities 

When necessary, written notice shall be given by the Contractor to all public service 
corporations or officials owning or having charge of publicly or privately owned utilities of his/her 
intention to commence operations affecting such utilities at least one week in advance of the 
commencement of such operations, and the Contractor shall at that time file a copy of such 
notice with the Engineer. 
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Before the Contractor begins any work or operations, which might damage any subsurface 
structures, he shall carefully locate all such structures and conduct his/her operations so as 
avoid any damage to them. The following are the names and addresses of the utilities 
presumed to be affected, but the completeness of the list is not guaranteed: 


Town of Arlington 

Town Engineer, Wayne A. Chouinard P.E. (781- 316- 3320) 

51 Grove Street 
Arlington, MA. 02476 

Town of Arlington 

Water/Sewer/Highway, Operations, Jim Dodge (781- 316 -3373) 

51 Grove Street 
Arlington, Ma. 02476 

National Grid (Gas) (781-466-5099) 

John J. Warchol 

52 Second Ave 
Waltham, MA 02451 

Verizon (781-939-3562) 

Bob Parks 

285 Locust St #1 

Woburn, MA 01801 

N-StarCorp. (617-541-7071) 

One Nstar Way SW-340 
Westwood, MA 02090 






DEPARTMENT OF PUBLIC WORKS - ENGINEERING 
TOWN OF ARLINGTON 
51 Grove Street 

Arlington, Massachusetts02476 
Telephone (781) 316-3320 Fax (781) 316-3281 


Project Title: Bid # 13-12 CULVERT REHABILITATION AT ARLINGTON HIGH SCHOOL 


ITEM# 

QUANTITY 

UNIT 

DESCRIPTION 

UNIT PRICE 

AMOUNT 

1 

1 

LS 

REPAIR EXISTING CULVERT 






20 

C.Y. 

GROUT - PIPE AND IN VERT REPAIR 






'3 

414 


5 FT X 7 FT CMP CULVERT REHABILITATION WITH PIPE LINING 





■ 

125 

L.F. 

36" PIPE REHABILITATION WITH PIPE LINING (25ft CMP, 100'RCP) 






H 


■ 






6 


■ 







■ 

mm 





mm 
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9 " 
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TOTAL BID PRICE: 



*Prices must be in writing and in figures. 


TOTAL BID PRICE IN WORDS: 

FIRM NAME: __ 

NAME PRINCIPAL: _ 

ADDRESS:___ 

AUTHORIZED SIGNATURE: _ 

DATE:_ 

CONTACT NAME:_ 

TELEPHONE:_ 

FAX: 













CERTIFICATE OF NON-COLLUSION 


The undersigned certifies under penalties of perjury that this bid or proposal has been made 
and submitted in good faith and without collusion or fraud with any other person. As used in 
this certification, the word “person” shall mean any natural person, business, partnership, 
corporation, union, committee, club or other organization, entity, or group of individuals. 


(Signature of individual submitting bid or proposal) 


(Name of individual submitting bid or proposal) 


Name of Business 


Date 


Pursuant to M.G.L. Chapter 62C, Section 49A, I certify under the penalties of perjury 
that I have complied with all laws of the commonwealth relating to taxes, reporting of 
employees and contractors, and withholding and remitting child support. 


Social Security Number or Signature of Individual or Responsible 

Federal Identification Number Corporate Officer and Title 

NON-COLLUSION FORMS 
MUST BE SIGNED AND 

SUBMITTED WITH BID 
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APPENDIX A 


GENERAL INFORMATION 
Introduction 

The Town of Arlington Department of Public Works is seeking qualified contractors to perform culvert 
rehabilitation to a portion of the Mill Brook Culvert at the Arlington High School parking lot located at 
the western end of Mill Brook Drive. The project goal is to rehabilitate the two (2) existing elliptical 
corrugated metal pipes (CMP) located side by side and beneath the parking lot as indicated in Plan #1 As- 
Built Box Culvert Plan. 

Existing Information 

Mill Brook is a significant water course in the Town of Arlington, with a tributary area of approximately 
5.8 square miles. Mill Brook begins in the western portion of Arlington, beginning at the confluence of 
the Arlington Reservoir primary outlet where it combines with Sickle Brook and continues 2.84 miles at 
its terminus where it flows into the Lower Mystic Lake. Land surface in Arlington consists of 
approximately 41% impervious area and as such, street drainage and stormwater infrastructure conveys 
stormwater runoff rapidly to Mill Brook where water levels can fluctuate dramatically in a short period of 
time. 

Mill Brook enters the High School property underground in a 5ft x 8 ft pre-cast concrete culvert. This 
culvert, approximately 800 feet long was installed in 2004-2005. This culvert contains a concrete flow 
separation baffle located in the center of the culvert that splits the flow of Mill Brook. The flow 
separation baffle gradually increases in height until it connects at the end of a twelve (12) foot long 
concrete transition structure and conveys equal flow to each of the 5ft x 7ft CMP culverts. The culverts 
are approximately 207 feet long and the discharge flow from outlets at a concrete headwall into a natural 
area adjacent to Mill Brook Drive which then continues downstream. 



APPENDIX B 


DIVISION 2 

TECHNICAL SPECIFICATIONS 


CULVERT REHABILITATION 
AT ARLINGTON HIGH SCHOOL 

ARLINGTON, MASSACHUSETTS 


The following technical specifications are for the rehabilitation of two (2) 5 ft x 7ft corrugated metal 
pipes and one (1) 36” drain line located beneath the Arlington High School Parking Lot at the end of Mill 
Brook Drive in Arlington Massachusetts. The specifications are intended to describe the steps to be taken 
to ensure the quality of construction and materials used and to ensure that the work is performed as 
required. 

Amendments and clarifications to these specifications may be made by the ARLINGTON 
DEPARTMENT OF PUBLIC WORKS prior to or during construction to account for field conditions and 
other necessary construction adjustments. 

SPECIFICATIONS: 

Item # Description 

1 Repair Existing Culvert 

2 Grout: Controlled Low Strength Material For Pipe and Invert Repair 

3 5 ft x 7 ft Culvert Rehabilitation with Pipe Lining 

4 36” Diameter Pipe Rehabilitation with Pipe Lining 

5 Special Conditions 
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TECHNICAL SPECIFICATIONS 


ITEM #1: REPAIR EXISTING CULVERT 

DESCRIPTION: 

Work under this item shall consist of the removal of all sediments and other accumulated 
materials and debris inside the culvert, inspection of the existing pipe, preparation of an evaluation report, 
provide a hydraulic analysis and restore the culvert (host pipe) in preparation for pipe lining, and filling 
voids outside the pipe. 

MATERIALS: 

No materials are required for this item. For material requirements for fill placed in 

voids outside the culvert pipe, please refer to Item #2 Grouting: Controlled Low Strength Material for 

Invert Repair . 

CONSTRUCTION METHODS: 

Clean Existing Culvert 

Before cleaning activities begin, inspect existing culvert and determine cleaning method to 

utilize and develop a plan for removing materials from the pipe and for controlling sediments, 

debris and other accumulated materials during the cleaning and sediment removal process. The plan shall 

address the proposed cleaning methods and how the cleaning methods will not damage the culvert, 

particularly the invert, which could be distressed if heavy equipment is used to move debris through the 

culvert. 

Control and divert existing stream or groundwater flow during cleaning activities. Use of high velocity 
hydraulic cleaning equipment and industrial air mover, or mechanically powered equipment to clean the 
culvert is acceptable. For large diameter pipes where human entry is possible, the use of non- 
mechanically powered cleaning equipment is also acceptable. Any damage caused to the culvert by the 
Contractor shall be repaired at the Contractor’s expense. 

All sediment, debris and other accumulated material removed from within the culvert shall be removed 
and placed in the Sediment Storage Area designated on the Staging Area sketch. Material shall be placed 
entirely on poly tarps and covered with secured poly tarps at the end of each work day. The Town will be 
responsible for submitting a sediment sample to a laboratory for testing. If it is determined that the 
sediment is clean the contractor will responsible for disposal, otherwise the material shall be left in place 
and the Town will be responsible for disposal. This work is shall be considered incidental to this item. 

Inspect Existing Culvert 

After cleaning, the culvert shall be inspected with CCTV or video equipment as noted below. During 
inspection, review, log and comment on conditions that require attention before installation of pipe liner. 
Inspect entire length of culvert and document the condition and location of: 

1. Any condition that might prevent proper installation of pipe liner or invert paving 

2. Protrusions 

3. Collapsed or crushed areas 

4. Reduced cross sectional area 

5. Each culvert pipe j oint 



During inspection, perform additional cleaning as required to obtain acceptable quality of video scans and 
digital photographs and the required level of cleaning under manufacturer's recommendations for the type 
of pipe liner to be installed. The Engineer may stop inspection 

and require additional cleaning before allowing the Contractor to proceed with further inspection No 
additional payment will be made by the Department if additional cleaning is performed. 

During human entry inspection, hand held video camera and lighting and digital photo camera to record 
inspection of host pipe can be used. Lighting and picture quality must be suitable to provide a clear, in¬ 
focus picture of entire periphery of culvert pipe under all conditions. 

Electronic Media: 

CCTV recording must be made in high quality digital media such as CD or DVD 

Record and label all audio and video media for incorporation into inspection and evaluation report. Audio 
and video media must include the following information: 

1. Video: 

• Recording number 

• Inspection date 

• Current distance along host pipe 

• Encoded text description of location, host pipe size, type and length 

• Printed labels on video recording hard copy with location and date 

2. Audio: 

• Inspection date 

• Description of host pipe size, type and length 

• Description and location of each defect 

• Description of flow direction 

Retain a copy of all inspection documentation (compact disks, memory sticks, databases, and 
logs) for duration of work. 

Inspection and Evaluation Report: 

After completing culvert cleaning and inspection, submit a written inspection and evaluation report within 
7 days in accordance with "Submittals" below. Include 2 copies of the video recording and one set of 
digital photographs. The Engineer will review the submitted sample video recordings and inspection logs 
to determine if the quality of the video and still images are acceptable and defects were properly identified 
and documented. 

Host Pipe Restoration Plan: 

Once the Inspection and Evaluation Report is accepted, the Contractor shall develop and submit a Host 
Pipe Restoration Plan in accordance with "Submittals" below. Restoration of the culvert may begin once 
the Plan has been approved. Under the plan, protrusions of portions of the existing pipe into the culvert 
that may prevent placement of reinforcing, an adequate thickness of grout or the liner itself, shall be 
removed by methods approved by the Engineer. 



Filling voids around the outside of the culvert pipe shall be addressed with the submittal for the 
Host Pipe Restoration Plan, as outlined in "Submittals" below. 

Invert Voids: Before installing new pipe liner, completely fill voids of host pipe invert with 

Controlled Low Strength Material. Material placement shall be controlled in lifts 
to prevent material from filling inside the culvert through perforations in the pipe 
and reducing the cross section of the pipe. 

Wall Voids: Inject voids behind host pipe wall with Controlled Low Strength Material, as 
ordered by the Engineer" Ports may need to be created in the culvert wall to 
access hollow areas outside the pipe and to ensure that voids are completely filled 
Care shall be taken to prevent material from spilling into the inside of the culvert 
and from flowing into the waterway. 

The Contractor must provide CCTV video recording post cleaning and post repair of the host pipe with 
audio commentary showing operational and structural defects in the host pipe. In the 
video, the Contractor must identify the location of the structural defects of the host pipe in respect to the 
inlet or outlet. If the culvert is large enough for human entry, the second video inspection will not be 
required if the Engineer can enter and inspect the restored host pipe. 

SUBMITTALS: 

Submit the following: 

1. Hydraulic Analysis : The contractor shall submit a written analysis comparing existing and 
proposed hydraulic conditions for the culvert. Submittal shall be stamped by a Massachusetts 
Professional Engineer and demonstrate hydraulic equivalency for the proposed pipe lining 
considering full flow conditions, slope, material, dimensions and shape. The proposed conditions 
must indicate flow conditions equal to or greater than the existing culvert. 

2. Culvert Cleaning Plan : The contractor shall submit a written plan for approval for cleaning the 
culvert of all debris and sediment. The plan shall include the following: 

a. Proposed handling of water for both by-pass pumping and/or flow diversion 

b. Proposed cleaning methods, including protection of the existing pipe 

c. Plan for control of sediments dislodged dining cleaning 

d. How the Contractor will dispose of the debris and sediment 

3. Inspection and Evaluation Report: The Contractor must conduct the Closed Circuit Television 
(CCTV) inspection of the culvert and submit digital photographs and video recording of the 
inspection. After completing host pipe inspection, the Contractor shall submit a written inspection 
and evaluation report within 5 days, including two (2) copies of the video recording and one (1) 
set of digital photographs and shall comply with these requirements: 

a. Document the location of conditions that might prevent pipe liner installation or cause the 
liner to be punctured, torn or otherwise damaged. 

b. Document perforations in the pipe and all voids along the invert and outside the culvert. 
The Engineer will review video recordings, digital photographs, and inspection and 
evaluation report within 5 business days. 



4. Host Pipe Restoration Plan: Submit a plan describing the following: 

a. Proposed repairs of the culvert (host pipe) or a statement that no repairs are required before 
lining. The term "repairs" refers to removal of conditions found that might prevent proper 
installation of pipe liner, including removal of any sharp or protruding appurtenances that 
might snag or tear the pipe liner. 

b. The size and location of protrusions or obstructions along the culvert and around the cross 
section. 

c. The method of removal of protrusions to restore the culvert cross section to provide 
adequate clearance to install the liner. 

d. The location and size of voids to be filled below the invert of the culvert and behind the 
culvert wall. 

e. How voids will be filled at the invert and behind the culvert wall with 
controlled low strength material. Include: 

• Sequence of Work 

• Maximum injection pressures 

• Plans for controlling ground water and existing culvert stream flows 

• Pressure gauge, recorder, and field equipment certifications including calibrations 
by an approved certified laboratory 

• Schedule of grout port installations and method for obtaining probe depth 
dimensions at grout ports; tabulation of locations and dimensions 

• Proposed method for monitoring deformation of culvert 

• Plan for controlling grout during repair of host pipe and filling of voids 
around the host pipe 

METHOD OF MEASUREMENT: 

This work will be paid for on a lump sum basis and will not be measured for payment. 

BASIS OF PAYMENT: 

This work will be paid for at the contract lump sum price for Item #1: Repair Existing Culvert , which 
price shall include cleaning, removal and disposal of debris and sediment, inspecting, preparing a 
hydraulic analysis, preparing an evaluation report and restoration plan, control and diversion of water 
flows during the inspection, removal of any protrusions or appurtenances necessary for pipe liner 
insertion and all other requirements necessary for the preparation for lining the culvert including all labor, 
materials, tools, equipment and work incidental thereto. 

Filling of the voids around the pipe will be paid for separately in accordance with Item #2: Grouting: 
Controlled Low Strength Material For Invert Repair. 


Pay Item: 

Repair Existing Culvert 


Pay Unit: 

Lump Sum 



ITEM #2: GROUT: CONTROLLED LOW STRENGTH MATERIAL FOR PIPE AND 

INVERT REPAIR 


DESCRIPTION: 

Grout shall be utilized to fill all voids around the host pipe to repair the existing invert and pipe structure 
where necessary prior to pipe lining. 

MATERIALS: 

Grout utilized for invert repair shall be a Controlled Low Strength Material and shall fill all voids for the 
host pipe after cleaning. Material shall abrasion resistant and corrosion resistant mortar, based on 
advanced cements and additives including rust inhibitors and when mixed with the appropriate amount of 
water, a self consolidating free flowing material will develop with high 24 hour compressive strength and 
adhesion resulting in a dense and impermeable hardened material. 

Water content may be adjusted to achieve consistencies ranging from free flowing to plastic. 

CONSTRUCTION METHODS: 

The Contractor shall be responsible for utilizing the appropriate grout mixtures and installation methods 
for the filling of voids as part of the repair of the host pipe and as required by the pipe liner manufacturer 
to be suitable and in conformance with the requirements of the applicable pipe liner. 

METHOD OF MEASUREMENT: 

Due to the unknown nature of the extents of voids present around the existing host pipe this work will be 
paid for on a cubic yard basis for payment and shall include all work, material, labor, design, testing or 
other requirements incidental to the preparation and placement of the grout. 


Pay Item: 

Grout: Controlled Low Strength Material for Invert & Pipe Repair 


Pay Unit: 

Cubic Yard 







ITEM #3: 5 ft x 7 ft CULVERT REHABILITATION WITH PIPE LINING 


DESCRIPTION: 

This Work consists of the rehabilitation of the interior of existing host pipe by the insertion of a pipe liner 
using an acceptable and proven pipe lining system. The culvert lining method shall utilize either a Spiral 
Wound Polyvinyl Chloride Pipeliner (SWP) or a Culvert Reline Model Specification utilizing Profile 
Wall (ASTM F-894) HDPE Pipe. The liner pipe will be inserted through the host pipe and the voids or 
annulus between the host pipe and liner pipe will be filled with required grout specified by pipe liner 
manufacturer. 

The liner pipe shall be capable of being joined into continuous lengths by an approved method. The joints 
shall not create an increase in the outside diameter of the liner pipe to eliminate coupling hang-ups. The 
joints must be watertight and capable of handling pressures in excess of 25 feet of head per ASTM D- 
3212. 

Work shall also include the reinstatement of all existing connections to the culvert (see Sketch #2 - 
Schematic Drain Layout Sketch). Connections and joints shall be grouted to ensure a water tight 
connection and complete filling of any voids at the connection joint. 

The completed culvert rehabilitation shall result in a culvert design service life in excess of 50 years and 
the liner shall provide a stand-alone structural capacity to support the existing soil load, resist 
groundwater pressures and support heavy duty vehicular loads (H-20 Loading) with the existing CMP 
pipe and grouting factored out. 

MATERIALS: 

All products used shall adhere to the appropriate manufacturer recommendations and be consistent with 
applicable ASTM Reference Specification for the selected culvert liner product and installation method 
and materials shall conform to the following requirements suitable to the applicable lining methodology: 

1. Culvert Reline Model Specification utilizing Profile Wall (ASTM F-894) HDPE Pipe. 

a. General: The pipe shall be manufactured per the requirements of ASTM F-894 with 
dimensions and tolerances in accordance with the manufacturer’s internal manufacturing 
standards. The nominal inside diameter of the pipe shall be true to the specified pipe size. 
The pipe shall be manufactured by the winding of high density polyethylene profile or 
profiles onto suitably sized mandrels. It shall be produced to constant internal diameters. 

b. Material: The pipe shall be manufactured from a high density polyethylene PE3408/3608 
material which meets or exceeds the minimum cell classification 334433C or higher when 
classified in accordance with ASTM D3350. 

c. Manufacturing: The sections of pipe shall have the a minimum Ring Stiffness Constant 
(RSC) of 160 Lb./Ft as defined in ASTM F894. The pipe shall be closed profile as 
defined by ASTM F-894 and manufactured in laying lengths of 20 feet with plain ends for 
extrusion welding, however, shorter lengths will be allowed where needed. 

2. Spiral Wound Polyvinyl Chloride Pipe liner (SWP) 

a. General: SWP Pipe Liner : The pipe shall be manufactured per the requirements of 
Polyvinyl chloride (PVC) compounds and ribbed polyvinyl chloride (PVC) pipe liner 
nominal width,, nominal height, minimum liner strip thickness and minimum moment of 
inertia shall conform to ASTM F1697, ASTM F1698, ASTM F173 5 or ASTM FI741. 

Steel Reinforcing : Steel reinforcing shall be selected by the PVC liner supplier to provide 



adequate support of the design loads specified in Appendix A of this specification. 
Circumferential reinforcing shall be fabricated from zinc-galvanized coated steel or AISI 
Type 316 stainless steel and must comply with ASTM A879/A879M, ASTM A167, ASTM 
A176, ASTM A924/A924M or ASTM A653/A653M. Deformed steel bars for longitudinal 
reinforcing shall conform to the requirements of ASTM A615, Grade 60. 

b. Material: The pipe shall be manufactured from a high density polyethylene PE3408/3608 
material which meets or exceeds the minimum cell classification 334433C or higher when 
classified in accordance with ASTM D3350. 

c. Manufacturing: The sections of pipe shall have the a minimum Ring Stiffness Constant 
(RSC) of 160 Lb./Ft as defined in ASTM F894. The pipe shall be closed profile as 
defined by ASTM F-894 and manufactured in laying lengths of 20 feet with plain ends for 
extrusion welding, however, shorter lengths will be allowed where needed. 

3. Grout: Grout mix design shall be as required and recommended by the supplier of the utilized pipe 
liner and reviewed prior to commencement of work. The characteristics of the Contractor- 
proposed grout mix design shall be verified by tests of sample mixes by an independent, certified 
testing laboratory. These tests shall include density, flow characteristics, compressive strength at 
28 days and shrinkage in accordance with the applicable ASTM specification when testing for 
compliance with this specification. 

Unless otherwise specified, references to ASTM documents shall mean the latest documents in effect at 
the time of Advertisement for Bids or Invitation for Bid. If referenced documents have been discontinued 
by the issuing organization, references to those documents shall mean the replacement documents issued 
or otherwise identified by that organization or, if there are no replacement documents, the last version of 
the document before it was discontinued. 

CONSTRUCTION METHODS: 

The Contractor shall be completely responsible for the design of the culvert liner system. 

1. Safety: The Contractor shall carry out operations in strict accordance with all applicable OSHA 
standards. Particular attention is drawn to those safety requirements involving working in confined 
spaces. 

2. Licensure and Experience Requirements: The Contractor shall assign a Professional Engineer, 
licensed in the State of Massachusetts, to design the work. The Professional Engineer shall have had 
supervisory experience on multiple projects of similar scope over the past 3 years. 

3. Culvert Liner Design: Upon completion of the culvert re-lining, the culvert must be able to provide a 
structural capacity to support the existing soil and heavy duty vehicular loads (H-20 Loading). The 
liner itself shall be able to provide suitable structural support with the existing CMP pipe and grouting 
factored out. 

SUBMITTALS: 

Submit the following: 

1. Working Drawings, Design Computations and Load Rating Submittals: prior to fabrication, the 
Contractor shall submit working drawings, design computations and load ratings to the Engineer 
for review. 

The analysis and design computations shall include sketches showing all load applications and 
variables used. 



The working drawings, design computations and load ratings shall be sealed by a Massachusetts 
licensed Professional Engineer who shall also be available for consultation in interpreting his 
computations and drawings, and in the resolution of any problems which may occur during the 
performance of the work. Please note that each working drawing must be sealed. 

The load rating computations shall be independent from design calculations. The load rating 
computations shall contain a summary sheet indicating the controlling component and mode of 
failure for the overall load ratings, a copy of all relevant details, general notes and any 
assumptions made in the calculations, software input and output files and any backup 
calculations used for the input 

The working drawings, design computations and load ratings shall be submitted in paper 
(hard copy) form and in an electronic portable document format (.pdf), and in accordance with the 
following requirements: 

The working drawings shall include layout, fabrication, and installation drawings. The drawings 
shall include, but not be limited to the following: 

Layout plan of culvert. 

- Fabrication drawings including a plan and cross-section for each unique section showing line 
dimensions, minimum grout thickness and reinforcing steel (if required). 

o Type, size, location and spacing of circumferential and longitudinal steel reinforcing 
o Material designations for liner, reinforcing and grout and for any other materials incorporated 
into the final design 

o Pipe liner profile type and cell classification 

- If necessary show any modification required to line host pipe with profiled PVC liner including 
restoring host pipe wall thickness. Should an internal bracing system be needed to support the liner 
during grouting, indicate the details of the bracing, when it may be installed and when it may be 
removed. 

- Installation procedure, including a step-by-step description of work. The installation procedure must 
be consistent with water handling shown on the contract plans or with the system proposed by the 
Contractor and accepted by the Engineer. 

5. Certificate of Compliance: Submit a Certificate of Compliance for pipe liner products utilized in the 
project. 

Certificate of Compliance must include: 

a. Name of manufacturer 

b. Plant where material was made 

c. Date of manufacturer and shift 

d. Cell classification 

e. Unit mass 

f. Average pipeline stiffness and profile type 

g. Tested and inspected in accordance with the specification 

h. Signed by an authorized agent of the manufacturer 

6. Grout Plan (Annular Space): Submit a separate grout plan for each kind of grout or 
variation in procedure or installation and the locations or conditions to which each applies 
Before grouting activities start the Contractor may change the grout mix, procedure or 
installation if the Engineer approves, Grout plan must include: 



• A grout mix design, including all material designations, gradations, mix proportions and water 
content Certified test data by an independent testing Laboratory shall verify density, flow 
characteristics, initial set time and working time before 15 percent change in viscosity' occurs, 
compressive strength at 28 days and shrinkage 

• Proposed grouting method, including sequence and procedures 

• Proposed grout stage (lift) height and volumes (e,g" Stage 1. to spring line; Stage 2, fully grouted) 

• Bulkhead designs and locations 

• Written confirmation that the Contractor has coordinated grouting procedures with grout installer 
and pipe liner manufacturer (unless the Contractor will perform grouting procedure) 

• Plans for controlling ground water and existing culvert stream flows 

• Proposed method for monitoring deformation of pipe liner 

7. Pre-installation Meeting: A meeting with the Contractor will be scheduled by the Engineer 
and held prior to the start of installation. The meeting will be conducted to discuss and clarify 
the construction requirements for the work and to answer any concern about the project 

Grout must be placed in a continuous manner and injected in lifts not exceeding height designated in the 

grouting plan, or less if needed to avoid floating, shifting or deforming pipe 

liner. Monitor injection pressure including last lift at crown. If pipe liner cannot withstand 

grouting pressure or static head, then maximum pressure at point of grout injection must be 

reduced or staged grouting must be employed. 

The end of the pipe liner at the termination point should be fully restrained. The space between the pipe 
liner and the existing pipeline should be sealed at the end with cement concrete or with sealing material 
that is compatible with the pipe liner material. 

After grouting is completed, the liner must be tested by sounding for complete filling of the 
annular space with grout. A "hammer test" shall be performed by the Owner's representative on 
the interior wall surfaces of the lined pipe to check for voids in the grout annular space The 
"hammer test" shall consist of tapping on the interior liner surface to determine the location and 
size of voids within the annular space. Voids detected dining this process shall be measured to 
determine the extent of the void. Voids found larger than 6 inches in circumferential extent shall 
be filled by drilling a hole into the void, pumping grout into the void, and then plugging the 
grouting holes with a PVC plug at the Contractor's own expense. 

After the installation work has been completed and testing accepted, the Contractor shall clean up the 
project area affected by his operations. All excess material and debris not incorporated into the 
permanent installation shall be disposed of off-site in a lawful manner by the Contractor, or as indicated 
otherwise in these specifications. No waste material or construction debris shall be permitted to remain in 
the pipe line 

METHOD OF MEASUREMENT: 

This work will be measured for payment by the linear foot of pipe liner installed and accepted. The length 
will be determined by the inside length of liner installed as measured along the invert. 

There will be no additional payment for liner installed beyond the length of the host pipe. 





BASIS OF PAYMENT: 

This work will be paid for at the contract unit price per lineal foot of pipe liner. Price per lineal foot shall 
include all materials (including grout), labor, tools, equipment, and incidentals, and for all the work 
involved in furnishing, installing or construction of pipe liner, complete in place, including grouting, 
sampling, testing, inspecting and lateral connections as shown on the plans and as directed by the 
Engineer. 

Controlling groundwater, by-pass pumping, sediment and turbidity control and diversion of existing 
culvert stream flows will be considered incidental to the completion of this work and will not be paid 
separately. 


Pay Item: 

5 ft x 7 ft Culvert Rehabilitation with Pipe Lining 


Pay Unit: 

Lineal Foot 



ITEM M: 36” PIPE REHABILITATION WITH PIPE LINING 


DESCRIPTION: 

This work shall consist of the re-lining of the existing 36” pipe indicated on Sketch #2 - Schematic Drain 
Layout Sketch . The length of existing 36” host pipe consists of approximately 100 feet of reinforced 
concrete pipe and 25 feet of corrugated metal pipe. Work shall include any cleaning or invert repair 
necessary to allow a suitable SWP or HDPE pipe liner to be inserted to rehabilitate the existing drain line. 

MATERIALS: 

Materials required for this item shall be consistent with the material requirements for Item #3 except for 
the dimensional requirements. 

For material requirements for grout placed in voids outside the culvert pipe, please refer to Item #2. 

CONSTRUCTION METHODS: 

Procedures and requirements for this Item shall conform and adhere to all requirements for Item #3 with 
the exception of the dimensional requirements of the pipe liner. 

METHOD OF MEASUREMENT: 

This work will be measured for payment by the linear foot of pipe liner installed and accepted. The length 
will be determined by the inside length of liner installed as measured along the invert. 

There will be no additional payment for liner installed beyond the length of the host pipe. 

BASIS OF PAYMENT: 

This work will be paid for at the contract unit price per lineal foot of pipe liner. Price per lineal foot shall 
include all materials (including grout), labor, tools, equipment, and incidentals, and for all the work 
involved in furnishing, installing or construction of pipe liner, complete in place, including grouting, 
sampling, testing, inspecting and lateral connections as shown on the plans and as directed by the 
Engineer. 

Controlling groundwater, by-pass pumping, sediment and turbidity control and diversion of existing 
culvert stream flows will be considered incidental to the completion of this work and will not be paid 
separately. 


Pay Item: 

36 inch diameter Pipe Rehabilitation with Pipe Lining 


Pay Unit: 

Lineal Foot 



ITEM #5: 


SPECIAL CONDITIONS: 


1) The work zone and staging area available to the contractor are indicated in Sketch #1 - Staging Area 
Sketch. All work, equipment, stockpiles, materials and storage incidental to this project must be 
contained within this area. Any additional requirements for associated work or storage outside of this 
area shall require prior approval from the Arlington Engineering Division. 

2) The project shall be performed during the summer-time season while the regular school year' is out of 
session. The project shall be completed and the site cleaned up and surface conditions restored to 
original conditions prior to August 27, 2013. 

3) The Town of Arlington Engineering Division will prepare and submit the required permit request/s to 
the Arlington Conservation Commission and Department of Environmental Protection. It is the 
contractor’s responsibility to perform all necessary and required work for the project in conformance 
with any issued permit requirements and conditions. It is anticipated that permitting will be 
completed on or about July 12, 2013 

4) Maintenance, protection, upkeep and removal of any by-pass pumping or temporary flow diversion 
shall be the responsibility of the contractor and shall be considered incidental to the project. All 
precautions shall be taken to ensure the safety of personnel, equipment and material. It is the 
responsibility of the contractor to remove all material, products or equipment utilized for providing 
by-pass pumping or temporary flow diversion upon completion of the project. 
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ID 

Plans/Sketches/Fisures 

Date 

Locus 

Arlington High School Locus Map 


Plan #1 

As-Built Box Culvert Plan 

3/04/2005 

Plan #2 

Arlington High School Site Grading & Storm Drainage Plan 

7/07/1978 

Sketch #1 

Staging Area Sketch 


Sketch #2 

Schematic Drain Layout Sketch 






CONTRACT NO. 
AGREEMENT 


THIS AGREEMENT, made as of this_day of_, 20_, by and between the 

TOWN OF ARLINGTON, MASSACHUSETTS, acting through its TOWN MANAGER, hereinafter 

called the “Owner”, and ___ of_, hereinafter called 

the “Contractor”. 

WITNESSETH: That the Contractor and the Owner for the consideration hereinafter 

Named agrees as follows: 

1. SCOPE: The Contractor will furnish at his own proper cost and expense all 
materials, supplies, machinery, equipment, appliances, accessories, tools, 
superintendence, labor, insurance and other items and services necessary to 
complete the work as shown and described on the Contract Documents entitled 

“ .. .. ” , Arlington. Massachusetts” , hereinafter calledthe 

“Project”, prepared by_, hereinafter called the “Designer”, or 

“Landscape Architect”. 

2. CONTRACT SUM: The Owner agrees to pay the Contractor, and the Contractor 
agrees to accept in full consideration for the performance of the contract, subject to 
additions and deductions provided for in the contract documents, in current funds, 

the sum of_, hereinafter called the “Contract Sum” and to make payments on account 

thereof as described below and elsewhere in the Contract Documents. 


3. COMMENCEMENT OF WORK AND TIME OF COMPLETION: The Contractor agrees to 

commence work on the contract on or about_. He agrees to complete the Project 

on or before_. 

4. LIQUIDATED DAMAGES: The Contractor agrees to pay the Owner liquidated damages for 

failure to complete the project in conformance with the time allowances as set forth above at the 
rate of_per calendar day. 

5. ALTERNATES: The following Alternates have been accepted and the Contract 
Sum stated in paragraph 2 of this Agreement includes and is adjusted to reflect the 
Total cost of each accepted alternate: 


Contract Form 
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Add Alternate No. Indicate Accepted or Rejected Original Bid Value of Alternate 
Add Alternate No. 1 
Add Alternate No. 2 
Deduct Alternate No. 


(this space intentionally left blank) 


6. PAYMENTS TO CONTRACTOR: Payments shall be made in accordance with Chapter 

30, Section 39K of the General Laws of the Commonwealth of Massachusetts, including 

all current amendments, generally as follows: 

A. Within fifteen days after receipt from the Contractor, at the place designated by 
the Owner if such a place is so designated, of a period estimate requesting 
payment of the amount due for the preceding month. The Owner will make a 
periodic payment to the contractor for the work performed during the preceding 
month and for the materials not incorporated in the work but delivered and 
suitably stored at the site (or at some location agreed upon in writing) to which 
the Contractor has title or to which a subcontractor has title and has authorized to 
Contractor to transfer title to the Owner, less (1) a retention based an its estimate 
of the fair value of its claims against the Contractor and less (2) a retention for 
direct payments to subcontractors based on demands for same in accordance with 
the provisions of Section 39F, and less (3) a retention not exceeding five percent 
of the approved amount of the periodic payment. After the receipt of a periodic 
estimate requesting final payment and within sixty-five days after (a) The 
Contractor fully completes the work or substantial completes the work so that the 
value of the work remaining to be done is, in the estimate of the Owner, less than 
one percent of the original contract price or (b) the Contractor substantially 
completes the work and the Owner takes possession for occupancy, whichever 
occurs first, the Owner shall pay the Contractor the entire balance due on the 
contract less (1) a retention based on its estimate the fair value of its claim against 
the Contractor and of the cost of the completing the incomplete and unsatisfactory 
items of work and less (2) a retention for direct payments to subcontractors based 
on the demands for same in accordance with the provisions of Section 39F, or 
based on the record of payments by the Contractor to the subcontractors under 
this contract if such record of payment indicates that the Contractor has not paid 
subcontractors as provided in Section 39F. If the Owner fails to make payment as 
herein provided, there shall be added to each such payment daily interest at the 
rate of five percent per annum commencing on tire first day after said payment is 
due 
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and continuing until the payment is delivered or mailed to the Contractor; provided 
that no interest shall be due, in any event, on the amount due on a periodic estimate 
for Final Payment until fifteen days after receipt of such a periodic estimate from the 
Contractor, at the place designated by the Owner if such a place is so designated. The 
Contractor agrees to pay to each subcontractor a portion of any such interest paid in 
accordance with the amount due each subcontractor. 

B. The Owner may make changes in any periodic estimate submitted by the Contractor 
and the payment due on said periodic estimate-shall be computed in accordance with 
the changes so made, but such changes or any requirement for a corrected periodic 
estimate shall not effect the due date for the periodic payment or the date for the 
commencement of interest charges on the amount of the periodic payment computed 
in accordance with the changes made, as provided herein; provided that the Owner 
may, within seven days after receipt, return to the Contractor for correction any 
periodic estimate which is not in the required form or which contains computations 
not arithmetically correct and, in that event, the date of receipt for such periodic 
estimate in proper form and with arithmetically correct computations. The date of 
receipt of a periodic estimate received on a Saturday shall be the first working, day 
thereafter. The provisions of Section 39G shall not apply to any contract for the 
construction, reconstruction, remodeling, repair or demolition of any public 
building to which this section applies. 

7. PAYMENTS TO SUBCONTRACTORS: Payments shall be made in accordance with 

Chapter 3 0, Section 39F of the General Laws of the Commonwealth of Massachusetts, 

Including all current amendments, generally as follows: 

A. Forthwith after the General Contractor receives payment on account of a period 
estimate, the General Contractor shall pay to each Subcontractor the amount paid 
for the labor performed and the materials furnished in any court proceedings barring 
such payment and also less any amount claimed due from the Subcontractor by the 
General Contractor. 

B. Not later than the sixty-fifth day after each Subcontractor substantially completes 
his work in accordance with the plans and specifications, the entire balance due 
under the subcontract less amounts retained by the Owner as the estimated cost of 
completing the incomplete and unsatisfactory items of work, shall be due the 
Subcontractor; and the Owner shall pay that amount to the General Contractor. The 
General Contractor shall forthwith pay to the Subcontractor the full amount received 
from the Owner less any amount specified in any court proceedings barring such 
payment and also less any amount claimed due from the Subcontractor by the 
General Contractor. 

C. Each payment made by the Owner to the General Contract pursuant to 
subparagraphs (A) and (B) of this paragraph for the labor performed and the 
materials furnished by a Subcontractor shall be made to the General Contractor for 
the account of that Subcontractor, and the Owner shall take reasonable steps to 
compel the General Contractor to make each payment to each such Subcontractor. 

If the Owner has received a demand for direct payment from a Subcontractor for 
any amount which has already been included in a payment to the General Contractor 
for payment to the Subcontractor as provided in subparagraphs (A) and (B), the 
Owner shall act upon demand as provided in this Section. 
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D. If, within seventy days after the Subcontractor has substantially completed the 

Subcontract work, the Subcontractor has not received from the General Contractor 
the balance due under the Subcontract including any amount due for extra labor and 
materials furnished to the General Contractor, less any amount retained by the 
Owner as the estimated cost of completing the incomplete and unsatisfactory items 
of work, the Subcontractor may demand direct payment of that balance from the 
Owner. The demand shall be by a sworn statement delivered to or sent by certified 
mail to the Owner, and a copy shall be delivered to or sent by certified mail to the 
Genera] Contractor at the same time. The deraand-shall contain a detailed 
breakdown of the balance due under the Subcontract and also a statement of the 
status of completion of the Subcontract work. Any demand made after Substantial 
Completion of the Subcontract work shall be valid even if delivered or mailed prior 
to the seventieth day after the Subcontractor has substantially completed the 
Subcontract work. Within ten days after the Subcontractor has delivered or so 
mailed the demand to the Owner and delivered or so mailed a copy to the General 
Contractor, the General Contractor may reply to the demand. The reply shall be a 
sworn statement delivered to or sent by certified mail to the Owner and a copy shall 
be delivered to or sent by certified mail to the Subcontractor at the same time. The 
reply shall contain a detailed breakdown of the balance due under the Subcontract 
including any amount due for extra labor and materials furnished to the General 
Contractor and of the amount due for each claim made by the General Contractor 
against the Subcontractor. 

E. Within fifteen days after receipt of the demand by the Owner, but in no event prior 
to the seventieth day after Substantial Completion of the Subcontract work, the 
Awarding Authority shall make direct payment to the Subcontractor of the balance 
due underthe Subcontract, less any amount (i) retained by the Owner as the 
estimated cost of completing the incomplete or unsatisfactory items of work, (ii) 
specified in any court proceedings barring such payment, or (iii) disputed by the 
General Contractor in the sworn reply; provided, that the Owner shall not deduct 
from a direct payment any amount as provided in part (iii) if the reply is not sworn 
to, or for which the sworn reply does not contain the detailed breakdown required 

in subparagraph (D). The Owner shall make further direct payments to the 

Subcontractor forthwith after the removal of the basis for deductions from direct 
payments made as provided in parts (i) and (ii) of this subparagraph. 

F. The Owner shall forthwith deposit the amount deducted from a direct payment as 
provided in part (iii) of subparagraph (B) in an interest bearing joint account in the 
names of the General Contractor and the Subcontractor in a bank in Massachusetts 
selected by the Owner and agreed upon by the General Contractor and the 
Subcontractor and shall notify the General Contractor and the Subcontractor of the 
date of deposit and the bank receiving the deposit. The bank shall pay the amount 
on the account, including accrued interest, as provided in an agreement between the 
General Contractor and the Subcontractor or as determined by decree of a court of 
competent jurisdiction. 

G. All direct payments and all deductions from demands for direct payments deposited 
in an interest bearing account or accounts in a bank pursuant to subparagraph (F) 
shall be made out of amounts payable to the General Contractor at the time of 
receipt of a demand for direct payment from a Subcontractor and out of amounts 
which later become payable to the General Contractor and in order of receipt of 
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Such demands from Subcontractors. Ail direct payments shall discharge the 
Obligation of the Owner to the General Contractor to the extent of such payment. 

L The Owner shall deduct from payments to a General Contractor amounts which, 
together with the deposits in interest-bearing accounts pursuant to subparagraph 
(F), are sufficient to satisfy all unpaid balances of demands for direct payments 
received from Subcontractors. All such amounts shall be earmarked for such direct 
payments, and the Subcontractors shall have a right in such deductions prior to any 
claims against such amounts by creditors of the General Contractor. 

On all contracts for building construction subject to the provisions of Sections 44A 
to 44L, inclusive, of Chapter 149, periodic payments for work performed by a 
Subcontractor shall be made to the General contractor for payment to the 
Subcontractor and shall be paid to the Subcontractor forthwith after receipt thereof 
by the General Contractor and without any ten-day waiting period as provided 
above, less any amount claimed by the General Contractor in a letter containing a 
breakdown of the claim and sent to the Subcontractor with such payment, provided 
that a General Contractor, who has received a periodic estimate for a periodic 
payment in proper form from a Subcontractor three days, Saturdays, Sundays and 
holidays excluded, before the due date of the General Contractor’s periodic estimate 
for the same periodic payment period less any amount claimed by the General 
Contractor in a letter containing a breakdown of the claim and sent to the 
Subcontractor with such payment, even though the General contractor does not 
submit a periodic estimate to the Owner for that payment period; and provided, 
further, that the Owner shall take all reasonable steps to compel the General 
Contractor to make payment to the Subcontractors as provided in this paragraph, 
and upon the written request of a Subcontractor setting forth the amount payable but 
not paid, a copy of which shall be sent to the General Contractor, shall make direct 
payment to a Subcontractor, as provided for above, which shall discharge the 
obligation of the Owner to the General Contractor to the extent of any such 
payment 

J. The Owner shall not include in any direct payment made to a Subcontractor 

pursuant to this section any amount claimed from that Subcontractor by the General 
Contractor in a letter containing a breakdown of the claim and sent to the Owner 
within ten days after the receipt by the General Contractor of the copy of the request 
of the Subcontractor to the Owner for direct payment 

CONDITIONS OF EMPLOYMENT 

A. The schedule of Minimum Wage Rates and Health and Welfare and Pension Fund 
Contributions as determined by the Commissioner under the provisions of the 
Massachusetts General Laws, Chapter 149, Sections 26 to 27D, inclusive, as 
amended, is hereby made a part of this agreement 

B. The Contractor shall pay to any reserve police officer employed by him in any city 
or town the prevailing rate of wages paid to regular police officers in such city or 
town. 

C. No laborer, workman, mechanic, foreman or inspector working within the 
Commonwealth, in the employ of the Contractor, Subcontractor or any other 
Person doing or contracting to do the whole or a part, of the work contemplated by 
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The Contract, shall be required or permitted to work more than eight hours in any 
one day or forty-eight hours in any one week, or more than six days in any one 
week, except in cases of emergency. 

Xx Every employee of the Contractor or any Subcontractor shall lodge, board and 
trade where and with whom he elects; and no person or his agents or employees 
shall be directly or indirectly required, as a condition of employment that the 
employee to lodge, board or trade at a particular place or with a particular person. 

9. SUBCONTRACTORS 

A. The Contractor will employ the following Subcontractors on the work and will 
Pay for the execution of his as defined in the Contract Documents; and subject to 
The additions and deductions provided in the subject to the additions and 
Deductions provided in the Contract Documents, the sum shown opposite his 
Name. 

Class of Work Subcontractor Subcontractor Sum 


B. The names of any individual Subcontractors whom the Contractor proposed to 
‘ Employ shall be submitted to the Designer for approval. No such Subcontractor 
Shall be employed to whose standing or ability the Owner or the Designer has any 
Reasonable objection. 

THE CONTRACT DOCUMENTS: The General Conditions of the Contract, the 
Specifications and the Drawings, together with this Agreement, for the Contract, and they 
Are as fully a part of the Contract as if hereto attached or herein repeated. Drawings and 
Specifications titled: 


INCORPORATION OF STATUTES BY REFERENCE: If statutes of the Commonwealth of 
Massachusetts in any way relating to the construction, alterations, repair and installation of public 
works, particularly with reference to labor and labor rates, they shall be strictly complied with by the 
Contractor and it is understood that all such statutes are incorporated by reference in this Contract. 
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It is expressly agreed that this Agreement is to be executed for and in behalf of the 
Owner by the members of its Board of Selectmen and any of its appoints and that 
Such persons are acting in a representative capacity for and in behalf of Owner, and 
That such persons shall not incur any personal liability hereunder. 

IN WITNESS whereof, inhabitants of the Town of Arlington and 


Have caused these presents to be executed by their 


Hereunto duly authorized the day and year first written 


TOWN OF ARLINGTON 


Adam W. Chapdelaine, Town Manager 


Contractor 

By:_____ 

(Name/Title) 

Approved as to Matter of Form: 


Juliana deHaan Rice, Town Counsel 


Certification : I hereby certify that an 
Appropriation in the amount of the 
Contract is available. 


Ruth Lewis, Comptroller 
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PERFOSMANSE: bond 
KNOW ALL KEN- BY THESE PRESENTS: That we- 


(Name. of Contractor) 


(Corporation, Partnership or Individual). 
hereinafter called "Principal” arid 


(Surety) 

0: f _, State of . . . . _ ' hereinafter 


called the "Surety”, ate held and firmly bound into 

THE TOWN OF ARLINGTON, MASSACHUSETTS . 

(Owner) 

acting through its TOWN MANAGER 

ARLINGTON L MASSACHUSETTS 
(City and State) 

hereinafter called "Owner", in the. penal sura of 

Dollars ($__.) 


in lawful money of the United States, for the payment of which sum 
Well and truly to be made, we bind ourselves,, our heirs, executors, 
administrators and successors., jointly and severally, firmly by 
these presents. 

THE CONDITION OF THIS OBLIGATION is such that Whereas, the 
Principal entered into a certain contract with the Owner, dated 

day of _ 19_, a copy of which _ is hereto 

attached and made a part hereof for the construction of 


Arlington. Massachusetts 

NOW THEREFORE, if the Principal shall well, truly and faithfully 
perform its duties, all the undertakings, covenants, terms, 
conditions, and agreements of said Contract during the original 
term thereof, and any extensions thereof which may be granted by 
the Owner, with or without notice to the Surety, and if he shall 
satisfy all claims and demands incurred under such contract, ana 
shall fully indemnify and save harmless the Owner from all costs 
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and damages which it may suffer by reason of failure to do so, arid 
shall reimburse arid repay the Owner all outlay and expense which 
the Owner may incur iri making good any _ default, then this 
obligation shall be void; otherwise to remain, in full force and 

effect. ■ 

BROVIpED, E0R1HER, that the said Surety/ for value received, hereby 
stipulates and agrees that no change;, extension Of time/ alteration 
or addition to the terms of the Contract or ;to the work to be 
performed thereunder or the specifications accompanying the same 
Shall in ariy way affect its obligation of this Bond, arid it does 
hereby waive- notice of ariy such change, extension of time, 
alteration or addition to the terms of the contract or to the wort 
or to the specifications. 

PROVIDED, FURTHER, that no final settlement between the Owner and 
the Contractor shall, abridge the right of any beneficiary 
hereunder, whose -claim may be unsatisfied. • 

IN WITNESS WHEREOF, the patties to these present have duly executed 
iri this Bond on the day of _19_• i 

ATTEST: 1 


principal 

By _____ 

Secretary 


(Address-Zip Code) 


Witness as to Principal (SEAL) 


(Address-Zip Code) 
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ATTEST':' 


surety 

BY __ 

(Surety) 


secretary 


(Address-Zip Code) 


Witness as to surety 


(SEAL)' 


(Addres s-Zip Code) 


NOTE: Date Of Bond raUjSt not be prior 

Contractor is a Partnership, all partners 


to date of Contract, 
should execute Bond. 


If 


end of document 
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LABOR AND MATERIALS PAYMENT BOND 
KNOW ALL MEN BY THESE PRESENTS: That we 


(Name’ of Contractor) 

a __ _ _____ ; — 

(Corporation, Partnership or Individual) 

hereinafter called "Principal" and 


(Surety) 

of f state of _, hereinafter called the 

"Surety", are held and firmly bound into 

TOWN OF ARLINGTON. MASSACHUSETTS 
(Owner) 

acting through its TOWN .MANAGER 

ARLINGTON, MASSACHUSETTS 
(City and State) 

herein called "Owner", in the penal sum of 


Dollars ($ ) 


in lawful money of the United States, for the payment of which sum 
well and truly to be made, we bind ourselves, our heirs, executors, 
administrators and successors, jointly and severally, firmly by 
these presents. 

THE CONDITION OF THIS OBLIGATION is such that Whereas, the 
Principal entered into a certain contract with the Owner, dated the 
(j av of ( 19 , a copy of which is hereto attached and made 

a part hereof for the construction of: 

ARLINGTON, MASSACHUSETTS 

NOW, THEREFORE, if the Principal shall promptly make payment to all 
persons, firms, subcontractors, and corporations furnishing 
materials for or performing labor .in the .prosecution of the work 
provided for in such contract, and' any authorized extension or 
modification thereof, including all amounts due for materials, 
lubricants, oil, gasoline, coal and coke, repairs on machinery, 
equipment and tools, consumed or used in connection with the 
construction of such work, and all insurance premiums on said work, 
and for all labor, performed in such work whether by subcontractor 
or otherwise, then this obligation shall be void; otherwise to 
remain in full force and effect. 
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PROVIDED, FURTHER, that the said Surety, for value receiv^ hereby 
stipulates and agrees that no change, extension of 
or addition to the terms of the contract or to the *&&*&** 
performed thereunder or the specifications ^oes 

shall in any wise affect its obligation on thijL® n of time^ 
hereby waive notice of any such change, extension or. rai% 
alteration or addition to the terms of the contract or to the work 
dr to the specifications. j 

PROVIDED, FURTHER, that no final settlement between the owner and 
the Contractor shall abridge the right of any beneficiary 
hereunder, whose claim may be unsatisfied. J 

i 

IN WITNESS- WHEREOF/ the parties to these present, have duly executed 
in this Bond bn. the day of . 19 _* 

ATTEST: 


Briricipal 

By - 

Secretary 


(Address-Zip Code) • 

Witness"as to Principal (SEAL) 


i 


(Address-Zip Code) 
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ATTEST: 


Surety 


Secretary 


(Address-Zip Code) 


Witness as to Surety 


(SEAL) 


(Address-Zip Code) - 

NOTE: Date of Bond must- not be prior to date of Contract. 

Contractor is a Partnership, all partners should execute Bond. 


end of document 


If 
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This docffTfr'-rt tias imponiat icgal amscqucivccS; consultation with zn attorney is encouraged with respect 10 its 
use or modification- This cfocument shouid be adapted to (he particular dear mstznccsof fee contemplated Project 
and fee Controlling taw* 
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GENERAL. CONDHIOPS 


AJmoB-:!-DEFaCriONS AKDlWmX-OGY 

IM Pdificd tthiis 

A, Wherever used in the Contract Documenisand 
printed with initial or ill cspitaUctfers, tiw toms ihie^ 
fiefew will la** the meaftiftgs indicated wbitb <rc 
applicable to both the singular and plural thereof. 

1. Xd^enria--Written or graphic uwErarnenis 
issued priorfo the opening of Bids which clarify, correct 
or change. the Bidding: Rt^diemcnta .or the Contract 
Documents. —' 

X written ittstnyweni which is 

evidence of the Agreement between OWNER and. 
CONTRACTOR coining the.Wfirk. 

3. Application M Faymm-yhis footi 
•acceptable to ENGINEER which «S W be ttsfcd by CON¬ 
TRACTOR doting the course of the Work in requesting 
progress at final payments and which is to be accompanied 
by stich supporting documentation, a* is required by the ” 
Contract poenroents. 

4. Asbestos^Any material that contains mare 
than ope percent asbestos and is friable or is releasing 
asbestos fibers into the air above cuncri? action levels 
established by the United States Occupational Safety and 
Health. Administration 

5 f £id—tht after or proposal bf » bidder 
submitted on the prescribed form setting forth the prices 
for the Work to be performed 

6. Bidding: Oocuwenu-The Bidding 

Requirements aod the proposed Contract Documents (in- 
cfudmg all Agenda issued priaffo receipt of Bids), 

% Bidding BequtmnentS—TUt Advertisement 
« Invitation to Bid; Instructions to Bidders, Bid security 
form, If any, arid the Bid form with toy supplements. 

fc 5ondi—Pdfomrtnee and pkymect bonds and 
other msimments. of security,, 

9 . Change Ordet-k document recommended 
by ENGINEER which IS- sighed by CONTACTOR arid 
OWNER. and authorizes an addition, deletion, or revision 
in the Work or an adjustment in the Contract Price or. the 
Contract Times, issued on or ate* the Effective Daic id'ttic 
Agfccmcrit. 

TO. Cimm-~h demand or assertion by OWNER 
nr- CONTRACTOR seeing ah adjustment of Contract 


Price, or Contract Times, or bath, or other relief With 
respect le fi* terns of the ConfcacL A derirarid for patujej 1 
pra«vjctt% i third party is not a Ctaint. 

11. Gortriocr-The entire and integrated written 
agreement between the OWNER and CONTRACTOR 
conceming lhe Work. The Contract supersedes prior 
pegotiatioas, representations, or a gradients, whether 
written or oral. 

* it Contrad l&cuweitts-The Cnnimct Doca- 
roents establish the right* and obligations of the parties 
and include the Agfrifcme^, Addenda (which pertain lo fee 
Contra# Dpcnments), CQNIRACTOR'j Bid: (including 
docwnenlriJon accompanying the Bid arid any, post, Bid 
documenUtic*! submitted prior to the Nonce of Award) 
Whej attached as an exhibit to, the Agreement; die Notice 
fo ProcMd, the Bonds, these General Conditions, the 
Supplementary Conditions, the Specifications and die 
Drawings #jr the same are more specifically identified irt 
the Agreement, together with all Written Amendments. 
Change Orders, Work Change. Directives, Field Orders, 
and ENGINEER** written interpretations and clarifications 
issued, bn,or after The Effective Date of the Agreement 
Approved Shop Drawings and Ihe reports and drawings of: 
stibnirlace and physical' condition* -are tret Contract 
Documents. Only printed or bard copies of the items listed 
in. this paragraph an: Contract Documents. Hies i« 
electronic media farout nf test; data, graphics, and the like 
that may be fumishedby OWNER tq CONTRACTOR *trc 
not Centra# Dricumoits. 

13, Contract Frict-iTht moneys p*y*ablc by 
O WNER to CONTRACTOR for completion of the Work 
in accord*:** with the Cfmlracl Documents as stated in the" 
Agreement (subject fo the provisions of paragraph 11 QJ h* 
the case of Unit Price Work) . 

14, Contract r/wer—The number of days or ti«s 
datfe* stated in the Agreement tar. (i) achieve Substantial 
Cbmplelion; and (iij complete .the Work so that it is rwdv 
for final payment as evidenced by ENGINEER** written 
racommcndarian of tuial payment 

15, COh'tRiCtOR-Jht individual or entity 
with wham OWNER has entered into the Agreement 

16 Cost of ihe Work-*- Sec paragraph 11 QJ A. 
Toj definition. 

17. Dronwgs-Thst part of the Contract 
Documents jjicjarcd ur approved by ENGINEER which 
graphically shows the scope, extent, and character of ihe 
Work Itr be performed by CONTRACTOR fihnp 
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Dr*-**togs satj COtfTRACIOR submirUU are rial 
Drawings *s 50 defined 

18. Effective. Bateoj the Agreemait-Thz date 
fo3fc*t«d in the Agreement an whiefe H bcccwKi effective, 
but sinosuch date te indicated, it mean* the date on which 
ihc Agreement b rigned and delivered by the test of the 
tW f*fli« to sign and defter, 

& 1$. £M3/iV££R--The individual of entity named 

ki such In die Agreement 

* 20. EtfGm&i'i Cansultoit-Aii mdrvaM & 

- entity having a contract with ENGINEER to furnish 
fepnea as. ENGINEER'* independent prafesrional 
ajsociic 01 consultant with respect to the Project and who 
is identified as suHfc in Stq?piaiwe«^ Ow^tions. 

21- Field, Order- A. written order issued by 
« ENGINEER vritich reqturetoiinor changes V ** Work 
’ byt vriuebripesnoi. involve ichangeirt fte Contract Price 
Of the Contract Time*. 

221 Ueneral Ee^«iremi-«£r*-Seclioraof Division 
V The Gaienil Requirement^ pertain 

10 gi| sections erf! ftc Specifications. 

23, ffcticnhut EnwratnittnCol Condition-Thc 
pftst&t at the Site of Asbestos, PCBs, Ecfrdlcum* 
Hazardous Waste, or Radioactive Material in such 
quantities or ciroumstunccs that jruy present a substantial 
danger tp person* or property exposed thereto in 
fcOttiWCtiorj with the Work. 

24r Hazardous Waxie^fix tons Hazardous 
Waste shall have the meaning provided in Section 1004 of 
ftp Solid Waste Disposal Act (42 DSC Section 6903) as 
Intended Ron* time to time. 

25. Laws and Regulations; Laws or Repttif- 
ftwi^Aay and in applicable laws, tv&&, regulations, 
ordinances, codes, and didert of any apd all governmental 
bodies, . agencies, authorities, ttld courts having 
”~jumdiclicitu 

25, £Je/w-Chatges, security interests, or 
eanmibfances upon. Project funds, real property,. or 
personal property. 

27. Mile stone-rA principal event specified in the 
GoOtnict Documents relating to an fetcmtediale completion 
date or lime prior to Substantial Completion of all the 
Work- 

28. Mattie oj Award *The written notice by 
OWNER to the apjpttCW successful ladder stating that 
upon timely compliance by the apparent successful bidder 
with the conditions precedent listed therein, OWNER will 
sign anddeliva- the Agreement 


29, Notice lo jProc«xJ~A Avritlcn notice given. 
by OWNER to CONTRACTOR fixing the date on which 
the tScoizwt limes vail commence to run *nd on which 
CQNniAClXJR ahaII start lo perform the Wo* under the 
Contract Documents. 

** 39r Gi^^-Tbe. mdivitiuak entity, publfc 

body, or -authority with whom CONTRACTOR ha* 
entered into the Agreement and for whom tin? Wo* ps-to 
bepeefonried 

3|, partial Uiitization-Alse by OWNER of t 
njbstmiUlly completed part of fte Work for the purpose 
lor which it is Intended (or ■ related purpose) prior to 
Sr&$ttfUja1 Campleuoo of ah too Work 

32. /^Bj-Polychlormited biphenyls. 

33. PctroUum-rJtitedaim* including, crude nil« 
any fraction thereof tvhich i> liquid *i*ttp4*rd condition* 
of temperature and pressure (60 degrees Falwertbeit and 
14.7 pound? per square inch absolute), such. *4 nil, 
petroleum, foe) ofl. oil sludge, oil refuse, gasoline, 
kerosene; and oil mixed with other nen-Hazardous Waste 
and cmde oils, 

34. pmject -The lot*l construaroit of whirji >hc 
Wisfk to be pCrroftned under the Contract Documents may 
be &c -whole, or a part « may be indicated elsewhere In 
•the Contract Documents. 

35. Prefect J/r»»W~The bound documentary 
utforrnalioir prepapsd fcK bidding aid donstnieting the 
Wot, A fisting erf the contents of the Project Martini, 
which may be bound in one of more volumes, is contained' 
in the tablet?) Of contents. 

36. RadiOatlive jl^oterraf—Source, special mlolfc- 
*r, or byproduct material as defined by the Atomic Energy 
Act or 1954 (42 U$C Section 2011 ct seq.) tsamended 
from time to time 

37. Residetti Project Reprczeiitattoc—The. autho¬ 
rized representative of ENGINEER who may be assigned 
la the Site or any part thereof 

38'. 3i»»p/«-Phystait examples of materials, 
equipment, or workmanship that are- reprcscnlalwC of some 
portion of the Work and which establish the standards by 
•which such portioivof the W-orkwiR be judged, 

39. Shop DtenvutgS-AW thawings, diagrams; 
illustrations, schedules, and other date or infonrohart 
which arc specifically prepared of .BSscrriblcd by tit lor 
CONTRACTOR and” submitted by CONTRACTOR m 
illustrate some portion oUlic Work 
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4Q- S//«*~E*ndf or indicated :Bi die 

Ccmiracl Documents as being famished by OWKER upon 
Which fo* Work it to be perfonned, including nghtt^f- 
vfliy led catyetn eptt far access thereto, tod such other bads 
famished by OWNER which are designated far the use of 
COt^mACTOR. 



fl te ftrato; - Of t i fw wtfr 
workMPnchip - a s ap p li e d to 

apph a eblt t hfBkh 

41 . SbhccutfWctarwAa individual or cnlily 
{living i direct contract with CONTRACTOR or With any 
other Subcontractor Gx die pedbtmancc of i part of the 
Work il the $U* 


**' '43, Substantia} Comjfletion-The lime Bt which 

the Worfi (or » specified pwt foereof) has progressed tsihe 
point Where, in thermion pf ENGINEER, fast Work {of * 
specified pert thereof is sufficiently Complete. W 
accordance whh the Contract Dpocmmts^sD t^ 1 ^ Wori ‘ 
(or a specified part thereof) can be utilized for the purposes 
for which il is intended. The toms ^sabstaoliiify 
complete’* and “substantially completed" as Applied W all 
or part of the Work refer to Substantial Completion thereof. 

44, SuppfetotMary Conditians-tfax part of the 
Contract Documents which amends or supplements these' 
General Conditions. 

45, $up_piitr~k manufacturer, fabricator, 
supplier,- distributor, mitoriabnan, or vendor having a 
direct contract with CONTRACTOR or with any Subcmv 
tractor to famish ntetemk or equipment to be incorporated 
in the Work by CONTRACTOR or any Subcontractor. 

Urtcft.r%rwad Facititits-^kTi underground 
pipelines, conduits, darts, cables, wires, manhole*,, vaults, 
tonks, tunnels, or other such ftcUifies or attechraento* wd 
any encasements containing such facilities, including those 
that convey electricity, gases, steam, liquid petroleum 
products,, telephone « Other commUnicaiioas, cabie 
television, watte, wastewater, storm U?atcr, oOter Squids « 
Chemicals, or baffic or othte control sy&xrfr 


49, #'iftie Change Directive- & Written 
statement to- CONTRACTOR issued on. or after the 
Efiecuvc Date of the Agreement tnd signed by OWNER 
and recommended by ENGINEER ordering ail addition, 
deletion, or revtston in the Work, or responding m difTering 
or unforeseen subsurface or physical conditions Under 
which the Work is to be pexfcnned or to emergencies,. A 
Wprfc Change Directive will riot change ih* Contort. Trice 
or the Contract Times but is. evidence that the partite 
expert that the change ordered of documented by * Work 
Change-Directive will be incorporated in a subsequently- 
issued Change Order following negolisUons by the parties 
as to its effect, any. on the Coatract Trice or Contract 
Tima, 

50, Wiitien Amtrdnmt-K written Statement 
modifying the Contract Documents, signed by OWNER 
and CONTRACTOR, on or after the Effective Date of the 
Agreement and normally dealipg with the rtonengineering 
or nontechnical rather than strictly constmclion-fela l ed 
aspects 6f the Contort Documents, 

102 Temrinology' 

A fntefii of Ctrtafti Terns or-'A^jectiyes 

l r Whenever in the Contract. Documents the 
terms *>s allowed," rt *s approved." ot terms of. j«ks 
effect or import; are used, or the adjectives 
“reasonable," "suitable.”- "acceptable”; "pmprt." 
"satisfiietory," or adjectives tof like ejfcci or import art 
cicd fa describe an action or deimnipaiion of 
ENGINEER as io the Work, ft k intend^, fo*t SUC H 
artiou or determination will be solely to- evaluate; itt 
generali the completed Work for compliance with the 
requirements pf and information to foe Contract 
Documents and conformance with the design concept 
of the completed Project as a functioning whole as 
shown or indicated \a the Contract Documents (unless ^ 
there is i specific statcmcnt indicating otherwise). The 
use of any such tern or adjective shall not be 
to assign to ENGINEER any duty or authratfy to . 

superris® or dirate the performance of the Wpri; or any 

duty or authority to undertake rasponstbility contrary to 
the provisions of paragraph 9-10 or any other prevision • 
of the Contract Documents. 


47, Zfnil Price ^brk-Wdrk to be p*id fof on fod- 
"feasts of ttrttf prices, 

4g entire completed constturtiot or 

the Various separately identifiable parts thereof required to 
fee provided, under foe Contract Documents Work 
Includes and is the result of perfarmit^ or providing *11 
labor, services-, and documentation necessary to produce 
j«d» ’extraction., and faniishirigv urKfo!!iR&. and 
jticorpprauog -ail motoials arid cquipmenl infa fiich 
consifuctum, all as required by foe Gbnbaci Documents. 


B. Day 

f, The vyord "day” shall eonSUiutei. qelenHaf 
day of 24 hours measured' from midnight.ip foo 
next midnight 

C Defective 

■I The word ‘’defective.’’ when modifyOrg rite 
word ” Work," refers. to. Work thatis uriratofoctory,- 
faulty, or deficient in that it dock «pi conform.to ft to 
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Contract Documents Of fores noljaeg-lbe require^ 
xncnts of apy inspection. Tcfer^ce Stendanl, lest, or 
approval ttferrtd to in the Contract Poairos m* or 
£§* for" damaged prior Id ENGINEER’ f recom¬ 
mendation of final payment (unless responsibility 
for the protection thereof has hem assumed by 
OWNER at Substantial Completion in accordance 
With paragraph 14 r 04 or 14.05). 

D. Furnish, Inito^Perfonn, Provide 

L The word^fonusK" when use4 in cenacfc- 
tion -with services, mattmU, of r^proeat, shall 
mean to supply and deliver said services, materials,. 
or equipment to the Site (or some other specified 
location) ready for use or installation and in usable 
or opera We eotufiticar 

2. The word TnsUll* v<hai used in cannec- 
tion with services, materials, or equipment, shall 
trtftaa to put Into use dr place in ftrad Jawjhicin said 
services, materials, or equipment complete and 
ready, for intended use, 

3i The words "perform.' or "provide," when 
died in cotmcCtion with services, materials, or 
equipment, ahaV mean to furnish and insUU said 
Services, materials, or equipment complete and 
ready for intended use. 

4 . When '"fomidC* "instalf,” "perform," or 
• ^provide" is not used in connection with services, 
materials, or equipment in a context clearly- 
requiring an obligation of CONTRACTOR, 
"provide” xs implied. 

£ Unless stated otherwise *q the Contract Docu* 
menti, Words dr phrases which have a well-known 
technical or construction industry or trade meaning are 
Used in the Contract Documents in accordance with such 
recognized meaning. 

Article i -■ prplbwary matters 

2M pclivetj of Bonds 

>A When p^NTTlACTO^ delivers the executed 
Agreements fo OWNER, CONTRACTOR shall also 
deliver ta OWNER such Bands as CONTRACTOR may 
fie required to furnish. 

Copies of Documents 

A, Q&NER shall furnish to CONTRACTOR tip to 
ten copies of the Contract Documents. : Additional copies 
will be fontlshed upon request at the cost at reproduction. 


? CpmSttmoraSWOTt of Contract Times - ,. Notice ip 
Proceed *■ : " 

..A, The Contract Tro^ WiH£»nsnttn£*«riiaoa foe 
thirtieth day after the EfFcrfive Date of foe Agreement of, if 

• Notice to Proceed « given, on the day indicated in foe 
Notice lQ proceed. A Notice to Proceed may hcigiven ai 
any tkpe wiforn 30 days after foe Elective Date of foe 

• Agreement. In no event will , the Contract Times com¬ 
mence iptua taler than foe sixtieth day after foe day oFBid 
opens® Ot the thirtieth day after foe Effective Date efftws 
Agreement, wfoebever date is earlier. 

20i Starting the Work 

A. CONTRACTOR shell start to perform foe Work 
bn foe date when the Contract Times commence to nm. 
No V/orfc shall be done at foe Site prior to foe date On 
Which foe Contract Times commence to run. 

. *- 

1J)X Before StartingCbrisfoiwi^h 

Ai £affl7UCTGR , £ Revievr of Cmkaci Docu¬ 
ments;. Before undertaking each part of foe Work. 
CONTRACTOR shall carefully study and compare foe 
Contract Documents and check and verify pertinent figures 
fotrtm and all applicable field measurements. 

• CONTRACTOR shall promptly report in writing, to 
ENGINEER any conflict, error, ambiguity, or discrepancy 
Which CONTRACTOR way discover and shall obuirva 
s*trium interpretation or clarification front ENGINEER 
before' proceeding with any Work affected thereby, 
however, CONTRACTOR shall not be liable w OWNER 
or ENGINEER for failure to report any conflictv error, 
ambiguity, or discrepancy In foe Contract Documents 
unless CONTRACTOR knew or reasonably should have 
known thereof 

B. PrelmftnocySchgdii/tt: Within,t«tfotys,*fier foe 
: Effective Date of foe Agreement (unless otherwise speci¬ 
fied in foe General Requirements). eOfiTERACTOR. shall 
submit to ENGINEER fix its timely review: 

f . ^ pceJitriinaiy progress schedule indicating 
foe times ^numbers of days or dates). for starting 
arid completing the various stages of (he Work, 
including any Milestone? specified m foe Contract 
Docum ents; 

2. * preliminary schedule of Shop Dravying 
and Sample submittals which will list c*ch 
required submittal and the times far submitting, 
reviewing, and processing such subrinltal: and 

3. a preliminary schedule of Values for ill of 
foe Work which includes quantities end pttecs i>! 
nans Which Wheat added together equal foe 
Contract Price and subdivides the Work, mid 
component parts m sufikieftt detail ta serve a the 
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basis, for progress payments during pcrfounatiec of 
foe Work Such pneefc-wS include an appropriate 
amount of overhead end profit applicable to each 
item of Work. 


3 CONTRACTOil's schedule of vittf* will 
Wo afcqihsUc to- ENGINEER as to form and 
substance if it provides a reasonable allocation r 
the Contract Price to component parts of the Work 


* q guidance of Insuranc e:- Before ayVy>44 » 
tiu in ctorttfl, ryi\Tp?A/rron a n d OWNER foatf wK 
ikl iv w lo th* rth", ar ith B opirt to aM ei wI inCTgod 

■ ?—i —f 

T*C* »UJ »’« 


wfik i fc copmiAcrroK *<#i 

ra q uiwH 


}$£ prcconsirudion ConftftfWfc 

A \Vtdun #3 fog's fcfo# foe Cdnlnfot Tones start to 

run* but before*!# Work at (he Site is started, i conference 

attended by CONTRACTOR, ENGINEER, *ad others as 
appropriate will be held', to etehfifo * working 
understanding among the parties *s to the Work and to 
. discuss the schedules reFen-ed id in paragraph 2.05 .B. 
procedures for handling Shop Drawing*: and other 
sdbmittals, processing Applications for .Payment, and 
mafot*bung requiredffleords, 

2 >0? initial AocepUnce of Schedules 

A, Ulricas otherwise provided in the Conit*«£ Docu¬ 
ments, 4 k*st lea days before submission uffop Erst 
Application for Payment * conference attended by 1 CON‘ 
TRACTOR; ENGINEER* and othem as appropriate will 
be held to review for acceptability to ENGINEER as 
provided below the schedules submitted in accordant 
with paragraph 105JS. CONTRACTOR shall have an 
■dditiarat ten days to ttteJte asredions and adjustments 
arid to complete and resubmit the schedule*. No progress 
payment shall be made to CONTRACTOR until 
acceptable schedules *re submitted to ENGINEER. 

r. Ibe progress :Schedufe wii be acceptable 
to ENGINEER if it provides an orderly profession, 
of the Work to completion within any specified 
Milestones and foe CorUmCl Times. Such accep- 
will not impose oh ENGINEER- responsibri- 
•iiy for the progress schedule,.. for sequencing, 
scheduling, or progress of the, Worfc nor interfere 
with or relieve CONTRACI'OR from 
CQKTRACTOR'f foil responsibility ihercfori 

% CONTRACTOR’S schedule of Shop 
Drawing and Sampfo submittals will be acceptable 
to ENGINEER if R provides a • workable 
arrangement for reviewing ahd processing titc 
required submitteU. 


ARTICLE 3 • CONTRACTDOCUMENtS: INTENT, 
AMENDING, REUSE 

foterti 

* A, The Crmtnict Docuitferit* fto eamjriementary-, 

whal is called for by w is as binding as if Called for by 

att. 

& ft o foe intent of foe Conteict Doctfoseoi* to 
detoribc < funaipraUy compteteProjed (<?r pErifoqmrf) to 
be. constructed in accordance With the ContrtCt Docu- 
jnads, Any Ubar, daeumcatetion, services,, materials, rot 
equipment that may reasonably We inferred from foe 
Contract Document* or ftorotorovaifirtg custom of trade 
usage as being required to produce foe intended result will, 
be provided whether or iiot specifically called for fit no 
additional cost to OWNER. 

C, Clarifications ^od 1 interpretations of the Contact 
Documents shill be issued by ENGINEER' as provided in 
Aitfck-9, 

l.Qjt Reference Standards' 

A. Standards, 5^ec^ea//b«r, Cocfes, taws, fid 
Regulations 

U Reference. So standards, specificalions v . 
manuals,, or codes- Of any technical Society, 
organization, or association, of to Law*. or' 
Regulations, whether such reference be specific .or 
"by Implication, shall mean the standard* 
specific* lion, m«nu4, code, pr Law*, or Reguloi 
ttons in effect at foe lime of opening of Bids (or on 
foe Effective Date of the Agreement if there were 
no Bids), except as may be otherwise specifically 
—T- statediaJhe Contract Documents. 

2. No pruvisiori of toy stich stimdafd, 
specification, manual or code* or *ny instruction of 
* Supplier shall be effective to change foe duties pt 
responsibilities of OWNER,. GONTRACT'OR, .cirS 
ENGINEER, or any. bffoqit subconlraclore, consul- 
tanis, agents, or employees from those set forth m 
the Contract Documents, not foalf'-ri# surij. 
provision of wrtnierion bt effective id assign to 
OWNER, ENGINEER, or any of ENGINEER* 
GofriuUants; agetrts, dr enrtpldyecS any duty. Of- 
. authority to supervise or direct the performance df 
the Work or any du# or aufobrity 4© undemk>- 
ycspoEsibrlit)’ inconsistent with the: prdvisKirts rit 
foe Contract Document 
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A* 'faporHng Discrepancies 

I 

1. If dwwg the ptrfrerotoce ofthe Work. 
CONTRACTOR discover* any .conflict, mw. 
imbjpnty. «r <fi*crqM«fy within foe Contract 
Documents or between the Contract. Documents 
and toy provision of : «ny. Law or Regulation 
epp&able tofoepcxfonniiwe of the Work crofamy 
xtsndsrd, specification, manual or code, pr of any 
Easmsction of Supplier, CONTKACTOR shall 
report it to ENGINEER in writing it once. 
CONTRACTOR thill not proceed with the Work 
affected thereby (otpept in in tmwgehcy ■ »s 
required by paragraph 6.16A) until an intendment 
or supplement to ihc Centred Lkxamente hat Been 
issued by one cT foe methods imbcaled . in 
paragraph 3provided. , however, that 
CONTRACTOR *1»ll not he liable In OWNER or 
ENGINEER for fitture to report any stuck conflict, 
errori ambiguity, -pr dreerepancy Mess CON¬ 
TRACTOR knew or reasonably should have 
known (hereof 

fit Rf solving Discrepancies 

_ 1. .Except to may bp q&erwiso spedfipatly. 
silted in foe Contract Documents,'the provisions of 
the Contra# Documents shall take precedence in 
resolving my- conflict, error, imhiguicy, t» 
discrepancy between the provisions of the Contract 
Documents and; 

a, ihc. provisions of any standard, 
specification, manual, code, or InsirodJon 
(whether or not specifically incorporated by 
reference in the Contra cl Documents);# 

b ; the piovisions, of any Law'S dr 
Regulations applicable to the performance of 
the Work (unless such an interpretation of the 
provisions of the Contract Documents would 
result in violation of such Law or Regulation). 

JIM Amending ■ and Supplementing Contract 
Docuroeais- 

A The Contract Documents may be amended to 
provide for additions, deletions, and revisions infoe Wort 
or to modify the terms and conditions thereof in one or 
mure of the following ways: (i) a Written Amendment; («) 
« ChfUge Order r or(Tfl) > Wort Change Directive. 

B, The requirements of the Cnfrtred Documents may 
be supplemented, and minor variations and devotions in 
the Work tnay be authomed, by ene or tnort cf ibt 
'following ways; (i) a Field Order, (ii) ENGINEER’S 
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approval of. a Shop Drawing pr Sample, or (\ii) 
ENGINEER'S written interpretation orcknftduon 

3,G£ Reuse of Documents 

A. CONTRACTOR: and any - Subcontractor or 
Suffer, or Other iftdmdasf Or. -entity performing or 
furnishing my of the Work under > dims -of indirect 
contract with OWNER;’ fi) shall not have or inquire any 
dlle to or ownership rights in any ot the Drawings, 
Specifications, or other documents (or copies of any 
thereof) prepared by or bearing the seal of ENGINEER 01 
ENGINEER’S Consultant, including electronic media 
editions; and GO shall not reuse any of such Drawings, 
.Specifications, other documents, or copies thereof On 
cjctouions of Hie Project or any other piojebf without 
ttritoa constat of OWNER and -ENGINEER, and specific 
written verification or adaption by ENGINEER. This 
prohibition will survive final paymenL, completion, and 
.acceptance of the Work, or u^mtnafien <* completion of 
(fe Contract. Nothing herein shall preclude 
CONTRACTOR from retaining copies of the Contract 
Documents far record purposes, 

ARTICLE "4 AVAILABILITY OF- LANDS; 
SUBSURFACE AND PHYSICAL CONDmONS; 
REFERENCE POINTS 

(.Of Availability of Lands 

A. OWNER sh*0 «sh fob- $ito OWNER shill 
notify CONTRACTOR of any oricmnbnmcK or 
restriction* not t>f general application but ^specifically 
related to use of the Site with which CONTRACTOR must 
comply in performing the Work. OWNER will obtain in a 
tltpcly manner and pay for easements for permanent 
structures or permanent changes in evicting facilities. If 
CONTRACTOR and OWNER are unable to agree On 
feruiliemcnl to or cm the amount or extent, if arir, of am- 
adjustment in the Contract Price of Contract Times, or 
both,'is 1 resuh of any delay in OWNERS furnishing the 
Site, CONTRACTOR may make a Claim therefor as 
provided in paragraph 10.05. ..... 

B Upon reasonable Written request, OWNER shall 
famish CONTRACTOR with 1 cun cut statement of record 
legal title and Ifcgal descnpiipn or the lands upon which the 
Work is to be performed and OWNER’S interest therein as 
accessary far giving notice of or filing 1 mechanic's Pf 
const ruction lien against such lands in accordance with 
applicable Law's and Regal* liens 

C. CONTRACTOR shell provide for all iiddniuusil 
knds and access thereto that may Be required for 
temporary consiructim facilities w storage of materia U 
and equipment 


** See Supplementary CmtoittemS i7f!$ 


00700 - 11. 




4Q2 Subs^ntcc.aodHjysjEalCqndiuons 

* A; Reports aitf DrwlxgS- The Supplementary 
Ccmditions identify; 

J, those reports pfwjploralians and tests of 
.sobsorfice conditions ftt or contiguous to *o Site 
that, ENGINEER has oscd in preparing the 
C^trtctpoetoyjats; and 

1 those drawings of physical conditions in 
or relating! to easting, surface « aufetfffiice slnio- 

lit or contiguous to the Site (except 
Underground Facilities) that ENGINEER h«$ used 
In preparing the Gc^GiBocaimaUs.. 

B- limited Kefance by CObtTRACTOR on 
Techniool Dk*. Auikor&td: CONTRACTOR may rdy 
upon the general accuracy, afthe “techmcal date* contained 
in such reports and drawings, toil such reports and. 
drawings, are not Contract Documents.- -Surh “technical 
d»ta w 4 *. identified in the Supplementary. Conditions. 
Except for such relwwte on such '’technical dais,** 
CONTRACTOR may not rely upart or make any Claim 
agaimt OWNER, ENGINEER, or any of ENGINEER^ 

Consultants with respect to: 

f, -lire completeness tof 5 iich reports arid 
drawings for CONTRACTOR'S purposes, includ¬ 
ing, but not limited to, any aspeett of toe means, 
methods, techniques, sequences, and procedures of 
construciiort to be employed by CONTRACTOR, 
and safety precaution* and programs incident 
thcreto;qr 

% othe* data, interprctaiions, opinions, and 
-information contained fa. such .reports or shown or 

indicated in such drawings; of 

3 . «ny CONTRACTOR totapreiaGbri of or 
conclusion draws from any technic*! data" or any 
inch other datt t intcrpretaUaqs, opiiftwns. of infto- 
—: mattoto- 

4,03 ' Biflering Subsurface or Physical Conditions 

A_ j Volte* If CONDUCTOR tofcvc? that any 
subsurface of physical pphdilion it or contiguous to dto 
Site that is uncovered or revealed eidt c ^ 

j k -is of judva nuttire fas 10 establish iha&W 
"technical data 1 ’ art which CONTRACTOR. ts 
entitled 10 rely «* provided in. paragraph < '« 

tjll red ady inaccurate, or 

i is of such a nature et so requite a-Change 
in the Centred -Documents.:^ 


X differs mateorily from that shown of. 
mtficaied in the Contract Documents; or 

4 . is of an. unusual nature, and differs 
materially from condition* ordinarily encountered. 

*qd generally recopruzed as inherent in work of tor 
dbijaetex prerviidted fa to the Contract DoCbbtents; 

toco CONTRACTOR shall, promptly after becoming 
aware thereof »tid before further disturbing the subsurface 
ox pbyacat conditions or perfamihg any Work in cottncc* 
ttco therewith (except in an • emergency^ as req uired by 
paragraph 6.16.A), notify OWNER, and ENGINEER in 
Writing about such condition CONTRACTOR *h»U rtol 
further disturb such condition or perform any Work in 
connection therewith (except, a* aforesaid) until receipt rif 
wriUeOorder lotos so, 

A* ; — 

B. fNGWEER S Hevltm A8«-receipt of written 
notice as required by partly*pb 4#3,A, ENGINEER will 
promptly review toe pertinent condition, determine the 
necessity of OWNERS obtaining additional exploration of 
tests with respect thereto, and adrist OWNER to writing 

■ (with a copy to CONTRACTOR) of ENGINEER’S 
.Drivings and conclusions 

C. Possible Price and Jfaiej Adjuitmenli 

t. Thc Ctanlrad Price or toe Confarf.Twnto,- 
pr both, "rill be equitably adjusted fq the extern tlrtl 
toe existence of such- ditfaing subsurface of- 
physical condition causes an increase or decrease in 
CONTRACTOR'* cost of, or time required for, 
performance of toe Work; subject, however, To top 
■ following; 

it .such condition must meet any one or 
more, off the categories described to paragraph 
4.03 .A; and. 

hi With respect to Work that is paid for 
cp a liqrt Price Basis, any atoustmenl in 
Contract, Price will be subject to Oat provisions 
ofparagraphs 9.Q8 and (1,03. 

2. CONTRACTOR shall m be errti* 

tied to any adjustment in Ihe Contract. Price or 
Gonhact Time* if, 

6. CONTRACTOR kiresv $ tire 
existence of such conditions ill toe -UntoCON¬ 
TRACTOR made a final cocmniUirerit to 
OWNER to respect of Contract Price and Cm to 
■ tried Time* by die subrnisribrt of a Bid or' 
becomjrig bound under a negofia ltd c&nifact; Of 

ft; the existence of such condition' could 1 
tcasonahly have been discovered pr revealed as 


mncf^-n 


t Set Suppicriicti Uiiy Conditio to 


*■*:$». Supplcmcmso'CbwdHtdns 





#. result of HfJj oanoiulion. mVcaiguUort, 
exploration, teSl. of study of foe She mnd 
contiguous urea* required by the Bidding 
Requirements or Contract Documents lo be 
conducted fey or for CONTRACTOR prior lo 
COKTRACTOR’s tasking, such final com- 
p«tment,xff 

c, CONTRACTOR filled to give the 
written notict witbin the tone and is required 

by paragraph 4JBJA, 

3,. if (Wm 'mi CCOTIACTOR «re 
Uxjible to agree oa entitlement to or oo the amount 
or extent, if any, of any adjustment in the Contract 
y^ce or Contract Tiroes, at both, 1 CUmtmay be 
made therefor w provided in paragraph 10.05. 
However. OWNER, ENGINEER, mvA 
ENGINEER’S Consultants shill not be liable to 
CONTRACTOR, for iny claims, costs, tosses, or 
damages (indudtog 1101 to * n *** * tli 

charges of engineers, architects, attorneys, and 
«her professionals and all court or arbitration or 
Other xfispute resolution costs) Xtisbuoed by 
CONTRACTOR on or in connection With iny 
*tfoar project W intitapited project 

4,04 'Undergroitod Facilities 

A. SiQWrt 'Or Indicated: The ipfortoifiop and data 
shown or Indicated m the Contract DcKUmcnls with tespcci 
to existing -Underground FaaUlies at or contiguous to the 
Site b based on information end data furnished to 
OWNER or ENGINEER by the owners of such Under- 
.gtpund Facintics, including OWNER, or by others. 
Unless it ra otherwise expressly provided m the Sup¬ 
plementary Conditions. 

t OWNER and ENGINEER shall tipi be. 
jtspcmsjble for the accuracy or completeness of any 
&»eh mfpnnatioh or date; and 

i the cost-bf tin of the following will be 
included in Che Contract Price, and CONTRAC¬ 
TOR shall have foil responsibility for; 

reviewing, arid checking such 
informs lion apd data, 

fc. Iraatfog *U Underground' Facilities 
.shown or mdicaicdin the Contract Documents.. 

c, coordfoatlntt of the Work with the 
owners of such Underground FaciUUes, 
including OWNER, during construction, and 

d. 'foe safety and protection of all Such. 
Underground Facilities arid repairing any 
damage thereto resulting from the Work 


B. WcI Shawn or Indicated 


1. tfariUndeqjto^tkciUtyis imcovefcdor 
revealed it or contiguous to the Site which was not 
shows or indicated, to osA shftwfi aniadicaled witi\ 
icasoaible awmracy fo the Contract Documents, 
CONTRACTOR shall, promptly after becoming 
rware thereof and before further disturbing 
conditions affected thereby or performing any Work 
WCoonection therewith (execpl in an emergency «s 
required by paragraph 6, 16 , AX kfeetify the owner 
of such Underground Facility and. give written 
notice to that owner and to OWNER and ENGI¬ 
NEER ENGINEER will promptly review the 
Underground Fncility and deitamint the extent, if 
any, to which a change is required in the Contract 
pnnwuait to reflect and document the 
consequences of the existence or location of the 
Tfodngroood Facility. During such time, 
CONTRACTOR shin be responsible for the safety 
tad protection of such Underground Facility. 


2. If ENGINEER.cdncludes that a change in 
&C Contract Documesk is required, a Work 
Change Directive or 4 Chiftge Order Will be issued 
to reflect and document such eanseqdcnces. An 

cqaitable. ^adjustment shall be made t ri the 
Contract Fried or Contract Tunes, dr both, to the 
txtent that they are attributable to the existence or 
location pf any Underground Facility that was riot 


$iqwh or * indicated or - not - Aww at ind ic a te d 

Documents and that CONTRACTOR, did not know 
of arid could not reasonably have been expected to 
be aware tsT or to have anticipated- If OWNER and 
CONTRACTOR are. unable la agree pn eptitiettiem 
to « on foe amount or extent, if any, of n»y such 
adjustment in Contract Price or Contract Times, 
'OWNER or CONTRACTOR may make a Claim 
therefor is provided in paragraph 10.05: 


AfiS Referent Points 

A. OWNER shall -ptovidc engineering surveys to 
establish reference points for tonstructiori which tn 
ENGINEER’S judgroent ate nro'ttsaty to enable CON¬ 
TRACTOR to proceed with toe Work- CONTRACTOR 
shall be responsible for laying, not the Work, shall protect 
and preserve toe established reference points and property 
monuments, and shall make no changes or relocations 
without the prior written approval pf OWNER. 
CONTRACTOR Shall report to ENGINEER ivhcnevsi any 
reference potni or .properly monument. is lost ot destroyed 
• or requires relocation because of ncccssuri,* changes in 
grades or locations, and shall be responsible for the 
accurate replacement or relocation of such reference- points 
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4M fitardoas Eirriranmenul Co&ditfoo si Site 

jL Reports and Drawing*; Reference j's madcia the 
SupplerowUiy Condfopfo fef *e idem‘Ream* of 

fiidre* ftpohr tod drawing* tofog: to * Hazardous 
EcviroranenUl Condition identified at the Sue. if any, tha t 
have to utilized by the ENGINEER fe the preparation of 

the Contract Etocuwents; * 

& tlmlied Reliant*f by- C&NTHACT&R an 
Technical Deti'Avthoritcd: CONTRACTOR riray rely 
ijpooJJje gtoat accuracy of fot "technical data” contained 
in such reports -mod drawings, bat such reports »nd 
deamogs wt hot Contract Document*, Such ‘‘technical 
it identified ttt the Supplementary Conditions, 
for such reliance Oft such “tochaiwf <feU 
CONTRACTOR may not rely upon or make mgr-CM 
•gainst OWNER, ENGINEER or any of ENGINEER'* 

Consultants with respect la; 

t T ' the fojftpletoss- Of wch report i and- 
■thawings for CONTRACTOR**; purposes, 
including. , but. not limited to, any aspects of ihe 
means., methods* techniques., sequences and 
procedures of construction to bo pmpfoyed. by 
CONTRACTOR and safety- precaution* and 
programs incident thereto; or 

X other data. topretettonS. PptfoOtK and 
information contained in such reports or show* or. 
indfokted in such drawings; «r 

J; any CONTRACTOR intetprcuuian of or- 
ctmclusiOT dbtwn ftt^ any "technical dsu'* or iuty- 
judh other data, roterpretattensj, opinions or 
foformatiort 

C. CONTRACTOR shall not be responsible for any 
Hazardous EnvircmmcnUl Condition Uncovered or rev wlcd • 
' at the Site wfochwas not shown or fodicated.fa Drawings 
at SjwaScaifoftS ox identified in the Contract Documents 
fo lie within the stfope.cif.foe Work, CCCNTRACTOR shell 
be responsible for a Hazardous Environmental Condition 
ensktod with any materials brought to the Site' by CON¬ 
TRACTOR. Subcontractors, Supfdicts, oranyone dse for 
whore CONTRACTOR is resppnsftffo 

0, If ■; CONTRACTOR totmfors a Hazardous 
. Ehvitonmcntot Condition or if CONTRACTOR or anyone 
for whom CONTRACTOR is . responsible creator a 
Hazardous Environmental Condition, CONTRACTOR 
*ih& immediately! (Q secure, or :6focrvmc, isolate stick 
coqdjriop 1 , (&) stop ill Work w connection wife such 
condition and. in any-arc# affected focrefo (except m an 
emergency ?s required by pragrfeph 6-16); 6nd (iii) notify 


OWNER, and ENGINEER prod promptly thereafter 
confirm such notice m writing! OWNER shs ll .promptly 
consult with ENGINEER concerning ihe necessity for 
OWNER to retafo a qualified capett to evaluate such 
cooditioo fit take corrective action, if any. 

E. CONTRACTOR shallridt bc-requircd Ip resume 
Work in connection wilh such condition or in any affected 
ires until after OWNER ha* obtained liny required pemfofc 
related thereto lint! delivered to CONTRACTOR, written 
notice: (|) specifying ihit such condtbon and any .affected 
sea is or has been rendered safe for the resumption of 
Work; or ;(«) specifying any special conditions under 
which such Work may be resumed safely. If OWNER and 
CX3NTRACTOR cannot agree it to enUtlcmeol to or on 
tteamoutf or eweM Jf any, of any adjustment in Contract- 
Price « Contract Time*, or both, u * mult Of sue* Work 
stoppage or such special conditions under Which Work h 
agreed 16 be resumed by CONTRACTOR. either party • 
may make a Claim therefor, as provided in paragraph 
10:05, 

F. if • after . receipt of Sttqfe written notice 
CONTRACTOR does not agree to resume such Work 
bared ott f reasonable beHefit is unsafe, or does not agree 
‘to resume Such Work under Siich special conditions, then 
• OWNER may order the portion of the Work that is in the 
art* affected by *bch condition to be deleted from the 
Work. If OWNER and CONTRACTOR toot agree ay 
to entitlement to or wvjfoa amount or extent, if any, of eq 
adjustment to Contract price or Contract Times as a result 
bf deleting such portion of the Work, then cither pan? may 
make a Claim therefor as provided fo paragraph 10.05. 
OWNER may have such deleted portion of the Work 
performed by OWNER’* own forces dr others- fo accor¬ 
dance with Articled. • 

G. To the fullest extent, permitted by Laws and 
Regulations; OWNER shall indemnify ind hold harmless' 
CONTRACTOR, Subcontractors, ENGINEER, 
ENGINEER'* Consultants and the officers,, directors,, 
partners, employees, agents,, other consultant sod' 
subcontractors of each and any of them from and against 
all claims, costs,, losses, and darrurgKS (indydtng but not 
limited to il] foci and chfoges. of engineers, architects, 
attorneys, and other professionals and all court or 
trhhratfortQf other dispute resolution costs} arising out of 
or relating; la •> Hazardous Environmental Ccmdttion v 
provided that, such Hazardous Snvtfmmcnfol .Condition',. 
(}} w»x not shown or indicated in. the Drawings or 
Specifications or identified in the ConUact Documents to 
be included within foe Scope of foe WorkVand (it) was nfo 
created by CONTRACTOR or by anyone for ^.horn 
CONTRACTOR is responsible Nothing in this parayruph 
406.E shall obtigjilc OWNER fo mdetrinify any individual, 
or entity from and against foe consequences of ifott 
individual -s or entity 'a own negligence. 
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ft to 0^ tolfcsi extent fCitWU6l by Laws! and 
1 Ke^uhtUrins, CONTRACTOR shall radawitfy *ntf Md 
f y-phyt pWHEft, ENGINEER, ENGINEER** Consul' 
mtx» and Ac officer*, directors, partners, employees, 
■gisttx, other consultants, and subcontractors of each and 
M f of them fora and ig*w« aU d«nu, costs, losses, and 
damage* (including bid not {united to ill fees and charge* 
af engineer*, architect*, attorneys, and other professionals 
raj *fl court or aibhiation or other dispute resolution 
C 05 U) prising out of or relating to a Hazardous 
JEnrirwimcnUi Condition created by CONTRACTOR or 
by anyone-' for whom CONTRACTOR is responsible. 
Nothing to AM paragraph 4.06.F shall dbligtie 
CONTRACTOR lo indemnify any individual or. entity 
fomand -agaitost, the consequence* of that individual’* or 
. r entity** ovrti negligence. __ 

t The provisions ofparagraphi 4#2 e 4.03, aod 
4 jW k«■ not intended to apply to a Hazardous 
Environment*! Condition uncovered or revealed at the Site. 

^RTjetE 5 - BONDS AND INSURANT 

SJ}} Performance* Payment, and Other Bonds 

A. CiONIRACTDR. shall furnish perfomtance and' 
payment Bond*. «*** « *n tunotfat at feast equal to the 
Contract Price as security for the fktthfiil performance and 
payment of *11 CONTRACTOR** obligations under the 
Contract Documents. These Bonds shill remain in effect 
at least until one year after the d»te when final payment 
b ffc omi ^ due, except as provided otherwise by Laws or 

5 Regulations or by the Contract Documents. CONTRAC- 
♦ TOT. shall also furnish such other Bonds as are required by 
the Contract Pocumeats. • 

B, . All Bands shall be tothe fom? pr escribtd by the 
Contract Document except as prowled pthcAvise by Ltfws 
w Regulations, and shall be executed by such sureties as 
«re named in the current list of ‘’Companies Holding 

. Certificates of Authority m Acceptable Sureties on Federal 
floods and *s Acceptable Reinsuring Companies" as pub' 
Bshed in CtrcuUr $70 (amended) by the Financial 
Management Service, Surety Bond Branch, U.S.. 
Department of the Treariay All Bonds signcd by. ah agent 
past be accompanied by a certified copy of such agent’s 
pqihoriqrtoaeL 

<X If the surety on any Bond tbmished by CON¬ 
TRACTOR is declared bankrupt or becomes insolvent or 
it* righl la do business is terminated m any state where any 
. part of the Project is .located or U coses to meet the 
requirements of paragraph 5.0J.B, CONTRACTOR shall 
within 20 days ihereaficr substitute another Bond and 
surety; both of which shall comply with the requirements 
.^paragraphs 5.0 f-B and. S Q2< 


5.8} Licensed Sureticsand Insurers 


A, All Bonds and insurance required by the Court« 
Documents to be purchased and maintained by OWNER 
or CONTRACTOR shall be obtained from Surety or 
insurance companies that ate duly licensed W authorized to 
the jurisdiction itt which ibe Project is located to issue. 
Bet tor insurance policies for the l units'and ttoverage* *P 
required. Such surety and instaiisx’companies shall also 
meet such additional requirements and tgalifiestfais as 


may be provided m the Supplementary Conditions,. 


SM Certificates pf Insurance 


A. COmitACTOR aaR &d»Vri; to OWNER, with 
cOpto* to each additional insured identified in the Supple- 
meat*# Conditions, certificates of tnsurwx (and other 
evidence-of insurance requested by OWNER, or any other 
additional insured) which CONTRACTOR is required lb 

* purchase anil miintaim 6 WN S R «H» B d a faw ig 

Contractor, wito •d d t tiofta i to s u rtd 

id e n ti fi e d i tt th e-S upplam awte iy Co n diti o ns, wrtthoal w: of 
i nsu r anoa (awd oth e r gyid a n oa ef inawi t w reqv ra st*d - by 
CONTRACTOR or any otb a r -a dd i tw na l i ns u red) -w h ir fc b 



$M4 CONTRACTOR** Liability Insurant* 


* A. CONTRACTOR shall purchase and mrimato 
such liability and other insurance as is appropriate for the 
Work being performed And a* will provide protection from 
■tijriras sex forth below which msy arise out of or result 
from CONTRACTOR'S performance of the Work *nd 
CONTRACTOR'S other obligations undo: the Contract 
Documents, whether it is to be performed by 
CONTRACTOR, any Subcontractor or Supplier, or by 
anyone, directly ox indirectly employed- by any t>f them to 
perform any of the Work, or by anyone for Whose acts arty 
of them may be liable; 

1. claims under workers’ cOrttpossaUbhi. 
disability benefits, and other similar employee 
benefit acts; 

1. claims Tor damages because of bodily 
■injury, occupational sickness or disease, or death of 
CONTRACTOR 'S employees; 

3,. thimS for damages because of bodily 
'injury* sickness nr discrete, or death of any person 
other than CONTRACl'OR's cmpkriTroSv 

si_ claims for damages insured by rcasomibly 
available personal injury liability ebvqrupc winch 
arc- sustained (i) by any person as a result of an 
offense djrcc-Uv or induceliy related to the employ¬ 
ment of such person by CONTRACTOR, oj (it) by 
unV oUici person fnr any oilier reason. 
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5 oliintfr for damages, dfo» lO tbfr 
•Wojfc UstSLioeka^ of injury la or desimioa of 
tangible property wherever located, including Joss 
of use rcsu&iog. therefrom; and 

$, cUJms for bamiges because of bdfily 
injury or de*& of any poson or property damage 
arising ova of foe ©worship, miinteumecof tae of 
Mjymraorvt^ick, 

g. T^w poEcles ftf irtsoriwbe so required by lbs 
pwtgreph 5.04 to bcpurcUscd and mrirttafoed shall; 

i„ with respect 10 insurance required by para¬ 
graph* 5iWA3 threap 5.04. AG inclusive* 
Include a* addition*! insureds (surest W any 
customary exclusion in respect of professional 
liability) OWNER. ENGINEER, ENGINEER’* 
Consultants, and any other individuals of entities 
identified in the Supplementary Conditions, «lfof 
■Whom shall he Irifed as additional insureds. «W 
mdude. coverage for the respective officers, 
directors, pwforis, employees* agents, and other 
consultants arid subcontractor* of each and any of 
*1} such additional insureds, and the insurance 
afforded to these additfonat insureds shall provide 
primary coverage for ill claims covered thereby; 

2L include at least the spmfic coverages anif 
be written for not !«* than foe limit* «r liability 
provided m the Supplementary Conditions df 
required by Uw* or Regulations, whichever is, 
greater, 

3, include completed operations Insurance. 

• 4 , intrude contractual labHity insurance 
• covering CONTRACTOR** indemnity obligations 
under paragraphs 6.07,6.11. and 5,2.0v 

5. contain a provision or 'sndorserocnl that 
tf* coverage afforded will not be canceled, materi* 
ally changed or renewal refo$ed until at le«t Oiirty 
days prior written notice has been given to QWN^ 
Er: and CONTRACTOR and to each ether addi¬ 
tional insured identified in the Supplementary 
Conditions to whoci I certificate of insurance bat 
been issued (and foe certificates of insurance 
furnished by foe CONTRACTOR pursuant to 
paragraph 5.03 will sa provide);- . 

6. remain w effect at feast wUl firiat 
payment and at ilf times thereafter when, CON¬ 
TRACTOR maybe leering, removing, or rcplad. 

lUg. defective Work in accordance with paragraph 

13,07; and 
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7, with respect la tampScicd operatroqs 
■feitumnee, *nd any insurance coverage Written an tf 
4sitns-made basis, remain in effect for at least twe 
you? after fins! paynwat (and CONTRACTOR 
shall formsh OWNER *nd each other additional 
insured identified w foe Supplementary Conditions^ 
to whorp * certificate of insurance his been issued, 
evidence satisfactory id. OWNER and any such 
adcfilionat. insured- of. ■ continuation of such 
insurance at final payment arid one year 

thereafter),* 

SMS OWNER*? Ewfoflfy Insurant# 

* A, tn additfon fo foeihsuranee required to be pmwd* 
cd by CCfolTRACTOR under paragraph 5.04, OWNER, *i 
OWNER’S optiou, may. purchase, and maintain at 
OWNER'S,expend OWNER'S own liability insurance as 
will protect OWNER lgBinst claims which may arise from 
operations under foe Contract Documents. 

5,0d Property insurance 

*■ A. Unless otherwise provided in. the SiqjpleitiMr^ry 
Conditions, OWNER shall purchase and maintain property 
insurance upon the Work at foe Site in foe amount of foe 
full replacement cost thereof (subject, to such deductibfo 
amounts as may be provided in the Supplementary 
Conditions or required by Uws*nd Regulations). Th« 

insurance shalh 

{, include foe interests of OWNER, CON¬ 
TRACTOR, Subcontractors, ENGINEER* 
ENGINEER’S Consultant,. .and *ny other • 
Individuals- dr entities identified in the 
Supplementary Conditions, and the officers, 
dir&tors, partners, employees, agents;, and other 
consultants and subcontractors tof each and any of 
then, each, of wham is deemed tohave bo insurable 
interest and shall be Usiipd as.an additional insured; 

Z he written on * Builder's Riricj'sh-ri sV." 
or. open peril or special causes of loss policy form 
fofo shall at least include, insurance for physical 
loss of damage to foe Work, temporary buildings; 
false work, and materials, and equipment in transit, 
nod shaliinsBrc agamstal iczstfoc following pforiS 
or causes nfloss: fire, lightning, extended coverage, 
theft, vandalism and malicious, mischief, 
earthquake, collapse, debris rcn*<*«4 ! dcmalni6n 
occasioned /by enforcement of Laws -and 
Regulations. Water damage,, and Stroh other peril* 
or causes of loss as may be spemfitaliy required by 
the Supplcmentaiy Conditions^ 

? include expenses incurred iri the repair c 
.replacement of any insured property (ihcludiftg.htfo 
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fioi limited tq fees tod charges engineers tod 
-jfahrteclsX 

4. cow swkxfcs «d. equipment- stored it 
tfa Site toofart location lh»Cw*i agree* to js 
Writing by GWNE$t prior lo being incorporated la 
tie VculC, provided tint such materials tod equip- 
.eieri httw b«n iaelwfcd in to Appli6*Uou for. 
Fiyment recommended % ENGINEER; 

5. allow fa ptouS ulircjilion or^ Worfcby 
OWNER; 

£L includetesilrig andjuartupjand 

'7. be miinulned in effect until final payment 
• is made uni ess otherwise speed to in writing fa 
—OWNER,- CONIRACTOR. and ENGINEER will 
3ft days written notice to each Other additional 
insured La whom# certificate of insurance has been 
issued. 

* % OWNER $h*ll purchase mafartfa stich boiler 
*nd mtoihirtcry nwdraaee or additional property insurance 
«s Way be rfcqubred by Uw Supplementary Conditions or 
L»ws and Regulations which will include the interests of 
OWNER, CONTRACTOR Subcontractors, ENGINEER, 
ENGINEER'S Consultants, and any other individuals pr 
entities: identified in the Supplemental Cauditions, each of 
whom « deemed to h*vc»n insurable interest told shall be 
foled it# to insured of additional insured. 

* C All the policies ctf insurance (and lie cnrGficatcs 
, or other evidence thereof) required to be purchased and 

maintained in accordance with paragraph 5.06 will contain 

* provision or endorsement that the coverage * Horded will 
not be canceled or materially changed or renewal refused 
until #l ieast3Q days prior written notice fas been given lo 
OWNER and CONTRACTOR and to cadi • other 
additional insured to whom a certificate of insurance has 
becri issued and will contain waiver provisions in accor¬ 
dance with paragraph 107, 

* -U OWNER shall put fa responsible fa purchasing 
jtttd mainbiining any property insurance specified in this 
paragraph 5,06 to protect the interests or CONTRACTOR, 
■.Subcontractors, or others in the Work la the extent of any 
deductible amounts that arc identified in the Supple¬ 
mentary Conditions. The risk of kiss Within such identified 
deductible, amount, will be. fame by CONTRACTOR, 
Subcontractors, or others suffeifig toy such fas, tod if 
any of them fishes property insurance coverage, within tfie 
Emits of stfrtfe amounts, each may purchase and maintain it 
at the purchasers own expense. 

.* £ |f CONTRACTOR requests ?n Writing that other 

special insurance be included m the property insurance 
policies provided under paragraph 5.06, G.WNGR shah* if 
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possibly. ufaude such iiwuranie, and the cost thereof will 
he tdrarged to CC5NTRACTOR by appropriate Change 
Ordcf at WriUcrt Amendment, Prior to commencement of 
1fa Worfc at fiic Site, OWNER, shall in writing advise 
CONTRACTOR whether or not such other insurance fa* 
bqsnpt«£ured% OWNER 

$M 7 . Waiver oTRigbts' 

* K OWNER and CONTRACTOR intend that all 
policies purebred *rt accordance with, paragraph 5.06 will 
protect .OWNER* CONTRACTOR, Subcontractors, 
ENGINEER, ENGINEER’S Ctmsufanfcr, and ail afar 
individuals or entities Identified in the Supplementary 
Conditions |q fa fated *5 insureds or additional insureds 
(and the officcra, directors, partners, employees, agents, 
and other consultants and subcontractors of each and ary 
of them) in such policies and fall provide primary cover¬ 
age for all losses and damages caused by the perils or 
causes of fas covered thereby, AH such policies shall 
cqnia in provisions lo the effect that in the event of payment 
of wry. loss or damage the insurers will have no rights of 
recovery .against arty of the insureds or additional insureds 
/tbwawdrtf, OWNER and CONTRACTOR waive all Hfifa 
against cfab other and their respective officers, directors,, 
partners, employees, agents, and other consultants and 
iubcorUrtttorS bf each and any Df llrem for all losses and 
damages caused fa; a firing oat of or resulting from any of 
■the perils at.causes of loss-covered by such policies and 
any other propeny insurance applicable lo Hhc Work; and, 
in addition, waive all sachrights agirast Subcan tractors; 
ENGINEER, ENGINEER’S Consultants, and all other 
individuals or endues identified in the Supplementary 
Conditions to be listed ax insureds w additional insureds 
(and the officers, directors, partners, employees, agents, 
-apd other consultants and subcontractors of each and any 
of them) under such policies for lasses and damages so 
caused. 'None of the- above waivers: shall extend to the 
- rights that any party making such waiver may have to the 

proceed* of insurance * faW fa OWNER ■ *6 ■ ' im stofr-er 
otherwise payable under arty policy so issued. 

,B. OWNER wa ives all .rights tigs fat 
CONTRACTOR, Subcontractors, ENGINEER. 
ENGINEER’S Consultants, and the officers, directors, 
partners, employees, agents, and other consultants and 
•subcontractors of each and any of them for: 

I, Idss due lo fastness interruption, loss of 
Use, or other consequential loss extending fayond 
diffat physical loss or damage lo OWNERs 
property or the Work mused by, arising out rtf, or 
resulting from fire w other peril whether' or- tint 
insured by OWNER; and 

7 loss or damage to Hie completed Project bt 

part (hereof caused by. arising out of, or fcSitbjrtg 

fiotn fire or other famed peril or cause of lusa 

* 
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c. Any insurance policy maintained %' OWNER 
covering any toss, damage or cofasequenualToss refered to • 
is paragraph 5.673-ih«H contain provisions to Ihe eflcd 
that $n toe event of payment of any such loss, damage, or. 
caratspientiai loss,/the insurers wilt have no rights of 
recovery • against CONTRACT OR, Subcontract!*!,. 
TOftHNEER,. or ENGINEER-'^' Consultant* and tot 
officers, directors, partners, employees, agents, and other 
aqaBifaBti and ratxxmtnctons ofeach and any of fifon, 



5. JO ' Partial Uiirrati^^dakw^gmcntof Propeity 
Iriswer 



A, If OWNER, finds it necessary to occupy ortae^ 
portion or portion* or the Work prior to Substantial 
Completion oF ali toe Work, a* provided in paragraph 
l4.05. na such use oroccupancy shall commence before 
the insurer* providing the property insurance pursuant to 
paragraph 5.06 Have acknowledged notice thereof and in. 
y/nfing effected any changes m coverage necessitated 
thereby. The insurers providing the property insurance 
shall consent by endorsement on toe policy or policies, but 
the property insurance shall not be canceled Ot permuted tp 
lapse on account of any such partial useprpccupancy r 

ARTICLES - CONTRACTOR'S RESPONSIBILITIES 

S. 01 ' Supervision and Supqrinitndcncfe - 

A, CONTRACTOR shall supervise, inspect, and 
direct toe Work, competently and efficiently, devoting such 
attention thereto and applying *udh sWllt* »nd ejcpwtise ai 
may be necessary to perform the Work to accordance with 
the Contract Documents; CONTRACTOR shall be solely 
responsible for the meins, methods, techniques, sequences, 
and procedures of construction, but CONTRACTOR shall 
pot be responsible for the negligence of OWNER, or 
ENGINEER in the design or specitfcauort of < specific 
means, method, technique, sequence, or procedure of 
construction whuto is shown or indicated in and expressly 
required by the Contract Documents CONTRACTOR 
shall be responsible to see tost tot completed Work 
commies accurately whhlhe Contract Documents. 


5 . 0 j Acceptance of Bonds and Insurance; Option to 
Replace 
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4.82 t*toc, Working Hours 

A- CONIRACTOR shall provide- competent, 
.suitably qualified personnel W survey lay out, and 
cenatroct the Work its required by the Contact Docu- 
ineott- CONTRACTOR shill *1 all times maintain good 
. discipline and order it the 5iic_ 

JJ. Except Mt otherwise rcquirei&r fee ttfety Or 
pwtectrto of persons at tfs W«k at pn$^ *t the Bite m- 
adjacent fectct 0 r 4uyd except «fr otherwise -Hated «t the 
C"n fr»et Documents, all Work at fee' She shall be 
pfcrfafxttcd daring regular waking hours, and CON- 
FACTOR will not permit overtime work or fee 
perfmtumice of on Saturday, Stto%, or any legal 
holiday without OWNER’* written coastal (which will nett 
be unnowonaWy withheld) given after prior written norice 
.to ENGINEER. 

6$J . Sonets; Materials, MvfEqmprnept 

. Ay TM«*. ofocr wac sp ecified in the General Re¬ 
quirement, CONTRACtOR shall provide and assume 
,fuB responsibility for all services, materials, equipment, 
labor, transportation, construction equipment and-machin¬ 
ery;, tools, alliances, foci, power, light, heat, telephone. 

sanitary facilities, temporary facilities, and all other 
'facilities and rotidcflltls necessary for the performance, 
lotting, slait-up, and completion of the Work. 

B. Aft xatterials aiui equipment mcotparated mica 
fee Work shall be w specified or, if not specified, shall be 
of good qH*&y and new, except as otherwise provided in 
the Contract Documents All warranties and guarantees 
jtpeci finally eallod for by fee Specifications shall expressly 
run to fee benefit of OWNER. If required by EUKJJNEER, 
CONTRACTOR shall furnish satisfactory evidence 
(including reports of required tests) as to fee source, kind, 
and quality of materials and equipment: All materials and 
equipment shall be stored, applied, ins tailed, connected, 
erpcwdj pfoteetfcd, used, cleaned, and conditioned in 
accordance wife instructions of the applicable Supplier, 
yxen pt as otherwise may be provided in fee Conuae* Poeu- , 
marts, 

6.84 Progress Schedule 

A'. CONTRACTOR shall adhere to fee progress 
schedule established in accordance wife paragraph. 2,07-as, 
it may be adjusted from time to lime as provided below, 

t CONTRACTOR shall submit toBNCH- 
, h|EER for acceptance (|o the extent indicated to 
paragraph 2,07) proposed adjustments in fee prog- 
• ress schedule that will not result in changing fee 
■ Contraa Times (or Milestones). Such adjustments 
wifi conform generally to fee progress schedule 
"feen in effect and addittooftlly wH comply vviiti any- 


provisions riffee General Requirements applicable 

thereto 

2 - Proposed adjustments in the progress 
schedule that will change the Con trad Times (or 
Milestones) shall bet submitted in accordance with 
fee requirements of Article 12. Such adjustments 
may only he made by t 'Change -OrdeS or Written 
Amendment in accordance wife Article 12.. 

A. 

$.05 Substitutes and "Or-Equals" 

' A. . Whenever Jfa. iterit of matcrinl tw equipment, is 
specified Of described in the Contract Documents by using 
fee name d a proprietaryItem or fee name of a particular 
Supplier, feci specification or description is intended to 
establish fee type; function, appearance, arid quality 
required. Unless fee specification or description contains 
op is fotlowcd by words rcadifqj feat na like, equivalent, or 
’ “or-equal" item or nq substitution is permitted, oilier items 
of material or equipment or material or equipment of other 
Supplier* may be submitted to ENGINEER for review 
under the cireumsttncriS described below, 

1 'VnBqaat }fe>»s: tf in ENGINEER*! 
sole discretion hit item of material or equipment 
proposed by CONTRACTOR is funclionaHy equal 
Ip feat named and sufficiently similar iso trial no 
change in related Work will be required, it ntat.be 
considered by ENGINEER as an "qr-ecjuaP item, 
Wt which case review and approval of the proposed 
.item may, in ENGINEER’S sole discretion, be 
accomplished without compliance with sdmeof *11 
of the requirements for approval of proposed 
substitute items. For. fee purposes of this 
paragraph 6.05 A. 1.» proposed item of material or 
equipment will be considered funcitonajly cqUfl to 
>n item so flamed if: 

«v in fee exercise; of reasona ble judgment 
ENGINEER determines that (i) it is at least 
—.equal in quality, durability, appearance, 
strength, flifd derigrt characteristics. •(«) it will 
reliably perform it least equally well tile 
function imposed .by fee design concept of die 
completed Project as a function mg whole, and; 

b; CONTRACTOR certifies that (i) 
there is pq increase in cost to ihc OWNER; 
apd t*i) it wijj chnform substantially,. mm with 
deviations, to the delink'd requirements of fite 
item named in the Contract Documents 

2 Substitute Items 

a tf in s sole 4f*«v‘bna aft. 

jlcrit tjf material Of equipment piopwuii In 


* See Soppkmcniafs Conditions 
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CONTRACTOR 4tws not quaHty- « A*- 
"or-cqv«r item, under paragraph S Q5-A I, it 
Will be considered « proposed stibstiUde item* 

to CONTRACTOR *b«n *iWt jtfflfe- 
debt Worm*lion ns provided below W illow 
ENGINEER to dctcnuto* dal the item of 
Kutcrai « equipment proposed is essentially 
equivalentto thataimed »nd *n acceptable 
xubsiitnte therefor. Requests lor review of 
proposed substitute items of material or 
equipment will not be accepted by ENGINEER 
freen anyone other thra CONTRACTOR 

«l The procedure for review by ENGN 
N^^_wUl be par art M» « paragraph . 
GjQsXXd, n supplemented in the General' 
Requirements and u ENGINEER nay. decide 
• j* appropriate under the ciroiciutenco. 

4. CONTRACTOR «M first maKe 
written application to ENGINEER fbc.Tcview of 
.« proposed substitute item of nutemi dr 
equipment (hit CONTRACTOR stds 
famish or use, ThcapplicauTnrftfU certify that 
the proposed Substitute Uem wiU perfarra sde- 
qotiely the functions and achieve the results 
sailed for fey the general design, be similar in 
substance to dal specified, and be suited to the 
same use » that speeiTierL The application will 
state the extent* if any.to. which the use of the 
proposed substaute . item will . prejudice 
CONIRACTOR’5 ichidvcipem or Substantial 
Compktion on time, whether or nW use of the 
proposed substitute item in the Work will re¬ 
quire a change in any of the Contract Dpcu- 
snorts (or w the provision* of any other direct 
contract with OWNER for work on the Project) 
\a adapt die-design to the proposed substitute' 
item and whether or not ipcorparalioa or use of 
ihe proposed substitute item in connection with 
it* Wafc is subject to paymw of «y license 
fee or royalty.;- All variations of the proposed 
substitute Hem bora that specified wiU be 
identified 1 bo fire.-application, and available 
engineering, salei, maintenance,, reptif, and 
p-placemonl services wiU be indicated. The 
: Application will alsoconUan an itemized csti- 
mate of ail. costs cf credils that will fosuit 
directly or indirectly bom use of such substitute 
. item, including costiof redesign and claims of 
-other eafrtractort affected by ary. resulting. 
: change. aU of uhidt will be considered by 
ENGINEER Hi evaluating.. the proposed 
substitute item ENGINEER may squire 
CONTRACTOR- to furnish -additional. data 
• .about the proposed substitute item 


if a specific means, ftttffetid, technique, sequence, or 
procedure of construction it shown nr. ip&atedim and 
expressly required by the Contract Documents, CON¬ 
TRACTOR may famish or tefe * substitute means* 
roefabd, technique, sequence, or procedure of construction 
approved fey ENGINEER- CONTRACTOR shall submit 
.sufficient information to allow ENGINEER, in < 
ENGINEER'S sole discretion, to determine that the 
substitute proposed is equivalent to that expressly called 
fbr by the Contract Documents; The procedure far review 
by ENGINEER wiU be similar, la that provided in subpara¬ 
graph 6.GSA.2. 

C. Engineer % Evaluation; ENGINEER wi& be 
allowed a reaubnatite time within which to evaluate each 
proposal or submittal made pursuant lb paragraphs 6 05 A 
and 6.05R. ENGINEER WiU be Ota sole judge of accept¬ 
ability. No *of-eqi»r or .substitute will fee ordered, 
installed or utilized until ENGINEER’S review to 
complete, which will be evidenced by either a Change 
Order far « substitute or an approved Shop Drawing far an 
-W equal” ENGINEER will advise CONTRACTOR to 
Writirigof »hy negative determinaUon. 

D. Special Guarantee: OWNER rony require CON¬ 
TRACTOR to famish at CONTRACTOR'S to^pchsc a- 
special performance guarantee or other surety with respect 
to any substitute. 

E- • ENGINEER ** Cost RtuuburscmenC 
ENGINEER will record time required by ENGINEER 
ENGINEER' S Consul tents to evaluating substitute 
proposed or submitted by CONTRACTOR pursuant to 
paragraphs 6.G1/U and fi.GSiB and to making chartism 
toe Contract Documents (or to the provisions oftiny other 
direct contract with OWNER for work on the Project)' 
occasioned thrfeby. Whether, or nol ENGINEER approves 
a substitute item so proposed 6r submitted by CON¬ 
TRACTOR, CONTRACTOR sh»H reimburse OWNER 
for tbc chirges of ENGINEER and ENGINEER’s. Consul¬ 
tants for evaluating each such proposed substitute. 

F. CONTRACTOR'S, CONTRACTOR 

shall provide all date in support ofany proposed substitute 
or **or-equat H at CONTRACTOR'S exjaense. 

6 0S Concerning. Subamlradors* Suppliers, arid Others 

A. CONTRACTOR shall not towploy any Subcdtt- 
tractor, Sixtier, or other individual or entity (including 
thbse acceptable .to OWNER, as indtculcd trt- paragraph 
6-Q6B), itoeihcr totally or os a. idptettroenE a^utitrf. 
whom OWNER rosy have rcasonablc objcciton CON¬ 
TRACTOR shall not fee required to employ any Sub- 
comractof. Supplier, or other individual or entity to furnish 
or perform any of the. Work against whom 
CONTRACTOR has reasonable objection 


-g. ^ilfstitute CortstrVcfiOnMethods or ProteAtirex 
Supplementary Condition? * 20 


*■* 
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it foe Sugjfcroefflafy Condtfusas require the 
fokartily of certain SubcaotredorSi Suppliers, Dr otoer 
indmduab or entities to be afaniued to OWNER in 
advance for acceptance by OWNER by a specified dale 
ptfev la the Effective Date of the Agreement, and if 
CONTRACTOR has submitted* Tut thereof in accord*ore 
anth- the Supplementary Conditions. OWNERS 
gg oeptmee father in writing or by failing to make written ■ 
objection thereto by the date indicated for acceptance or 
in the Bidding Documents or the Contract 
pocuroenti) of any such Subcootreclor. Supplier, or other 
iadividwl nc entity *o identified may he revoked on the 
of je*ton*b1e objection after due investigation 
CONTRACTOR shall submit an acceptable replacement 
|bf the rejected Subcontractor, Supplier, or other individual 
w entity, and the Cpotrmct Price will be adjusted by the 
difference in the cost occasioned by such replacaneni, and 
mi appropriate Change Order wpl be issued or Wriuen 
Axoreadmeat argued. No accqsanec by OWNER of any 
*wb Subcontractor, Supplier, or other individual or entity, 
whether initially or as a replacement, shall constitute a 
waittef of airy light pf OWNER, or ENGINEER la reject 
defective Work. 

pi CONTRACTOR skfrbe fully responsible to 
OWNER and ENGINEER for an acts and omissions of the 
Subcontractors, Suppliers, and other individuals or entities 
performing or famishing any of the Work just as 
tX>NTRACTOR is responsible for CONTRACTOR’S own 
vOm and omissions. Nothing in the Contract Documents 
fthall create for the benefit of any auch Subcontractor, 
Supplier, or Other individual or entity itay contractual 
relationship between OWNER Of ENGINEER and. Any 
inch Subcontractor, Supplier or other individual or entity, 
fcor «*»*H it create any abligattoacn the part of OWNER tar 
ENGINEER to pay or to see to the payment of any moneys 
due any such Subcontractor,. Supplier, Of other individual 
tx entity except si may otherwise be required by Laws and 
Regulations. 

D- CONTRACTOR shall be solely responsible for 
.tt&eduitfig Mid coordinating the. Work of Subcontractor?, 
SdppjteffHtod other individuals of crtlitifcS performing of 
famishing any of the Work under * direct or indirect 
Contract with CONTRACTOR. 

E, CONTRACTOR shall require all Subcontractors, 
Suppers* and such other individuals or entities per¬ 
forming or furnishing any of the .Work la communicate 
with ENGINEER through CONTRACTOR., 

** £ The divisions tori StfcttqrKbf the Specifications, 
and lire: identifications of any Drawings shall not control 
CONTRACTOR in dividing toe Work among Subcon¬ 
tractors or Supplias or delineating lire Work tp be 
performed by any specific trade. 


G, AS Work performed for CONTRACTOR'by a 
Subcontractor Of Supplier wilt be pursuant lq as -appro¬ 
priate agreement between' CONTRACTOR and the 
Subcontractor or Supplier which spatifieslly hinds the 
Subcontractor or Supplier to the applicable , tows and 
conditions or the Contract Documents for toe benefit of 
OWNER and ENGINEER WheBewarqtsuehapewncnt 
is with a Subcontractor or Supplier who if listed is *n 
additional insured da the. property insurance provided in 
{sqigraph 5.06, fin tgtajmeitt between toe CONTRAC¬ 
TOR tend toe Subcontractor or Supplier will contain 
provisions whereby toe Subcontractor or Supplier waives 
ill rights against OWNER, CONTRACTOR,' ENGI¬ 
NEER, ENGINEER'S Consultants, and aft other 
Individuals dr entities identified in the Supplementary 
Conditions to.be- listed as insureds or additional insureds 
(and the officers, directors, partners, employ**, agents, 
and otow cmsuUatrts and subcontractors of tuch tttd any 
of them) for aft losses and damages caused by. arising out 
of; relating to, or resulting frogi any rff toe perils or causes 
,of lass covered by such policies and any other property 
insurance applicable to foe Work. If toe insurers on any 
such policies require separate-w&iWfomts to be signed by 
any Subcontractor Dr Supplier. CONTRACTOR will 
Obtain toe same. 

£ 07 Patent Fees and Royalties 

A, CGNmACTOR shall pay ail license fc*s and 
royalties and assume all cosh jnoidenr to foe ustt fit the 
performance of the Work or the incorporation in toe Work 
of any invention, design, process, product, or device which 
is the subject of patent rights or copyrights held by Others 
If a particular invention, design, process, product, or device 
« specified In foe Contract Documents for use irt the 
pafoiroancc of the Work and if io toe actualknowlcdgc af 
OWNER w ENGINEER its use is subject to patent rights 
pr copyrights trailing for foe ptymerit of any license fen or 
royalty Iq others, toe existence of such, rights shall be 
disclosed by OWNER in toe Contract Documents. To toe 
fullest extent permitted by Laws and Regulations, 
CONTRACTOR shall indemnify and hold harmless 
OWNER, ENGINEER, ENGINEER’S Consultants, and 
the officers, directors, partners, employees or agents, and 
other consultants of cadi ihd any of them from and cgainst 
all claims, costs, lowex, and damages (including but oov 
lmiilcd to-, all fees and charges , of engineers, architects, 
attorneys, amd other professionals and, alt court Or 
srbilrntibn of other dispute resolution costs) arising out al 
or relating tp any irtfrin'jicrncni of .patent rights o£ 
Copyrights incident to the use in the performance of foe 
Work or resulting from the incorporation tri toe Work of 
Any invention, design, process, product. o( device not 
specified tn tot Contract Document? 


♦ See Supplement ry Cantona® 
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0,0$ permits 


** ^ Unless otherwise provide m Sqppte* 
neaury Conditions, CONTRACTOR sh.lt obtain and pay 
far ill construction penrirts *nd licenses. OWNER.sh*U 
CONTRACTOR. wbenneccssMy.b obUimngsuch 
Potuu end lh*w=s. CONTRACTOR *lwtt jay iff 
IBvenBncntsI chsrgcs ^ inspection fees scanty for fee 
pro^cytim of the Work which trcippliabfo *t fee tone of 
oociina *r Bids, or, if there ire PO Bids, cm fee EGeedve 
Ss of da Agreement aKPUCTOR, sb*lf pay *« 
cfair.es rf utility owners for coniiccticitH to the Wok* stwf 
OWNER sh*n p«y ill charge* of such utility owners for 

cpiul costs itlited thereto, such IS pl«Ol fevertpjcBl fees. 

‘ jj£ Laws tnd Regulations 


*%}} Use ofSttoahd Ofeet Areas 

A. JJmUdUon on Vjc o/Sj'M and&lficr Anas 

h CONTRACTOR ritttl . confine 

construction equipment, fee storage of materials 
pod equipment! end fee operation* of workers to. 
fee sito and bfeef arelS permitted by L*ws ini 
Regulations, and shill not feuesaoaiWy tncurnbef 
fee Site end other areas Wife construction: 

equipment or other materials or equipment. CON- 
TRACTOR shall assume foil responsibility for any 
damage to any such land or area, or to fee owner or 
occupant thefkof, or of any Ife'aoent land or areas, 
resulting from fee performance of the Work. 


A. CONTRACTOR, “£&tt 8 «w all tfoltces *red 
comply Wife all LaWs Iftd Re^ilafumr applicable to fee 
paSmance of fee W«k. Except Whew otherwise 
sweat y required by applic able Laws- and Regulations; 
Mtfeer OWNER noi ENGINEER shall be responsible for 
monitoring CONTRACTOR'S compliance with any Laws 
or Regulations. 


B. If CONTRACTOR performs any Work knowing 
w having moo to know feat £ » wotnuy to Uws or 
Regulations, CONTRACTOR shall bear all claims,.costs,, 
lanes mod damages (folding but not limited to all foes 

and rfearge* of engineers, architect* attorney* and otot* 
professionals and all court or arbitration or other dispute 
resolution costs) arising out of or relating to such Wor^ 
however, it shall not be CONTRACTOR’S primary 
tttpottribfliiy to make certain feat fee Specifications and 
Drawings are- in accordance wife Laws and Regulations; 
tut 1 this shall not relieve CONTRACTOR of 
CONtRAGTORk obligations under paragraph 3.03, 


Q Changes iri Laws or Regulations not Ifeown at 
fee fend of opening of Bids (qri on fee Effective Dale of fee- 
Agreement if fetre Vfere no Bids) having an effect on fee 
CCTf or fiTTvr of performance of fee Work may be fe.esubjod 
or in adjustment in Contract Price or Contract Times. If 
OWNER and CONTRACTOR arc unable in agree cm 
fetitlemtfef fe °f on feeamouator Retool, if any, of any 
such adjustment^ a. Claim may be made- fecrcfot as 
provided in paragraph 10 05- 


** $: j4 Taxes 

A CONTRACTOR shall pay iff 
^ «,d ttfeq- aimiiir taxes requited iff be paid by 
CONTRACTOR in accordance wife fee Laws and 
Regulations of fee- place of the Project which are 
applicable during the performance of fee Work 


7 . Should any claim fee m*fe by any such 
owner or oecupam beause of fee performance df 
■ fee Work, CONTRACTOR shall promptly settle 
with such other party by negotiation of otherwise 
resolve the claim by arbitration, of other dispute 
resolution proceeding or at law 

3 . T 6 the fullest exieftt pemuttorf by L«W? 
and Regulations, CC^TIRACTOR shall indemnify 
and ■ hold harmless OWNER. ENGINEER', 
ENGINEER'S Cqn*ultant v pnd fef officers, 
directors, partners, employees, agents, and other 
consultant* of each and any of them, from *no 
against all claims,. costs, losses, and damages, 
(including but not limited to fell fees and charges Of 
engineer* architects, attorneys,, »ttd oUtef 
professionals and all court or arbitration or other 
dispute resolution costs) arising out of fe relating to. 
any claim or action, legal or equitable, brought by 
any such owner or occupant against OWNER. 
ENGINEER, m; any other party mdcmmtied 
hereunder to the extern caused by of based upon 
CONTRACTOR’S performance of fee Work. 

B, RmavaS af Debris During Pc'rjbmiattce &f the. 
Iffiffc During fee progress of fee Work CONTRACTOR 
shall keep fee Site and other areas free from accumulations 
. of waste -materialSi rubbtsK and other debris, Removal 
and disposal of such waste materials, rybbish r and otjier 
debris shall conform to applicable Laws and Regulations 

Cv Cleaning: Prior to Substantial Completion of the 
Work CONTRACTOR shall riesrr fee Stic and make U 
ready rofunlreaiton by OWNER. M fee completion offefc 
Work CONTRACTOR shall remove from fee SUe iR 
tool* appliances, construction equipment and machinery,; 
and surplus, materials and shall restore ip original 
condition all property not designated for alteration fe the 
Contract Documents 
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a loading Sirvtturts: CONTRACTOR' riial{ hot. 
fold permit any part of any structure to be landed » 
toy nmmtt that will endanger tbe, ttrocfiue, -nor shall 
CONTRACTOR subject any pert of the Work or adjacent 
property to stressesor pressures tut vail endanger R- 

£.IZ Record Dacihacnis 

A, COHmACTOR shall maiatout in a afc place ii 
the Site One record copy of all Drawings, Specification*, 
Addenda, Written Amendments, Change Orders, Work 
Change Directives, Field Orders, and written interpreta¬ 
tions and clarifications in good order 1 and annotated Id 
•how changes made during construction. These record 
documents together with all approved Samples and a 
counterpart of all approved Shop Drawings will be 
available to ENGINEER (or reference. .Upon completion 
of (he Work, these record do c u m en t s. Samples' and Shop 
.Drawings will be delivered to ENGINEER for OWNER. 

. dii Safety and Pmteetioa 

A- ■C^KTRACIOR shall fie aoWy:yesp«Tsih|e for 
hutiitiog, mamtaining and supervising *H safety praam- 
boos and. programs m -connection with the Work. 
CONTRACTOR shall lake all necessary precautions for 
(he safety at, and shall provide the necessary protection to 
prevent damage, injury or loss to: 

I* .'ilf'pwon* <sr the Site <r Who tpxy be 

affected by the Wotk; 

% K all thfr Work and materials and equipment 
to be incorporated therein, whether in storage on or 
off the Site; and 

3- other property at the Site, or-adjacent 
fijetela, including tie£s, shrubs, lawns, walks,, 
’pavements, roadways, structures, utilities, and 
Underground Facilities not designated for removal, 
relocation, OF replacement in the course of construe- 
tipfl. 

CONTRACTOR shall comply with ailippTitsble 
taw* and Regulations relating to the safety of persons or 
property, or to the protection of persons or property from 
damage, injury, of loss; and shall erect and maintain all 
necessary safeguards for such safety and -protection; 
CONTRACTOR shall notify owners of adjacent property 
and of Underground FacilRfes Mid other. Utility owners 
when prosecution of the Work may affect them, ami shall 
cooperate with them m the protection, removal, relocation, 
and replacement of their property. AH damage, injury, or 
loss to any property referred to in paragraph fi.n.A.2 or 
6.13.A.3 ewiised, tUrectty or indirectly, in whole or in part, 
by CONTRACTOR. any Subctoaixsctor. Supplier, ct any 
other individual nr entity (fireclly or indirectly employed by 
any of them taperfonn any of the Work, or anyone for 
whose acts any of them may be liable, shall be remedied by 


CONTRACTOR (except damage or loss attributable fe thc 
ftttft of Drawings tar Specifications or to the acts nr 
writswsns of OWNER or ENGINEER «r ENGINEER'S 
Consuilant. or anyone employed ty any of them. or cnyone 
for 'Whose acts any -of them tn*y be liable, artd not 
attributable, directly or indirectly, « whole dr in part, to 
the &0H or negligence of CONTRACTOR or any 
Subcontractor, Supplier, or other iridividtafl or entity 
directly or iadtredly employed by any of there), 
CONTRACTOR'S dories and responsibilities for safety 
and for protection of the Work shall continue until such 
lime « afl the Work is completed and ENGINEER has 
issued a notice to OWNER and CONTRACT OR hfi 
accordance with paragraph 14.07 J3 that the-’Work is 
acceptable {except as otherwise expressly provided tn 
connection with Substantial Completion). 

d. 1* S*{eiy Representative 

A. CONTRACTOR shall diagnate-! tpartlfjcd and 
experienced safety fepre^mtolive at the Site vborit duties 
and responsibilities shall. be the prevention of’accidents 
»»d the main lining and supervising,oT safety pffcc&lilianS 
•arid programs 

£, 15 Httard Comrntmication Progra ms 

A, CONTRACTOR shall be responsible for coordi¬ 
nating >nj exchange of material safety data-sheets or other 
hazard roramunicarion information required to be. made 
available to or exchanged between or among employers at 
the Site in accordance with T*ws or Regulation* 

£.16 hriergenciei 

A- fo emergencies affecting foe safcry or protection 
bf persons w the Work or property at the She or adjacent 
thereto,. CONTRACTOR, is. obligated to set to prevail 
threatened damage, injury, erf loss. CONTRACTOR shall 
give ENGINEER prompt written notice If CONTRAC¬ 
TOR believes that any significant changes tn the Work or 
Variations from the Contract Documents have been caused 
thereby of are required as a result thereof If ENGINEER 
determines that a change in the Contract Documents ts 
required because of foe action token by CONTRACTOR in 
response to such an emergency, a Work Change Directive 
w Change Order will be issued. 

£ft Shep,Drawings and Samples 

.A, CONTllACTOR shall submit fehnpDruwute? tP 
ENGINEER for review and approval tn fcecordunne ui(H 
the acceptable schedule of Shop Dtakvmjts and Sitroplc- 
submittals. All submittals will be Identified ns UNUt- 
NEER may require and in the number or Copes specified 
in the General Requirements. The d«8 shoun on the Sivnp 
Drawings will be complete with .tespea to qunnitues. 
dimensions, specified performance and dc-iup ertlv’riw. 
ftiaterisls, and Similar date {o show l,N(i[NT'.J£R ihtt 
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■service*. pusterUH, tiwl equipment CONTRACTOR 
propose* to oroide end to suable ENGINEER to «*»* • 
5 * informal for to* Sated ^ h? 


B. CONTRACTOR shall *l» submit Sample* to 
ENGINEER for rew* and approval fo accordance with 
the acceptable schedule of Stop Drawings »nd Sample 

suhmitolt. Etch Simple wifl be identified dearly a* to 
rotten*!. Supplier* pertinent data such as catalog numbers, 
■04 to* we for whit* itfUai&d and otherwise a$ ENGI¬ 
NEER ra*y require to enable ENGINEER to review the 

gubminat &P the lino tod pwpo«» required by parsfijaph, 
fi.ITJE. The Rwrtben of each Sample to be submitted win. 
be as specified in the Specification*. 

C Where a Shop Drawing or Sample witquared% 
the Contact pocummts or the schedule of Shop Drawi ng* 
and Sample submittals acceptable to ENGINEER a* 
required by paragraph J.07, any related Woto performed 
prior to ENGINEER’S,review and approval oftto pcrtlrwni 
iubmiBal will be at the sole expense and responsibility of 
CONTRACTOR.. 

a Suhmitial Propedurcs 

t«. Before submitting cich Shop Drawing or 
Sample. CONTRACTOR shall have determined 
and Verified:- 

a, all field measurements, quantities, 
dimensions; specified performance criteria, 
installation requirements, materials, -catalog, 
numbers, and similar mfarentodn With respect 
thereto; 

b, ill material* With respect to intended 
trS<* fahrication, shipping, handling; storage, • 
.assembly,, and instaUition pertaining to toe 
performance, of thcWoiicl 

b. *11, ittfomiiSori relative to means, 
methods* techniques, sequences, and proce¬ 
dures of construction and safety precautions 
and program* HVadrat thereto: and 

sL CONTRACTOR shill also- have 
reviewed and coordinated each Shop Drawing. 
pr;. Sample with other Shop Drawings and 
Samples and with the requirements of toe Work 
and the Contract Documents 

% Each SubmiUat shall bdq * • stamp «• 
specific written ipdication that CONrRACTQR 
has satisfied CONTRACTOR’S obligations under 
fee Contract Documents with respect to 
CONTRACTOR’? review and approval of ihat 
submittal 


3; At the ticne of each Submit la!, CQfa* 

, TRACTOR Shaft gEve ENGINEER specific written 
notice pf stick variations, if any, ifirt toe Shop 
Drawing or Sample submitted may hive from the 
requirement* of toe Caflmct Documents, such 
nfrfice la’be in « written communication separate 

• from the submittal; and, in addition, Shall cause * 
specific notation to be made on each Shop Drawing 
and Sample submitted to ENGINEER for tcVjcw 
and approvaiofeachsuch variation.. 

B, ENGINEER'S tew* 

a j. ENGINEER war limoly tovjew and 
approve Shop Drawings and Samples id- 
accordance with toe schedule of Shop Drawings, 
and Sample submittals acceptable to ENGINEER 
ENGINEER ’ 5 review and approval will be only to 

determine if the items, covered: by the .xubmituls 
will, after installation or incorporation in the Work, 
conform to the information given hi the Contra cl. 
Document* and be eornjttUble with the design 
concept of the completed Project as a faiictianiog 
whole * 5 indicated by the Contract Document*. 

2. ENGINEER'S review and approval wilt: 
twl extend to meant, method*, technique*. 

. sequences, or procedures of qonstructipn (except 

where a partioiUr meant; method,. fechnlque;; 

sequence,, or" procedure of construction is 
specifically and expressly called for by the Contract 
Documents} or to safety precautions or programs- 
incident thereto- The review and approval of Jr- 
separate ijem aj*t«K wjU not tndieateapproval of 
life assembly in whitfe thc item functions. 

X ENGINEER* 5 review and approval of 
Shop Drawings or 5acnpla : shall not relieve CON^- 
TRACTOR from responsibility, for any variation 
from toe requirements of toe Contract Documents' 
unless CONTRACTOR ha* in Writing <*Ue4 
ENGINEER’S iiterstom to cacfe such Variation at 
the time of each jubaulttl as required by paragraph- 
6.17.D.3 and ENGINEER hai given written 
approval of each such virittion: by specific written 
natatioi thereof incorporated in or aecompanying 
toe Shop bnlaying of Sample approval; nor will 
any approval by ENGINEER reficvfc; CON¬ 
TRACTOR. from responsibility for complying with 
the rtqiiircmcttU ofpatagrapih 6,17.D. 1 

E -Mtsubmtiid Pmadttns- 

1 . CONTRACTOR- shall malic carTcevfor*' 
required by: ENGINEER - and shall, return* tod' 
refuted number of corrected copies of Shcsfi 
Drawings and submit ai required ncu' Sample* for 
review and approval, CONTRACTOR ^haft to reel 
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specific «tioxtfoa in writing to revisions other dan 
the corTcctioftS' M’Ilcd for by ENGINEER bn previ¬ 
ous submittals. 

6,18 Continuing the Work 

A- CONTRACTOR «hiH «ny tia fce W«fc *&d 
adhere to the progress schedule daring »U disputes or 
disegreements with OWNER. No Wpricsh&iJ be delayed 
« postponed pending resolution of any disputes or 
diMgreements. except « permitted by paragraph 15,04 or 
. is OWNER and CONIRAGIOR nwy otherwise agree in 
writing. 

tiJ9 cmwsctm's Qtmil W*h*n# and 

•Guarantee 

A. CC&n7E\GTQR warrants and guarantee* to 
0WE& ENGINEER, wsd ENGINEER’S Consultants 
that all Work will be in accordance with the Contract 
Documents and will not be defective. CONTRACTOR’S 
warranty and guarantee hereunder excludes defects or 
damage earned by. 

1, •abuse, modification, or improper main* 
tferianda or operation by persons other thsti CON¬ 
TRACTOR, Subcontractors, Suppliers. or any 
Other ■individual or entity for whom 

feOKlRACTOR isrespomibib; ot 

> 

Z normal ve«r arid feartmckr.nomul usage, 

0. CONTRACTORV obligation to perform and 
complere £hq Work h accordance with die Contract 
'Documents shall be absolute. None of die following will 
canstiluie an acceptance of Work that is pot in; accordance 
with the Contract Etocumenls w -a release of 
CGNTRACTOR’s obligation to perform the Work in 
accordance with the Contract Documents: 

f, observations by ENGINEER; 

1 recqrriHiaaattan by ENGINEER or pay¬ 
ment by OWNER of ifty progress or final payment; 

3. the issuance of ■ certificate of Substantial - 
Completion by ENGINEER or any payment related 
thereto by OWNER; 

• 4, use w occupancy of the Work, or any part 
thereof by OWNER; 

5. any acceptance by OWNER or any failure 
lo do so; 

S. any rtview and approval of a Shop Draw- 
trig ot Sample submittal or the: isstmrKc of a notice 
cf-acceptability by ENGINEER; 


7. ar$ trisprpcbpn, test, nr approval % others, 

t. any correct tfm of dcfetttvc Work by 

DWNER 


d.20 ’ IridemhiSjcabon 



rii mi fill'. 

C' 1 v»Mry ■ 


0. Irt any and alt .el*ims against OWNER dr ENGI¬ 
NEER or any of their respective, consultants* agents, 
officers, directors, partners, or employees by any employee 
for the survivor or personal represenfetive, ~of~stich 
employee) of CONTRACTOR, any Subcontractor, any 
Supplier, or any individual or entity directly or indirectly 
employed by any of them to perform any of the. Work, or 
■anyone fem whose tcls any of them may be tiablc, the 
indemnification abiigatiorr undtr paragraph- 6.20.A shall 
not be limited in any way by any limitation on the amount 
Of type of damages, compensation, or benefits payable by 
or for CONTRACTOR or any such Subcontractor. Suppli¬ 
er,: or other individual or "entity under workers compen¬ 
sation acts, disability benefit acts, or other employee 
bcnefii wds. 



* See Supplementary Conditions 


00700-25 


See SupplcjnerUary Conditions 17 08 









n/juryvi uviuu^: 


ARTICLE 7.- atm. TOM 

7.0/ EcktedWdricitSilfc ^ 

A, OWNER may perform ether worfcreUled io the 
Project at the Site by OWNER:* employees, or let other 
direct comraeu therefor, or have other work performed by 
utility ownenr, If such other work is no! noted in the Con¬ 
tract Pocuments, then: 

f. written aoitce. thereof wp be given to 
CONTRACTOR prior to any such ether 

work; and 

a . if OWNER arid CONTRACTOR am 
tumble, to agree on entitlement to of on the * mount 
or extend if any. of any adjustment to flit Contract 
Price or Contract Times that shwldbe allowed is a 
result of such othts wck^ « Uiiiff may be made 
therefor as provided in paragraph 10.05. 

•B f CONtRACTGR toatt afford each other 
• contractor who is * papy to such a direct contract arid each 
Utility owner (and OWNER, if OWNER is performing the 
other work with OWNER'S employees) proper and safe 
access to the Site arid a. reasonable opportunity for toe 
mlxoduclion and Storage of materials and -equipment and 
Ihe execution;' Of- such other work and shall properly 
coordinate the Work with their* Unless dhenmt 
provided in the Contrac t D ocuments,. CONTRACTOR, 
shall do all cutting, fitting, and patdungnf toe Woj* that 
may be. reRuifed id properly connect or otherwise make its 
several parts come together and properly integrate with, 
such other work. CONTRACTOR shall not endanger, any 
work; of others by cutting* exeavaling, or tohenviie altering 
toetr work rind will only cut nr alter their work with the 
Written consent of ENGINEER * nd to* oth «S Ttoosc ri-ork 
will .be affected. The duties and responsibilities of 
CONTRACTOR undertoisparagraph arc fra toebene® of 
such 'utility owners and other contractors la tocewen! ihai- 
triers, are comparable provisions fra the benefit, of 
CONTRACTOR in said direct contracts bet wen OWNER- 
.and stick uuliiyownets sod other contractors 

. C. If tot proper Execution or fosurw of any p*d of 
CONTRACTOR'S Work depends upon work pofprmcd 


by ethers under this Arueic 5, CONTRACTOR, shall 
irispeet shell other work and prompUy report to ENGI- 
NEER in writing any delays, defect or deficiencies m 
Such other wotk that sender it unavailable or unsuitable for 
toe proper execution and result* of CONTRACTOR’S 
Wfckv CONTRACTOR'* failure to sa report will 
cozuttuoe air acceptance of such other work a* fit and 
props fra integration wife CCffTRACT^l** Wotk excqX 
fa latent defect* and deficiencies is such Other work. 

Coqrftoattoa 

A- If OWNER xnfaub to coutnei with others tor the 
performance of other work tm Ihe Project at toe Site, the 
following will be set fecth in Suppfeneofay Conditions: 

1, toe individual STeriljty -who will have 

authority and responsibility fa coordination of the 
activities among toe various contractors wilt be 
identified; ^ 

2, toe specific matter* to te covepaj by such 
authority and responsibility will be tteraiwd; arid 

3, toe euerit of such authority “nd fospensi* 
bililieS will be provided, 

B. Unless otherwise provided in toe Supplementary 
Conditions, OWNER shall have sole authority and respon¬ 
sibility for such coordination 

ARTICLE g-r OWNER'S RESPONSIBIUT1E.S 

8,01 Communications lo Coolraclor 

A. Expert as otherwise provided, to these General 1 
Conditioris, OWNER shall issue all comrnur.tcaUoos td 
CONTRACTOR ihro^hENGJNEER 

8JD2 Replacement afE^OdNEER 

A. Tri case of term&ialioa of The employment of 
^ENGINEER, OWNER, shall appoint an engineer id whonx 
CONTRACTOR makes no reasonable objection, whose," 
status under toe Contract Documents shall be that of the 
former ENGINEER 

AOS' ’furnaft Dife 

A. OWNER shall promptly furnish the data required 
of 0WNER under the Contract Documents. 

804- ' £§y Promptly When Due 

A OWNER shall make payments: la CONTRAC¬ 
TOR promptly ri'b«3 they itris. due as provided' itf 
paragraphs. I <1C 2C’ and 14,07 C 
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£,Q$ Uurfs andE*sotjentt;R^«rts-iiivJ Tests 

, A. OWNER*.* duties «i respect ofjprcvidmg Uudr 
and easements and providing. engineering surveys fa 
establish reference point* are set forth in paragraphs <51 
and 4.05. Paragraph <;02 refers to OWNER’S identifying 
end nuking available to CONTRACTOR copies of report} 

. of explorations end le«s oT subsurface conditions And 
drawings of physical eondUkxu ia or relating to existing 
surface or subsurface structures «l or contiguous to (he Site 
(hal hive been utilized by ENGINEER in preparing the 
Contract Doctnnenfc?- 

106 Insurance 

'* if a n y , 

a n ae ar e wi t forth 1ft Art ta iB 5. 

8.07 Change Orders 

A. OWNER!* obligated*© execute Change Orders 
as.mdicated in paragraph 10.03: 

SifiS IrrspcctionSi Tests, arid Approvals! 

A. OWNER’* responsibility in respect to certain 
, ipipiSfiiorB, tests, arid approvals is set forth in paragraph 
1303.a ' 

8.09' UmUfUlani x»> QWbtER 'j Responsibilities 

A- ThriPWNER shall hoi supervise, direct, hr have 
control of; authority over,. h« be responsible far,. 
CONTRACTOR. 1 '? means, meihods. techniques, se¬ 
quences, or procedures of construction, or the safety 
precautions and programs incident thereto, or for any 
failure of CONTRACTOR to comply Vnth Laws and 
Regulations applicable to the performance of the Wojk. 
-OWNER Pitt not fee responsible for CONTRACTOR'S 
failure to perform the Work, in accordance with the 
Contact D>cumenis. __ 

8, JQ {jtuJirclosed tittzdhfotiS Eimr&menfal 
Condition 

• A. OWNER’S responsibility tn respect lo an uttdis- 
tlascd Hazardous Environmental Condition is set forth in 
paragraph 4.06. 

4iU Briderice d'pmanciat Arrangements 

A, if *nd to the- exleht OWNER h&s agreed to 
furnish CONTRACTOR reasonable evidence that financial 
arrangements have been made to satisfy OWNER’? 
obligations under the Contract Documents. OWNER'S 
responsibility m respect thereof Will be as set forth in the 
Supplementary Conditions. 


ARTICLE V ’■ BJGINEER’S STATUS TRJRING 
CONSTRUCTION 

■ OWNER'S Representative 

- A.- ENGINEER will be OWNER's representative 

durfng Sre construction period- ‘ The dud« and rtfqwnsW 
TnUtia: Jtnd lire hmitaijona of authority of ENGINEER «y 
■OWNER * representative during construction are set forth 
irt;the Contact Document* rand Will not be changed 
withopt.wiittw consent of OWNER and ENGINEER. 

* 

A03 Visits to Site 

A. ENGINEER will make visits to the Site at tnfcN 
vaU appropriate to the various stages of construction as 
ENGINEER deems necessary in order to observe as an 
experienced. 2 nd qualified design, professional the progress 
that has been made and the quality of the various aspects 
of CONTRACTOR’S executed Work. Based on informa¬ 
tion obtained during such visits and observations, ENGI¬ 
NEER, for the benefit of OWNER, will dwerioirre, in. 
general, if fire Work is proceeding in accordance with the. 
Contract Documents, ENGINEER will not be required to 
frfcke exhaustive or cpntmuous inspections on the Site to 
Cheek the quality or quantity of the Work. ENGINEER’S 
efforts will be directed toward providing for OWNER il 
.grader degree of confidence that the completed Work will 
corrfbrxrt generally to the Contract "Documents. On the 
basis of such visits and' observations. ENGINEER will-, 
keep O WNER infonhed of the progress of the Work and 
will endeavor to guard OWNER against defective Work. 

H. ENGINEER’S visits arid observations arfc subject 
10 All the limitations art ENGINEER 1 s authority ! and 
responsibilliy set forth in paragraph. 9.10, and particularly, 
but without I mutation, during or as a result of 
ENGINEER'S visits or observations of CONTRACTOR’S 
Work ENGINEER will not supervise, direct, control, or 
have authority over or be responsible for 
CONTRACTOR’S means, methods, techniques, 
—sequences, or procedures of construction, or the safely 
precautions and programs incident thereto, or lor any 
failure of CONTRACTOR To comply with Laws and, 
Regulations applicable to the performance of the Work. 

A 03 -Project Representative 

A, If OWNER end ENGINEER agree; ENGINEER 
•will furnish a Resident Project Representative, to -assist, 
ENGINEER in providing more cxicnsive observation of 
the Work. The responsibilities and authority -and limita¬ 
tions thereon of any such Resident Project Representative 
■and Trssistunts will boos provided in paragraph *) 10 mid m 
the SuppienicrtWry Conditions If OWNER dcfiqtrtulca 
another representative or agent us represent OWNER or tire 
Sue who is not ENGINEER’? Consultant, aged! or cm* 
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p\oycf, lire tesponsikaliiies *nd authority are! iimitaSfotw 
ihcreort of such other individual or entity will be asprovid* 
ltd in the Si|pplero«ri*# Conditions 

$.04 CiRriEcatvms and InterprdatiGiis 

A. ENGINEER ttf tt issue wift reasonable profapt- 
ness such written clarifications or intetpretafions of lhc 
requirements of the Contract Document h ENGINEER 
mty determine iKxxssary, which xh»B be ccosatcnt witti 
ihe; intent of and reasonably inferable front the Contract 
PqcnnanU. Such wrinen clarificario.nl and interpretations 
witt be binding on OWNER *nd CXJNTRACTOR. If 
OWNER and CONTRACTOR arc unable to agree on 
enutlortiaat to or on the amount or oxtent, if «ny, of “y 
adjustment fa ft* Contract Fria^or Cbnbart Times, or 
both, t tat should be allowed as * result of a written 

clarification or fatapretatjon, a Cfahfl tnay be m*dd 
therefor as provided fa p»ragrtj& 10.05. 

A* 

9.0$ Authorised Yariotfcns tn Work 

A, ENGINEER may authorize minor variations m 
Work front the requirements of Jfa? Contract 
tJocumeqts Which fa wot involve an . adjustment in the 
Contract Price or the Contract Times.and are compatible 
With the design concept of ft© completed Project as a 

foncrioniag whole as indicated % the Contract Document. 
These may be accpmpKsbed by a Field.Order and will be 
binding oft; OWNER and also on CONTRACTOR, who 
shall perform the Work involved promptly. If OWNER 
auto CONTRACTOR are unable to agree op cftritfcrocnl to 
or on the amount or detail, if any, of anyadjurtment **t the 
Contract Price or Contract Times, re botlv as a result oF * 
field Order, a Claim may be nade therefor as provided in 
paragraph 1005, 

. 9M Rejecting Oefbcliyc Woric. 

A, ENGINEER, will have authority tn disapprove or 
.reject Work which ENGINEER bdieves fa bc^wtrve. or 
fait ENGINEER btdieycs wilt not produce « completed 
Pnyoct ft#T conforms to the Contract Documents re tfrat 
Will prejudice the integrity of the ri«ign concept oT the 
completed Project as a functioning wfaoTe as indicated by 
the Conlraci : Documents. ENGINEER will also have 
authority torequirt special inspection or testing of the 
Work as provided, in paragraph. 13 04; whether or not the 
Work is fabricated, installed, or completed; 

Mr Shop Drawings, Change Orders and Payments 

A. tft connection, with ENGINEER'S afahority « to 
Shop Drawings and Samples, sec paragraph 6l 7, 

B; In connection with ENGINEER'S authority as to 
dfangc Orders,see Abides 10. H. and 12 
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G to connection with ENGINEER’S authority as to' 
Apphcatkms for Payment, see Article 14> 

#.{?S l&iennittofiom for Quit Price Work 

A. ENGINEER, will determine the actual qunttitfa* 
wfa classifications. of Unit Price Work performed fey 
CXKDtACIOR. ENGINEER vritt review with CON¬ 
TRACTOR the ENGINEER’S preliminary detaimrurion* 
on such matters before rendering * written decision tberere* 

(fcy recommmdtttoa of an Appttcttion for Payment w 
Otherwise). ENGINEER’S written decision fofcrepn.'Will be 
final and fctndfag (estcept u modified by ENCjriNEER to 
rcfltcl changed factual conditions or more: accurate dal*> 
Upon OWNER and CONTRACTOR, subject to the 
prpYirioojrofpart graph 100?' 

9.09 .43ecasiiw» Pa Reqfarement# of Cdntraa 
Doeumeftfa and ACceptabilitf pf Vdrk 

A ’ENGINEER, will be iKe imifat interpreter oT the 
requirements of (he Centrad Documents and judge ofifie 
acccpuKlity of the Work (hereunder. Claims* disputes 
and other matters relating to the acceptability Of the Work, 
the quantities and classifications of Unit Print Work, ft® 
faicrprctaiioir of the requirement* of too Contract, 
Document* pertaining to the performance of the Work, and 
Claims seeking changes in the Contract Price or Contract 
Tima will be referred initially to ENGINEER in writing* 
in accordance with the provisions of paragraph 10.05 . With 
a request for • fonroaVdedsion. 

B. When fiioctioning ** interpreter and judge tmfafa 
‘Jus paragraph 9.09, ENGINEER will not show partiality 
tq OWNER or CONTRACTOR and will not be liable in 

connection wtth any interpretation ox decision rendered in 
good faith in such capacity. The rendering of * decision by 
ENGINEER pursuant to this paragraph 9.09 With respect 
to any such Claim, dispute, at other matter (excepl any. 
which have been waved by the miking or acceptance of 
final Pj^xnmt is provided fa paragraph 14.07) ’will be a 
condition:: precedent to any exercise by OWNER or 
CONTRACTOR of such tights ot remedies « eithfa may 
otherwise have- under the Contract Documents or by U«S 
or Regulations in respect of any such Claim, dispute,, ofc 
other matter. 

?. IQ Efauiarion* °n ENGINEER'* Authority and 
Responsibilities 

A. Neither ENGINEER’S authority nr tcsponsibifaV 
under this -Article: 9 of under any other prevision of tfe 
Contract Dacunrcnls nor any decision made by 
ENGINEER fa good frith either to exercise or not exercise 
such authority or responsibility or the riftdemking, 
exercise* Or perrbmnmtro of any authority, or responsibility 
by ENGINEER shfaj create, impose, ot -give fisc to any 
duty in contract, tort, or otherwise owed by ENGINEER to 
CONTRACTOR, any Subcontractor, tiny Supplier, any 

0Q -%i ** Sc c Supplementary Conditions 17.6? 




xrthcr i&tSivSdu*T or *31%, dr to any surety farm cmpleytse 
or agent of any of Uicm.' 

B. ENGBSEER will notsupervise, dsntot, control. 
Or have wtfhorify over or W rcSponabSe fot 
CONTRACTOR’S means, methods, techniques* se¬ 
quences, or procedures of construction, or the .safety 
precautions And programs incident thereto. Or idr any 
failure of CONTRACTOR to comply with Laws And 
'Regulations applicable to the perfbmwms of the Work. 
ENGINEER Will not be responsible for CONTRACTOR'S 
Jkfltne to perform the Worts in accordance with the 
Contract Documents. 

C. ENGINEER win hi* t* responsible for the net* 
or- omissions of CONTRACTOR or of my Subcontractor, _ 
*py Supplier, or of any other individual or entity 
performing any of the Work 

IX ENGINEER 4 * ywfei* ctfthe fm*T Appfit*tit»fl far 
J**ymenl and lccompaeying documentation and all mamte- 
hioe^ and Operating instructions, schedules, guarantees, 
Bonds, certificate* of inspection, tests aad approvals, and 
Other documentation required to be delivered by paragraph 
H.07A will only.be to determine generally that their 
coatent compiles' with the requirements of, and in the case 
ttf certificates of inspections, tests, and approvals that the 
results certified indicate congjlurace With, the Contract 
Documents. 

£. The iimitatipni; Uport attlhority and responsibility 

-forth in this paragraph -MO 1 shall aho apply to 
ENGINEER'S Consultants* Resident Project Repre- 
sentaliVe, and ass i slants, 

ARTICLE 10 - CHANGES Rf THE WORK; CLAIMS 
10,ai dtitb'&rUefl Changes ftt Hit Work 

A, Without invalidating the Agreement and wldipul 
notice to any surety, OWNER may, at any limo pr front 
lime to time, order additions, deletions, or revisions in the 
iWofk by ft Written Amendment, a Change Order, or * 
Work Change Directive. Upon receipt of any such 
document, CONTACTOR shall promptly proceed with 
the Work involved which will be performed under the 
applicable conditions of the Contract Documents (except 
^.Otherwise. specifically provided). 

0, If OWNER and CONTRACTOR arc unable to 
agree crj entUtetnent to, or on the amount or extent. If stay.. 
atm adjustment in the Contract Price or Contract Times, 
or both, that, should be- allowed as * result of a Work 
Change Directive, a Clams may be made lhercf.br as 
providedm paragraph 10 05- 


ffjj ‘ -Unmithorized Changes f« t)fc tt'uri 

..A. CONmACtW Atoll not be titled to w 
increase in the Contract Price or an extension of the 
Cwam^limcs with respect to*riy trork performed tint bf- 
pat required by the Contract Documents is amended, 
modified,« supplemented ss provided in pan graph 3.04, 
s*mpt in die case of an emergency « provided in 
paragraph 6,lfi or in the case of uncovering Work as 
provided in paragraph 13.04-8. 

/&#£• E&cution ofChange Orders 

A- OWNER and CONTRACTOR shall execute 
appropriate Oiidge Orders recotiynendcd ^ENGINEER 
(or Written Amendments) covering: 

1. Ranges «r die‘'Work which. arer (t) 
ordered by OWNER pumiani to paragraph 
1G:01-A,, (ii) required .because of acceptance pf 
defective- Work under paragraph 13.08A or 
OWNER!* correction rtf defective Work under 
paragraph 13.0?, tx (iii) agreed to by the partiej; 

L changes in ihc Contract Price of Contract 
Times aroagretd to by the parties, including 

any undisputed sum or amount of rime for Work 
actually performed in accordance with,,* Work 
. Change Directive, and - 

i. changes in the Contract Price or Contract 
Times which embody the substance of any written 
.decision rendered by ENGINEER purstiam to pars- 
graph 10.05; provided Out, in lieu of executing any 
such Change Order, an appeal may be taken from 
any such decision m accordance with the 
previsions of die Contract Documents and 
applicable Lava’s and' Regulations, but. during any 
such appeal, CONTRACTOR shall cany on the 
Work and adhere la the progress, schedule as 
provided fo paragraph 6.18. A. 

J0.04 Notification to Surety 

A. If notice of any- change affecting life general 
sebpe of the'Work or the provisions of ibaCafitfaeft 
Doriiments (including, but not limited to, Contract Pate or 
Contract Times) is required by the provisions of any Bond, 
to be given to I surety, the giving of any such notice wilt: 
be CONTRACTOR'S responsibility. The amount of each 
applicable Bond will be adjusted to tellcrf the effect of 
Hoy such change: 

, IQ, 05. CItmus hncf Qnpittct 

A. Notice: Written notice stating the general riMdr* 
of each Claim,, dispute, or other matter shail be delivered 
by the claimant to ENGINEER arid, the other party to lite, 
Coniract promptly (but in no event lmet ihjm 30 dsys) after 
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the $ta*f of ifti event giving rise iheietd,. Notice of lhir 
amount or extent at the Claim, dispute, or other matter 
with supporting data shall be delivered let the ENGINEER 
and the other patty lofheCafflract wiihiii 60 day* after foe 
start of such event (unless ENGINEER allows additional 
time, for clakoant to submit additional or more accurate 
data in support of such Claim, dispute, or other matter). A 
Claim for an, adjustment' in Contract Price shall fee: 
prepared fet accanfiutoe With Ifee provision* of paragraph 
12.0LB1, A Claim for an adjustment in Contract Bros 
shall be prepared in accordance with the previnons of 
paragraph 12.02.B. Each Claim shall fee accompanied fty 
claimertf's written sUtemeot that the adjustment daimed is 
the entire adjustment to wKcfe the claimant believes it is 
. entitled *s a result of said event The opposing party shall 
submit any response! to ENGINEER and the claimant 
within HI days alter receipt of the claimant’s last submittal 
(unless ENGINEER allow* additional time). 

B. ZJ k&htt! ENGINEER wiU- 

render a formal' decision in ymting within 30 days after 
receipt of the last submittal of the claimant or fee last 
submittal of the opposing party, if any. ENGINEER'* 
Written .decision on such Claim, dispute, or .other matter 
will fee final arid bindings upon OWNER and 
CONTRACTOR iudessr- 

* i. an appeal ftpm ENGINEER'S decision is 

taken within the time limits and m accordance with 
the dispute resolution procedure* set forth in 
Article 1 Si; Of 

2. if no- such dispute resolution procedures 
have been set forth id Article 16,* written notice or 
intention to appeal from ENGINEER’S -written.- 
decision is deli wared by OWNER or CONTRAC¬ 
TOR id the other and Ip ENGINEER within 30 
days after the ditto of such derision, and a formal 
proceeding, ti instituted by the appealing party in a 
forum of competent jurisdiction within 60 days 
after die rtftte of. sUcih; decision or within 60 days 
after Substantial Completion, whichever is Utcr 
(unless otherwise agreed in writing by OWNER 
and CONTRACTOR), to exercise such righto or 
tern edits.-as ibe appealtr® party may have with 
itspett Id such Claim; dispute, dr other matter in 
accordance with applicable, laws and Regulations. 

C. If ENGINEER docs nol render a fcumridfcrisiari 
in writing within. the time staled in paragraph 10.05.B, 4 
decision: denying the Claim in its eniindy shall be deemed 
to have been issued 31 days after receipt of lhc jist 
submittal of the claimant or the' last submittal -of the. 
opposing party, if any, 

D. No Clairn-’ for an adjustment in Conubd Price ar 
Contract Times (of. Milestones) will be valid tf rim- 
submitted m sccardancc with this paragraph 10-0-5 


ARTICLE ii - COST OF TRE WQKK; CASH 
ALLOWANCES' UNIT PRICE WORK 
** 

Hot Cost oftheWoft 
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A, "The Contract Time? (of Kiibstortei) may only be 
changed by* Change Order or by t Written Amendment 
Any Claim for W adjustment in the Contra cl Times (or 
Milestone*) shall be based on written notice submitted by 
the party making the claim to the ENGINEER and the 
other party to the Contract in accordance with ih« 
provisions of paragraph 10-05. 

B; Any- ^djustmcnT 6f the Contract Times (or 
Milestones) 'coveted by a Change Order or of any Claim 
'for art idjustment in (he Contract Times (or Milestones) 
will be determined in accordance with the provisions Of 
this Article IE 

12JJT Delays jBewVdt'ONTRACTOR V Conttvl 

A Where CONTRACTOR; is prevented from 
completing any part of the Work within the Contract Times 
{of Milestones) due to delay beyond the control of 
CONTRACTOR, the Contract Times (or Milestones) will 
be ejnended in an amount equal to the time lost due to such 
delay if a Claim is made therafbr.as pr ovided in paragraph 
I2.D2A, Delays beyond the control of CONTRACTOR 
shall include, but not be limited la,, acts or neglect by 
OWNER, acts or neglect of utility owner* or other 
contractors pcrfbrmrog other \Vork as CQiiternpiStod by 
Article ?, fires, floods, epidemics, abnormal tVODthet 
condi tions, or acts of God, 

JZM ‘ Delays Wilhfn CONlRACTOft "s Control 

.A The Centred Times for Milestones) will Rptbo 
.extended due. to delays within- the contra! of 
CONTRACTOR. Delays nttrifautabsie to and yvsthin th<; 
control of * Subcontractor or Supplier shall be deemed to 
be delays wilhra the control of CONTRACTOR 
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Control 

A. Whac CONTRACTOR’ tt prevented &«h. 
completing «y part of** Wo* wifcm Ac GotfortTunes 
| w MUtrionct) due io detey beyond the control of both 
OWNER and CONTRACTOR, wl txicftslon of the 
Centred Times (« Wifcstohas) Hta undent equal to the 
liffw I w i due to such delay shift fceCONTRACTOR's sole 
io 4 exclusive remedy fof such delay. 

12.06 :De!*y D«w|es 

A, : In tto event *h*U OWNER'or ENGINEER be 
liable W CONTRACTOR, any Subcontractor, iny Suppli¬ 
er, dr any othtf perton at organoatidri. t* to any surety for 
or ’ employed or agent of W of them, for damages arising. 
out of or resuming fiortu 

T. Belays caused by orwrihin the control of 
CONTRACTOR;, or 

2 . decays beyond die control of hath 
OWNER and CONTRACTOR including but not 

limited iq fires, floods, epidemifrs, abnormal 
V^ather cdodiikms; aids of God, or acts or neglect 
fey utility owners or other contra dors performing 
other work, as contemplated by Article 7. 

B, Nothing Sti this paragraph 12.06 bars a dia ngc lit 

Contract Trice pmuufl to this Article 12 to compensate 
CONTRACTOR due W delay, interference, of disruption 
•directiy attributable to actions or inactions of OWNER of 
anyone for whom OWNER is responsible. 

ARTTCLE 13 - TESTS AND’ INSPECTIONS; 

CORRECTION. REMOVAL OR ACCEPTANCE OF 
DEFECTIVE WORK 

13$} Notice bf befttots 

A; Prompt notice oT all defective Wtafe of vfucb 
OWNER or ENGINEER has actual knowledge will be 
given to CONTRACTOR. Ail defective Work nwy be 
rejected, canceled,. or accepted is provided in this 
Article 13. 

U;W Access to Work. 

A. OWNER, ENGINEER, ENGINEER'S Con* 
sultents, other rtprtsent&tiyes and peponnrf of OWNER;- 
independent testing .laboratories, and governmental 
agencies with junsdietioml interests will have access to 
tfeo Site and die Work *1 reasonable times fortheir ebser-, 
yatioft, inspecting, and testing., CONTRACTOR' shall: 
provide, than proper and safe conditions for such accesr 
and advise them of COOTACTDR's Site safety 


procedures and programs si? fi»t they- tnsy comply 
therewith as applicable. 

13.03 Tests and Inspections 

K CONTRACTOR shall give ENGINEER timely 
notice of readiness of the Work, fist all required inspections, 
tests, or approvals and shlfl cooperate with inspection and 
testing personnel to fociltUle required mspections or tests. 

B. OWNER tbaH employ and pay for the services of 
am independeflt testing laboratety to perform all 
inspections, tests, or approvals required by the Contract’ 
Document* except 

I. for inspections, tests. Or approvals 
covered by paragraphs 13,(33 ,C and 13.03.D below,, 

■jL that wits' incurred m earmectipfl with 
Jests ef In^jectsom conducted pursuant to para¬ 
graph I3 04.B. shall be paid as provided m said 
paragraph 13.04 ,B; and 

% as otherwise specifically provided 

in the Contract Documents, 

it. IfUwj or Regulations or any public body Raving 

jurisdiction require any Work (or part thereof) specifically 
to be inspected. Jested, or approved by an employee or 
other representative of such public body, CONTRACTOR 
shall assume foil responsibility for arranging and obtaining, 
such inspections; tests, or approvals, pay .all cosro tn 
connection therewith, apd furnish ENGINEER the rcquitqd 
certificates of iftspettion or approval. 

D. Contractor sha« be msponsibte for 

arranging and obtaining arid shall pay all costs ttv connec¬ 
tion with any inspections, tests, or approvals required for 
OWNER'S, and ENGINEERS acceptance of materials or 
equipment to be iricaiporatcd at the Work; or acceptance qf 
materials, mi* designs, of equipment submitted fof 
approval prior to CONTRACTOR'* purchase Thereof fof 
incorporation m the Work. Sudt inspections, tests, or 
approvals shall be performed by organbuitiorra acceptable 
.to OWNER and ENGINEER: 


E. l£ any Work (or lhc work of otbers j ihnt is icr be. 
tnspccled. tested, of apprm-cd \S covered by CONTItAC^ 
TOR without written concurrcoccof ENGINEER, tt must, 



F; Uncaveniig Work as provided tit paragraph 
13.OLE shall.be at CONTRACTORS ekpense Unless 
CONTRACTOR has given ENGINEER timely notice of 
CONTRACTOR'S intention, ip cover, the. same and ENGL. 
NEER has not acted with reasonable promptness- in 
response to such notice, 

J3M Uncovering Work. 
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. A* ‘JT *ny Work. is covered contnuy to the writes 
request of ENGINEER, It must, If requested by ENGI¬ 
NEER, be uncovered for ENGINEER’# observation and 
-wp U eeel el CONTRACTOR'# expe nse . 

B, If ENGINEER considers ft riec«swy or advisable 
ifoteaVered Work be absented fay ENGINEER or inspect- 
•eff or tested fay ofa, CONTRACTOR, at ENGINEER’S 
reqpesk shell uncover, expose, or othmriw nuke reliable 
fw observation, riapwrirei. or testing « ENGINEER nuy 
require, tbetpomon of the Work in question, furnishing til 
necessary labor. materia], and equipment If ft is found 
tbit such Work is defective, CONTRACTOR shall pay all 
Chums, Costs, losses, and damages (utchidtng but not 
Rqj&edl to all Tees and charge# of engineers, architects, 
attorneys, and . other ^peofeatioods and all court or 
Jrtitniiicw or other dispute resolution ttft s) arising put of 
of relating fo such uoomerihg, exposure, observation, 
inspection, arid testing, and of ntixfiu&cy replacement or 
reconsiniction including but not limited to *11 cost# of 
repair or replacement of Wart of others);, and OWNER 
shill be entitled to an appropriate decrease in the Contract 
Price, If the- parties are unable to agree as to the amount 
Ihe/eof. OWNER may make-a Claim therefor as provided 
in paragraph 10.05. If, however, such Work is not found to 
•be defective. CONTRACTOR shill be allowed an increase 
in the Commit Price or an extension of the Contract Trines 
(or Milestones), or both, directly attributable to such 
uncovering,, exposure, observation, inspection, testing, 
replacement, and reconstruction. If the parties are unable 
to tgreit as to the amount " ot extent thereof, 
CONTRACTOR may makea Claim therefor as provided 
Jtt paragraph 10,05. 

ms OitomMay Stofttu Work 

A.. If the Work is defective; w CONTRACTOR foils 
to Supply sufficient skilled workers or suitable materials of 
equipment, or foils to perforin the Work to such a way that 
the completed Work will conform to the Contract 
Documents, OWNER may order CONTRACTOR to mop 
the Work, or any portion thereof; until the cause for such 
■ ordctJjiijs betn eliminated; however, this right of OWNER 
to nop the Work shall not give rise to any duty on the part 
of OWNER to exercise this right fof the benefit of 
CONTRACTOR, any Subcontractor, any Supplier, any 
other individual or entity, or any surety for. or employee or 
ageni of any of than, 

JIM Correction OtRcmavalofDefective Work 

A. CONTRACTOR shall correct all defective Work, 
whether ftot febriealed, riisteUcd, or completed, or, ff foe 
Wok has been rejected by ENGINEER, remove it hum the 
Project and replace it with Work that is not defective. 
CONTRACTOR shall pay all Claims, casts, losses, and 
damages {including but not limited to ail fees and charges 
of engineers, architects; attorneys, and .other professionals, 
and all court or arbitration or other dispute resolution 
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costs) «risi% out of bf relating to such corrccijon 6f- 
temem (iocludiRg but nW limited to all costs of repair or 
replacement of work of other#). 


i3$7 ConecUpri Period 
* 



‘S'- In special circumstances where a particular item 
or equipment is placed in continuous service before 
Substantial Completion of all the Work; the correction 
period for feat item may start to tup r roiT , an wltcr date If 
so provided in the Specifications of by Written Amend¬ 
ment, 

Cr. Where defective Work fand damage To other 
Work resulting therefrom) has been corrected or removed 
and replaced under Ibis paragraph I)G7, the correction 
peried hereunder with respect to such- Work Will be 
ejdcudcd for «tt additional period of one year after such 
correction or removal and replacement has been 
satisfactorily completed, 

&• CONTRACTOR'# obligations atufet foil 
paragraph 13 07 $re in addition to any other pbligetion.or 
warranty. The provisions of this paragraph 0,07 shall, not 
be constrded ?s. a substitute for or * wfijvef of foe 
provisions of any applicable statute oj limitation ot repose 
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1X08 Acceptance of Defective Work 

& If, instead of requiring contcft'an or removal and 
tcpluemonl of defective Work OWNER (and, prior to 
ENGINEER'* recommendatiao of final payment,, 
ENGINEER) prefer*: to accept it, OWNER may do so. 
CONTRACTOR shall pay ill Claims* costs, losses, and 
damages (tod tiding but not limited ta all fa* and charge* 
of engineers, v^fects, attorneys, and other professionals 
and aft court or artatmtscai dr other dispute resolution 
co sts) attributable to OWNER** evaluation of and 
deterrmoahoa to accept weft defective Wotk (tekfo easts to 
be approved by ENGINEER w to reasonableness) and the 
diminished Value of the Work to the extort not otherwise 
paid try CC^TITIACTOR pursuant to t his sen tence. If any 
inch acceptance occurs prior to ENGINEER’* recommen- 
dadott bf final payment, a Change Order will b* issued 
intxaponiting the necessary revisions in the Ctefinkci 
*. Documents wife respect fo toe Wok, and OWNER shall 
be entitled to an appropriate decrease to the Contract Price, 
reflecting feedimiiushed value of Work so accepted. If the 
partite »«• unable to' agree as to the amount thereof. 
OWNER may make a Ciahn therefor as provided m 
paragraph 10,05. If toe acceptance occurs a fiat such - 
recptomtodauofl, an .appropriate amiWrtt Will be paid by 
CONTRACTOR to OWNER. 

ilO9 OWNER May Correct Defativc Work 

+ A If CONTRACTOR fails within a rcaspnablelrnie 
ifier vmlltd notice from ENGINEER to correct defetoSve 
Work or to remove and replace rejected Work as required 
by ENGINEER, to accordance with paragraph. 13.06. A, or 
|f CONTRACTOR fails to perform toe Work to accor¬ 
dance with the Contract Documents, or if CONTRACTOR 
faiht to comply with any other provision of toe Contract 
Documents, OWNER may, after seven days vvmlen notice 
to iXlNTRACTOR, correct and' remedy any such 
deficiency. 

Bi! lift exorcising. the rights *ftd remedies uridte- this 
paragraph, OWNER shall proceed Expeditiously, to 
cbonectiott With such corrective and remedial action, 
OWNER may exclude CONTRACTOR from ill« part of 
the Site, take possession of all or part of toe Work and 
suspend CONTRACTOR'S services related thereto, take 
possession of CONTRACTOR'S-tools* appliances, con’ 
stiuttlon equipment and machinery at toft Site, and incor¬ 
porate in toe Wnrk ill materials and equipment stoned at 
tot Site or for which OWNER has paid CONTRACTOR, 
but which arft :stored elsewhere,' CONTRACTOR shall 
*Bow OWNER, OWNER'S represcntelives, agents arid 
employees, OWNER*s other contractors, arid ENGINEER 
and ENGINE^** Consultant access lo the Site te enable 
OWNER to exercise toe. fights and remedies upder this 
paragraph. 


XL All Clatmi, costs, losses,, arid damages 
(deluding but not limited to -all fees. and charges of 
engineer*,, architects, attorneys, and other professionals 
and ail court of arbitration of other dispute resolution 
costs) married or sustained by OWNER in exercising toe 
right* and remedies under this paragraph 13 09 will ha. 
charged against CONTRACTOR, and * Change Order 
wli be issued incorporating toe necessary revisions to toe 
Contract Documents with resppa fa toe Work* and 
OWNER shaft be entitled to an appropriate decrease in the 

C«fo*te?ricfc IftoepirtoaareiiBrtbtetaitgreeafttotoft 
amount of fee adjustment, OWNER may make « Claim 
therefor as provided to paragraph 10X15, Such claims, 
.CftdS, losses and damages Will: include but not be limited 
to all coste of repair, or replacement of work of others 
destroyed nc damaged by correction, removal, or. replace¬ 
ment of CONTRACTOR 1 * defective Wtofc 

D. CCSNTRAGTQR ShalT nftt be allowed in fcxien* 
sion of fee Contraci Timex (or Milestones) because of any 
dd»y to Ure performance of toe Work attributable to toe 
exercise by OWNER of OWNER** rights and remedies 
under fete paragraph 13,09. 

ARTICLE 14 RAIMENTS- TO CONTRACTOR AND 1 
COMPLETION 

HOI Schedule of Value* 

A. The schedule of Values established as provided to 
paragraph 2X37 A wfll 1 serve as the basis fa W«5 
payments and wilt be incorporated into a form of Applica- 
tioa for Payment acceptable to ENGINEER Progress 
payments on account of Urto Price Work will be based on 
the number of units completed. 

HB2 Progress Payments 

A. AppUcqtianifat PaymtHis 

to At least 20 days before the date 

established for each progress payment (but: not 
more often than once, a month), CONTRACTOR 
shall submit to ENGINEER, for review an 
Application fat PiiymenJ filled out arid signed fey 
CONTRACTOR covering the Work completed as 
•to* the date of thc Application and accompanied by 
such supporting documentation a? is required % 
the Contract Documents, If payment is requested 
on foe basis of materials and equipment not 
incorporated in to: Work but delivered and suitably 
stored.at the Site oj at another loasii on agreed, to fo 
writing, the Application for Payment shall also tic 
accompanied by a bill of sale, invoice, of other 
docimtcntorion tf$fttMfopif£ foal OWNER tort 
received Ihc materials and equipment freu and eiear 
of all. Liens, z nd evidence that toe materials arid 
equipment arc covered by xpprppriwft. property 
insurance' or. ether afftftgcincnfo. to protect 
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■OWNER'? interest therein, all of which must be 
sfchffoctory lo OWNER, 


2 Beginning wrth&csecW Appricahon for 
payment, -each Application shall indude .xn 
affidavit of COHIRACTOR stating that *11 
previous progress payments received bn wwant of 
the WoA have hcca applied on account In 
discharge CONTRACTOR'! legitimate obligations 
assocUtai with prior Applications for Feymefth 


* 3. /Pi* i»n i P >* nt « f re S airiflg a - wi t h fspM - to 

progress paym e ntt will b o *s tt ip trictad - in ' * b e 

. Agr*«5>*BW 

B. Review of Applications 


** 1 . P - tGTMfi E R - w i ll, w i t hin iC « fay a -» ft * r 
yi s wpt o f wn h A p p l i — ti « * for PtjTi W ttC aith o r 

a ftd prwaf t h e Ap p U a alwa W OWNSR - or r reium 
, fae Appliw ri kw* t »- CONTRACTOR i nd t oa ring -i n 
r — BHc - for i t foemg to 
foom ro a nd pay r n a flt. — fo-th e U tt e r »* s a . -- GQM 
?RACTQR m » y - wk e dx naOc swry <K HW H» «io «i 5 
. and wwbiil ftt Appl i o ati e nr 


2, JEMTGINEHR^* reconwrendation- ®f *py 
payment requested in an Application for Payment 
will constitute a representation by ENGINEER. to 
OWNER, based on ENGINEER’S observations on 
the Silo of the executed Work as an experienced 
and qualified design professional and on 
ENGINEER’S review of the Application for 
Payment and the accompanying data and 
schedules, that to the best of ENGINEER’S 
knowledge, information and belief 

iHc Wtedc has progressed fo. the pdifct 
indicated; 


h.. ‘the quality Bjfd* Work W*genera% in 
accordance with the Contract Documents (sub¬ 
ject to an evaluation of the Work as i function- 
ing whole prior to dr upon Substantial Comple¬ 
tion, to tie results of any- subsequent tests 
caned for in the Centred Documents, to a final 
rfeterminatioa of quantities and classifications 
£ac Unit Price Work under paragraph 9.0B t and 
id any other qualifications stats! in the 
recommendation); and 


3. $y rocommer4mg_ any such payment 
ENGINEER will not thereby be deemed lo have 
represented that: (i) inspections made lo check the 
qua&y or the quantity of the Work as it has been 
performed have been exhaustive, extended to every 
aspect rtf the Work in progress, or involved detailed 
inspertkms of the Work beyond the responsibilities 
specifically -assigned lo ENGINEER in ,thc 
Contract Documents; or (ii) that there may not ’be 
Other matters or issues between the panics that 
might entitle CONTRACTOR to be paid addition¬ 
ally by OWNER or entitle OWNER to withhold 
payment to CONTRACTOR 

i Neither ENGINEER* review of 

Contractor’s Work for the purposes or 

recommending paymentsnarENGB^EER's recapi- 
ipcndffion of any payment, including final 
payment, -will impose responsibility on 

ENGINEER to supervise, direct, or. control the 
Work or for the means, methods, techniques, 
sequences, or procedures of construction, or the 
safety precautions and programs incident thereto, 
br for CONTRACTOR 1 * failure la comply with 
Laws . and .Regulations applicable to 

CONTRACTOR’S pefforrnanec of the Work, 
Additionally, said review or rtcoftiroaidaiipiv will 
not impose responsibility on ENGINEER M make 
any examination to ascertain havv or for what 
purposes CONTRACTOR has toed the moneys 
paid on account of the Contract Price, or la 
determine ibst title to any of the Work.,materials, 
of equipment has passed to OWNER free apd clear 
of any Dens . 

5, ENGINEER may flefope to recommend the 
ri'hole or any part of any payment if, m 
ENGINEER’* opinion^ it would be incorrect to 
make the representations to OWNER referred to in 
paragraph 14TJ2.B.2. ENGINEER may also felUse 
to recommend *ny such payment or; because of 
subsequently discovered Evidence or the result* of 
subsequent inspections uf tests, revise or revoke 
any sufch payment recommcndetipq previously 
made, to such extent as may be necessary: uv ■ 
ENGINEER’S opinion. to proicct QWNER from 
lass because: 

i, the Work is defective, or completed 

Work has been damaged, requiring correction 

nt replacem«il„ 


c. the conditions prcttedqnr to 
CONTRACTOR’S being entklai to such poyr 
-merit appear to have been.fulfilled in so far as it 
is ENGINEER’* responsibility to observe the 
Work, 


h. the Cpnliuci 1‘fKc Has been reduced l>\ 
Written Amendment or, Change Orders; 

t. OWNER Ipis Irecn required lo mrccl 
defective Work or complete Work m nccot* 
d»ncc With paragraph 13 09, of 
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d, ENGINEER.has actual knowledge of 
ihc occurrence of any of thccvails.ausnaiiied 
sa paragraph I5.02-A. 

C. Payment Becomes Due 

9 

1. Tea days *ftct presdnteteft of theAppfefr- 
lion ft*- Payment lo OWNER with ENGINEER'S. 
jTOHiOTBndiiran, ft* ■mount tccommcndcd 
(subject to the provisions of paragraph H.02.D) 
become due, and when due Witt be paid by 
- OWNER t6 CONTRACftSt 
■#* 

0, Reduction fit Payment 


HA$ CONTRACTOR *s Wwrwiy oftitie 


va wnMde and g w r*nte*s -- th at 


Appfi aa lion for Pay m ent, ■ w tott w t-in e o* 

Proj e ct qf no t , witt y es 4 » OWNER no later than the tim e 


Um Sufaimttol Completion 

A. When CONTRACTOR cbniitfers tfe entire 
Work ready far its intended use <^NlttACTOR shall' 
notify OWNER and ENGINEER in writing that the entire 
Work is substantially complete (except for items 


■jL OWNER tatf hrfbse la itiake psyntenl of 
the fxril amount refcommended by ENGINEER 
because: 

■. claims have been »«4e against OWN¬ 
ER on * 00000 ! of CONTRACTOR's perfbr- 
raapet or furnishing of the Work* 

+ -b^ Liens hive. beeii Tiled in connection. 
With ttw Work; except where CONTRACTOR 
has delivered * specific Band satisfactory to 
OWNER 10 : secure- the satisfaction- and 
discharge ofnteh Liens; 

c. dime arc other items entitling OWN¬ 
ER to a set-off against the amount tecommcnd- 
cd;df 

d. OWNER has actual knowledge of the 
occurrence of any of the events enumerated in 
paragraphs H.02.B.5.* through 14.02,8,5.6 of; 
paragraph 15.G2.A- 

2. If OWNER refuses to nuke-payment of 
the. full amount recommended by ENGINEER, 
OWNER must ^iviu CONTRACTOR immediate 
written notice {with a copy to ENGINEER) sitting 
the reasons for such action and promptly pay CGN* 
TRACTOR any amount itmainmg after deduction 
of the. amount so. withheld. OWNER, shall 
promptly pay CONTRACTOR the amount so with¬ 
held, or any adjustment thereto *gr«d to, by 
OWNER and CONTRACTOR, when CONTRAC¬ 
TOR corrects to OWNER’S satisfaction the reasons, 
for such action. 

3 If ^ is subsequently determined (hat 
OWNER’S refusal of payment was not justified, 

. the amount wrongfully withheld shall be treated as 
an. amount due as determined % paragraph 
M.0Z.CU 


request that ENGINEER issue a certificate of Substantial 
Completion. Promptly thereafter. OWNER, CONTRAC¬ 
TOR, and ENGINEER shall make an inspection of the 
Work to determine the status of completion, IF* 
ENGINEER does not consider the Work substantially 
complete; ENGINEER will notify CONTRACTOR in 
writing giving the reasons therefor tf ENGINEER 
considers the Work substantially complete* ENGINEER 
will prepare and deliver to OWNER a tentative certificate 
of Substantial Completion which shaik h* the dale of 
Substantial Completion. There shall be attached to the 
certificate a tentative list oF items to be completed or 
corrected before final payment OWNER Shall h»>te seven 
days after receipt of the tentative certificate during which 
to make written abjection to ENGINEER as tcrapy 
provisions of the certificate of attached, list- If, after 
considering such objections; ENGINEER, concludes that 
the Work is not; substantially complete, ENGINEER trill 
within 14 days after submission of the tentative certificate' 
to OWNER notify CCBTIRACtOR m writing* staring the 
reasons therefori. If, after consideration of OWNER’S 
abjections, ENGINEER considers the Work substantially 
complete, ENGINEER trill within said 14 days execute 
■nd deliver to OWNER and CONTRACTOR a definitive 
certificate of Substantial Completion (with a revised 
fcitftbve list of items lb be complete or corrected) 
reflecting such changes from the tentative: certificate as 
ENGINEER, believes justified after cansidcraliarToriny 
objections from. OWNER.. At the time af delivery Of the 
tentative certificate of SubsUmlini Completion ENGINEER 
will deliver to OWNER and CONTRACTOR a written 
recommendation as to division of responsibilities pending 
final payment between OWNER and CONTRACTOR 
with respect to security, operation, safety, and protection of 
the. Work, .maintenance^ beat;. utilities, insurance,, and 
warranties- and guarantees; Unless OWNER, and' 
CONTRACTOR agree otherwise In writing and so inform 
ENGINEER in writing prior !o ENGINEER’S issuing the 
definitive certificate of Substantial Completion,, 
ENGINEER'S aforesaid recommendation will be binding; 
on OWNER and. CONTRACTOR until final payment. 
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%. OWNER shill have Ac- right to exclude 
CONTRACTOR from the-Site after the tits of Substantial 
Canute®* hut OWNER shall CONTACTOR 
reasonable access to complete or correct fleo» on the 
lent*live list. 

HQ5 ftaniatVdlmtion 

A. U*e by 0$NER aT OWNERS opfioa of nny 
flrhffr pfo tly ! completed part of the Work which has 
specifically been identified in the Contract Documents, or 
which DtyNER* ENCHNEER, and CONTRACTOR agree 
constitutes a separetely ftmctioniii| and usable part of the 
Work that can be used by OWNER for its blended 
purpose without aigntfiewd kutriermcc with 
CONTRACTOR’S pofaraance at the remainder of the 
Weak, may be accomplished prior, to Substantial Com¬ 
pletion of *11 the Weak subject to the following conditions, 

t„ OWNER at ai rjf time may request CON¬ 
TRACTOR jo writing to permit OWNER to use 
any such part of the Work which OWNER believes 
ttt be ready fib h* blended use and substantially 
POipplete. If CONTRACTOR agrees that such pan 
at he Work ii substantially complete, CON¬ 
TRACTOR will certifyto OWNER and ENGl* 
NEER that swh part of the Work is substantially 
complete and request ENGINEER, to issue a 
certificate of Substantial Cornpleficm for that part of 
the Work, CONTRACTOR at any lime may notify 
OWNER, and .ENGINEER ir> writing that 
CONTRACTOR, considers any such part of ihc 
Work ready for its intended use and substantially 
complete and request ENGINEER to issue a eerufi- 
eaic of Substentrel Completion for that pari of the 
Work, Within a reasonable time after either such 
request, OWNER, CONTRACTOR, and 
ENGINEER shall make ari inspection of that part 
of the Work lo determine its status of completion. 
If ENGINEER does not consider that part of lb? 
Work lo be jubtfa&luUy complete, ENGINEER 
wifi. notify OWNER and CONTRACTOR in 
Writing grving the reasons therefor- If ENGINEER 
considers that part of the Work to be substantially 
complete, the provisions ofparagraph 14,Oiwill 
apply with respect to certification of Substantial 
Completion of that fart of the Work and the 
division of responsibility in respect thereof and 
access thereto. 

X. No occupant or separate operation of 
part of the Work may occur prior to compliance 
With the requirements of paragraph $ 10 regarding 
property insurance, 

14M .Bn#( Inspection 

A Upon written notice’ tram CONUtACtOR that 
the ertnre Work or an agreed portion: thereof is complete. 


ENGINEER will prampdy.make- a Knit mspettion with 
OWNER and CONTRACTOR and win notify CON* 
TRACTOR in writing pf 111 particulars in which ibis, 
inspection reveal 5 that Ihe Work is incomplete or defective, 
CONTRACTOR shall immediately take such measures as 
are necessary la complete such Work or remedy such 
4efiacncies. 

ff.VT Furit Payment 

A, Application for Payment 

}. After CONTRACTOR h*$. hi riie opinion 
of ENGINEER,. satisfactorily completed all 
corrections Identified during the final kspectien 
and has deiivera^iO accordance with the Contract 
Documents, kH roamtentiice and operating, 
instructions* schedules, ;gtiar»ntew f Bonds, 
certificates or other evidence of insurance 
certificates of inspection* marked-up record docu¬ 
ments {as provided in paragraph 6,12), arid other 
documents,. CONTRACTOR may make 
application for final payment following the 
procedure for progress payments, 

iL The final Application for Payment shall be 
accompanied (except as previously delivered) by' 
fj) all documentation called for in the Contract 
Documents, including but not limned to the 
evidence of insurance required by subparagraph 
5 04.B-7; (it) consent of the surety, if any, id final 
payment; and (in) complete and legally effective 
releases or waivers (satisfactory to OWNER) of ell 
lien rights arising out qf or Liens filed in 
c&nnection wiibUre Work. 

t. In lieq of the releases bf Waivers of Li’ens 
specified in paragraph 14.Q7.A2 and as approved 
by OWNER, CONTRACTOR may furnish receipts 
or releases, in full *nd an affidavit of 
CONTRACTOR that: ft) the releases and receipts 
include all labor, services, material, and equipment 
for. which a Uan could be filed, and'^Ti) all payrolls, 
material and equipment bills, arid Other 
indebtedness connected with the Work for which. 
OWNER or OWNER'S property might in any tray 
be responsible have been paid or otherwise satis¬ 
fied, If any Subcontractor or Supplier fails to 
. fbfnldr such i release or receipt in full, CON¬ 
TRACTOR may furnish a Bond or other collateral 
satisfactory to OWNER la indemnify OWNER-: 
against any Lico. 

B RcviewcfApplication and Acceptance 

** 4-—IfyorHM- bfts is- p f 

li en oft-ih e- Work d u fu t gao m te w otitm ^nd fttwl 

inspool l on. - wd ENGR45fiR’a r e vie w - efahe - 
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Tar *rtd nogpwp ii nymg 4m - 

fo- rntinfitf i jW H t f Trt; frH >- 
nnmjilityi ant* rr\irCBArTnn'± « t W nhU g a t* ** 
u ndo r Iht Cnn*"? 1 tv«hiMtf faw H mw firtfUferf. - 
CNGIN 1 SSII will, wilfcg fe w d ay* afar rwfipt of 
Vm* ftw l Appii wi fi— for P a y wi wl, u t di wt fe < " 
wiling^ __ 

to OWNER for payment:— Attfo amt i t mft 
R-KHNE E R M - iU tfeo gfa »- wiicwt »<*»« 4 e 
QWHER - *nd CONTRACTOR thrt fte Worit-tf 
wcBo pUb^ snbj * flt to Ih f y ftmiw ft g of pf » gr »pH 
444 $$l— Q tftwwiB t v EWGtN fe feH- will .- n t tofu ifa a 
Ap??Hw 1 »r m f r ir P*js t * ** * i l ** Cfttn t FACT OR? 
jnd t aalmg im 'W^g **’*— * "» fa Vafariaf 10 
t ta mmm** fail p w ymwri, « wh i ch ww CG N- 
3B ACT0It atell wta fort wwwwwy vmmirn 


. C. Payment becomes Due 

u Thirty days. *for‘ thd pnwrtiUon to 
OWNER <*f the Application far Payment Mi 
accompanying, docuatctttation*. the amount 
recommended fry HNGINEER will become due 
and, what due, will be paid by OWNER lo CON¬ 
TRACTOR, 


141%, from failure W .comply: with foe Cwruaci 
Documents nr foe termp of any special giiaranlecS 
Specified therein* ox from CONTRACTOR 1 f 
continuing obligations under the Contract Doca^ 
trienbfimd' 

1 & waiver of all Claims fry CONTRAC¬ 
TOR against OWNER otter than those previously 
made in writing which artrstiU unsettled. 

ARTICLE IS - SUSPENSION OF WORK AND 
TERMINATION 

l SMI OWNS?. May Suspend Work 


A. At aiy ■ rim » «»jjwlthcM ei m e , OWNER -may 

aua pet id tha- W a tk « w awypo 


m « ra A m W g pwa c Butiv t th y* fe y imTi a a » writi n g i« 

CO>TTRACtOR ■ it d -E NGWE S R wfetab will fut & a tot 
ofi whi c h W q dt w i ll be yoow we d. CONTRACTO Rr-s h all 
r ea mna tin W a fk- a w tiw d rt * 



a n y -yu»h 


IS,02 OWNER May Terminate for 

Cause 


fj.dg: Fiwtl Completion Delayed 

A,. If, through na Fault of" CONTRACTOR,. final, 
cbmptciion of the Work is significantly tehyed, and if 
ENGINEER so tonfimu, OWNER shall; upanTorapt of 
CONTRACTOR’S final Application rot Payment and 
recortimtmdation of ENGINEER, and without tairttnaUng 
the Agreement, make payment of the balance due Tor that 
portion or the Work folly completed and accepted. If foe 
remaining balance lo be held by OWNER: fur. Wprk not 
fbily completed or corrected, is less than the teumxge 
stipulated in the Agreement. and if Band}, have teen 
furnished a* required in paragraph 5.01, the written 
consent of foe surety to foe payment of foe balance due Tot 
that portion of the Work folly completed and accepted shall 
bn submitted by CONTRACTOR to ENGINEER with the 
Application for such payment. Such payment shall be 
made under fob tends and conditions gaming final 
payment, except foal it .shall not constitute » waiver of 
Claims. 

J4,0$. W«Yert>f Claims 

A Thfc making a nd acceptance of fmil payment will 
: cptrstittflG 

f a waiver of ell Claim* % OWNER 
against CONTRACTOR^ except Ciwms arismg 
Ron unsettled Urns, fronv defective Wait appear-, 
mg aftet final inspection pursuant tn paragraph 


A- The occtijttmee of any .one or more of the 
following evcnts wiU jusitfy termination for cause: 

L CONTRACTOR'S’ persistent failure to 
perform foe Work in. accordance vvifo foe Contract 
Documents (including, bm not limited to, failure to 
supply, sufficient skilled workers or suitable materi¬ 
als or equipment or frrtforetd adhtae tofofc progress 
schedule, established under paragraph 2 07 as 
■djusted fionl time to time pursuant to paragraph 

1 CpNTRACTQifj disregard cif Laws pr 
^ Regulations of any public body having jurisdiction, 

1 CCWTRACTOR’s disregard :bf fo« 
authority-of ENGINEER! W 

< CONTRACTOR’S violflttwt ia any 
suhstantial way of any provisions of the Contract 
Document*. 

* 

B. if Mac op mbie of ',fob events idcirtifidd m 
paragraph 13 0^ A occur, OWNER* .may, nfini: ft v ing 
CONTRACTOR (.and Use surety, if any) se\tip day* 
wfiUcp notice, iernunaic the services of CONTRACTOR, 
exclude CONTRACTOR from foe Site, gad take 
pessnston of foe Work snd of alt CON TRACTOR’S tools, 
appliances, eonsttuefidfl ccpopmcnt, apd nwdlttnt^y st foe 
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Srtc, Ktttts#' the same to the foB extent €heg? could be used, 
by CGNIRACTOR (without Ijibifiiy to CONTRACTOR 
for trespass or eonvwtusn), ntetspartle in the Work *11 
materials *nd equipment stored at the She or for which 
OWNER has pad D3NTRACTOR bui Which ire atarcd 
elsewhere, awl .finish the Work as OWNER may deem 
expedient. 1a such case, CONTRACTOR shall not be 
entitled to receive any further payment ua& the Work is 
finished. If the Unpaid balance of the -Contract Price 
exceeds all claims, costs, losses, and damages {including 
butnol .limited to *11 fees and charges of engineers, 
architects, attorneys, and other professionals and ail court 
or arbitration or other dispute resolution «Sto) sustained 
by OWNER arising out of or relating to reMnplelteg flte 
Work, such excess will be paid to CQNTRAtTTOR. If 
such claims, costs, losses, and damages exceed such 
unpaid balance, CONTRACTOR shall pay the difference 
to OWNER; Such claims, costs, tosses, and damages 
incurred by OWNER Will be reviewed by ENGINEER as 
to their reasonableness and, when sp approved by 
ENGINEER, incorporated in a Change Order. When 
exercising any rights or remedies under flits, paragraph 
OWNER shall not be requhed to obtain the lowest price 
for the Work performed. 

C, Where CONTRACTOR'S services have been $o 
terminated by OWNER, the termination will not affect liny 
fights or remedies of OWNER against CONTRACTOR 
thtal existing or which may thereafter accrue. -Any 
retention or payment of moneys due CONTRACTOR by 
OWNER W)U not release CONTRACTOR from liability 

/y.fll OWNER May Terminate For Convenience 

A- Upon Seven days written notice to • CON¬ 
TRACTOR and ENGINEER. OWNER may, without 
cause and without prejudice to any other right or remedy of 
OWNER, elect to lenpinate the. Contract. In such case, 
CONTRACTOR shall be paid (without duplication of any 
items); 

J. for completed and acaptaWe Wprfc 
executed in accordance with the Contract Docu¬ 
ments prior to the effective date of termination, 
including feir and reasonable sums tor overhead 
and profit m such Work; 

2, for expenses sustained prior to the 
effective dale of termination in performing services 
and fonushing labor, materials, or equipment as re¬ 
quired by the Contract Documents in connection 
with Uncompleted Work, plus fair and reasonable 
sums for overhead and profit on such expenses; 

3 for »B claims v costs, losses, and damages 
(including but not imulcd to all foes and charges of 
engineers, architects, attorneys', nnd other 
professionals and *11 court or arbitration Or other 

dispute resolution costs) incurred in settlement of 
1 
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femunaicd contracts with Sulxkmtoa'ctor*, • 
Suppliers, and others, and 

4. Erf reasonable expenses 4irettdy 
attributable wteiminattm. 

B- CONTRACT OR shall not be foidun account of 
toss of smtidpted profits 6r revenue woiher economic 
loss arising out of w resisting from such termination. 

SSJB4 CCfrttRACTQR May Stop T*rmiri*te 

A. If, through, nff act or fault of CONTRACTOR, the 
Work is suspended Tot more than 90 consecutive day* by 
OWNER or Under an order of court or other public 
authority, or ENGINEER foils to aerbn any Application 
for Payment within 3Q days after il’is submitted, or 
OWNER foils for 30 day* to pay CONTRACTOR any 
sum finally dtfercnfoed to be due, theft CONTRACTOR 
may, upon seven days written notice, to OWNER and 
ENGINEER, and provided OWNER or ENGINEER do 
pot remedy such suspension or failure within that time, 
terminate the Contract and recover from OWNER payment 
on the same tennx a* provided in paragraph 15-03. In lieu 
of tenrrinatipg the Contract .and without prejudice to my 
other right or remedy, if ENGINEER his foiled, fa act on 
an Application for Payment within 30 days after it is 
submitted^ or OWNER, has feilfcd for. 30 days »c» pay 
CONTRACTOR any sum finally determined to be due, 
CONTRACTOR may, seven- days after written notice to 
OWNER and ENGINEER, stop the Work until payment is 
niade of aft such amounts due CONTRACTOR, including 
interest thereon. The previsions of this paragraph IS-O* 
ant not intended to preclude CONTRACTOR from making 
* C feint under paragraph 10.05 for in adjustment irt 
Contract Price or Contract Time? or otherwise for expenses 
or damage directly attributable to CONTRACTOR'S- 
stopping the Work as permitted by flu? paragraph. 

ARTICLE Ifl -DISPUTE RESOLUTION 

I6.fi i' Methods and Procedures 

A. Dispute resolution -method? ttfid procedures, rf 
any, shall be as set forth in the Supplementary Conditions. 
If no method and procedure has been set forth, end subject 
to the provisions of paragraphs 9 09 and 10 05, OWNER 
and CONTRACTOR may exercise such rights of remedies 
as either m*y, otherwise have under the Contract Docu¬ 
ments or by Law? or Regulations in respect of any dispute 

ARTICLE 17-MISCELLANEOUS 

17 01 Giving Notice 

A, Whenever afiy provision of the Contract 
Documents requires the giving nf u ratal nuticc, it will he. 
deemed to have been vsltdU< gnmi if delivered w person to 
the individual or taa member of t he tinn or to a n officer of 
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ifte corporation- for U-’hont is intended, or if delivered at,Of 
semby registered ot cco.iied msiL postage Repaid, lathe 
Ust business address known to the gpor ofthe-nolice. 

1742 Computation of times 

A. When ary period of lime is referred la in the 
Contract Documents by days, it will be computed' t& 
exclude the fifttand include the last day of such period If 
the Usi day of any suds period falls on • Saturday Of 
Sunday or an a day made t legal holiday by the law of the 
applicable jurisdiction* such day win be omitted &<*n 
computation. 

/ T.Q1 Cumulative Remedies; 

X The duties- and obligation* imposed by . these 
General Conditions and the rights and .remedies available 

hereunder to the parties hereto tre at addition to* and are 
not to be construed in any way ax a limitation of, any rights 
and remedies available to any or all of them which «« 
otherwise imposed or available by Laws or Regulation*, by 
special warranty or guarantee, or by other provisions of die 
Contract Documents, and the provisions of thk paragraph 
will" be as effective « if repeated specifically in the 
- Contract Documents in connection with each particular 

- duty, obligation, right, and remedy to which they apply. 

i7M Survival of Gbiigatibns: 

A. Ail representations, ind«miniticatinte r vtw*rit>«, 
, add guarantees made in,, retired by, or grveri i> actor* 
dance with the Contract Documents, as well as »1| contipu- 
ing obfeations-mdicated in the Contract Docurnepts, will 
survjve final "payment, completion, and acceptance of. the 
Work er termination or completion of the Agreement 

17.05 Controlling law 

A This Conifact is to be governed by the law of the 
stale in which the Project is located* 

- *_. ** 
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1. CONTRACTOR shall, as a minimum, purchase and maintain excess liability 
insurance in the umbrella form with a combined single limit of not less than 
$5,000,0.00 per claim and in the aggregate. Evidence of such excess liability shall 
be delivered to OWNER in accordance with paragraph 2.05C in the form of a 
certificate indicating the policy numbers and limits of liability of all underlying 
insurance, 

A, General Liability, Workers' Compensation, Automobile liability and Umbrella 
Liability Policies will contain waivers of subrogation in favor of the Engineer and 
Owner, 

2. If the aggregate limits of liability indicated in CONTRACTOR’ insurance provided 
in accordance with paragraphs 5.03 and 5.04 are not sufficient to cover all claims for 
damages arising from his operations under this Contract and from any other work 
performed by him or if policies of insurance do not provide that the aggregate limits 
of liability for bodily injury and property damage apply to each contract or project 
separately, CONTRACTOR shall have such policies amended so that the aggregate 
limits of liability required by this Contract will be available to cover all claims for 
damages due to operations under this Contract." 

SC-5.05 

Delete paragraph 5.05 of the General Conditions in its entirety. 


SC-5.Q6 


Delete Paragraph 5.06 A of the General Conditions in its entirety and insert the following in its 

place: 

"A. CONTRACTOR shall purchase and maintain, until final payment, property insurance upon 
the Work at the site in an amount equal to the total bid price for the completed construction. 
This insurance shall include the interests of OWNER, CONTRACTOR, Subcontractors, 
ENGINEER and ENGINEER’S consultants in the Work, shall insure against the perils of 
fire and extended coverage, shall include "all risk" insurance for physical loss and damage 
including theft, vandalism and malicious mischief, collapse and water damage, and shall 
include damages, losses and expenses rising out of or resulting from any insured loss or 
incurred in the repair or replacement of any insured property (including but not limited to 
fees and charges of engineers, architects, attorneys and other professionals). This insurance 
shall be provided on the completed value form. If not covered under the "all risk" insurance 
or otherwise provided in these Supplementary Conditions, CONTRACTOR shall purchase 
and maintain similar property insurance on portions of the Work stored on and off the site 
or in transit when such portions of the Work are to be included in an Application for 
Payment." A $20,000 deductible shall be acceptable. Any other deductible amount shall be 
approved in advance by the OWNER and any deductible amount shall be borne by the 
CONTRACTOR 
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Delete paragraph 5-06B of the General Conditions in its entirety* 

Delete Paragraph 5.06C of the General Conditions in its entirety and insert the following in its 

place: 

»C. All the policies of insurance (or the certificates or other evidence thereof) required to be 
purchased and maintained by CONTRACTOR in accordance with paragraphs 5.06 will 
contain a provision or endorsement that the coverage afforded will not be canceled or 
materially changed or renewal refused until at least thirty days’ prior written notice has been 
given to OWNER by certified mail and will contain waiver provisions in accordance with 
paragraph 5.07B. The words "Endeavor to” shall be struck from the Certificate Of 
Insurance in. the Cancellation Statement" 

Delete paragraph 5.Q6D of the General Conditions in. its entirety. 

Delete paragraph 5.06E of the General Conditions in its entirety. 

SC-5.07 


Amend the last sentence of paragraph 5.07A' of the General Conditions by striking out the words 
"held by OWNER as trustee or." As so amended, paragraph 5.07A remains in effect. 

SC-5.08 

Delete paragraph 5.08 A of the General Conditions in its entirety. 

Delete paragraph 5.08B of the General Conditions in its entirety. 

SC-5.09 

Delete paragraph 5.09A of the General Conditions in its entirety and insert the following in its 
place: 

"A. If OWNER has any objection to the coverage afforded by or other provisions of the 
insurance required to be purchased and maintained by CONTRACTOR in accordance with this 
Article 5 on the basis of its not complying with the Contract Documents, OWNER will notify 
CONTRACTOR in writing thereof within thirty days of the date of delivery of such certificates 
to OWNER in accordance with paragraph 2.05C. CONTRACTOR will provide such additional 
information in respect of insurance provided by him as OWNER may reasonably request." 

ARTICLE 6. CONTRACTOR'S RESPONSIBILITIES 

SC-6.01 

Delete paragraph 6.0IB of the General Conditions in its entirety and replace with the following: 
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"B. At the site of the Work the CONTRACTOR shall employ a full-time construction 
superintendent or foreman who shall have full authority to act for the CONTRACTOR, It is 
understood that such representative shall be acceptable to the ENGINEER and shall be one 
who will be continued in the capacity for the particular job involved unless the 
representative ceases to be on the CONTRACTOR'S payroll If at any time during the Work 
the representative is deemed by the ENGINEER to be no longer acceptable, the 
representative shall be promptly replaced by the CONTRACTOR AH communications to 
the superintendent shall be as binding as if given to the CONTRACTOR" 

SC-6.04 

Add the following paragraph after paragraph 6.04A.2 of the General Conditions: 

ir B. The CONTRACTOR'S resident superintendent shall attend monthly progress meetings at 
the site of the work with the ENGINEER and others as appropriate to review schedule 
status and such other pertinent subjects as may be listed on the agenda by the ENGINEER." 

SC-6.17 

In paragraph 6.17 E. 1 of the General Conditions, delete the Word ‘'1111161/* from the first line. 

SC-6.20 

V- 

Delete paragraph 6.20A of the General Conditions in its entirety and replace with the following: 

"A. To the fullest extent permitted by law, the CONTRACTOR shall indemnify and hold 
harmless the OWNER the ENGINEER ENGINEER'S consultants, and their agents and 
employees from and against all claims, damages, losses and expenses, including but not 
limited to attorney’s fees, arising out of or resulting from the performance of the Work, 
provided that such claim, damage, loss or expense is attributable to bodily injury, sickness, 
disease or death, or to injury to or destruction of tangible property (other than the Work, 
itself) including loss of use resulting therefrom, but only to the extent caused in whole or in 
part by acts or omissions of the CONTRACTOR a subcontractor, anyone directly or 

indirectly employed by them or anyone for whose acts they may be liable, regardless of_ 

whether or not such claim, damage, loss or expense is caused in part by a party indemnified 
hereunder. Such obligation shall apply to any such claims, damages, losses and expenses 
which arise and/or are incurred by any person or entity either during the performance of the 
Work and/or after completion of construction. Nothing in this paragraph shall be construed 
to negate, abridge, or reduce other rights or obligations of indemnity or contribution which 
would otherwise exist as to a party or person indemnified hereunder. CONTRACTOR 
hereby assumes the responsibility and liability for injury to or death of any and all persons, 
including the. CONTRACTOR'S employees, and for any and all damage to property caused 
by, resulting from, or arising out of any act, omission or neglect on the part of the 
CONTRACTOR or of any Subcontractor or of anyone directly or indirectly employed by 
any of them or of anyone for whose acts, any of them may be liable." 
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Delete paragraph 6.20C of the General Conditions in its entirety. 

ARTICLE 8. OWNER’S RESPONSIBILITIES 
SC-8.06 

Delete paragraph 8.06 A of the General Conditions in its entirety. 

ARTICLE 9. ENGINEER’S STATUS DURING CONSTRUCTION 
SC-9.01 

Add a nfiw"paragrapfa 9.01B after paragrapTT9.01A of the General Conditions, which is to read as 
follows; 

"B. Nothing contained in the Contract Documents shall be construed to create a contractual 
relationship of aiiy kind (1) between the ENGINEER and CONTRACTOR, (2) between the 
OWNER and a Subcontractor or Subcontractors, or (3) between any person or entities other 
than the OWNER and CONTRACTOR. The ENGINEER shall, however, be entitled to 
performance and enforcement of obligations under the CONTRACT DOCUMENTS 
intended to facilitate performance of the ENGINEER'S duties.” 

ARTICLE 11. COST OF THE WORK; CASH ALLOWANCES; UNIT PRICE WORK 

Delete Article 11 of the General Conditions in its entirety and replace with the following: 

"A The unit price of an item of Unit Price work shall be subject to reevaluation and adjustment 
under the following conditions: 

(1) If the total extended bid price [Estimated Quantity times the Bid Unit Price] of a 
particular item of Unit Price Work amounts to 5 percent or more of the Original 
Contract Price and the variation in the quantity of the particular item of Unit Price Work 
performed by CONTRACTOR differs by more than 15 percent from the estimated 
quantity of such item indicated in the Agreement; 
and 


(2) If there is no corresponding adjustment with respect to any other item of work; and 

(3) If CONTRACTOR believes that CONTRACTOR has incurred additional expense 
as a result thereof, CONTRACTOR may make a claim for an adjustment in the 
Contract Price in accordance with Article 11 if the parties are unable to agree as to 
the effect of any such variations in the quantity of Unit Price Work performed. If 
OWNER believes that the quantity variation entitles OWNER to an adjustment in 
the unit price, OWNER shall be entitled to an adjustment in the unit price in an 
amount determined by the ENGINEER. ENGINEER shall not be liable m 


11 / 19/2004 


00800-8 








. connection with any determination relating to adjustments which is rendered in good 
filth." 

ARTICLE 12. CHANGE OF CONTRACT PRICE; CHANGE OF CONTRACT TIMES 

SC-12.06 

Add the following new paragraphs after paragraph 12.06 of the General Conditions: 

“ 12.07 Liquidated Damages: 

A. If the CONTRACTOR shall neglect, fail or refuse to complete the work within die time 
herein specified, or any proper extension thereof granted by the OWNER, then the 
CONTRACTOR does hereby agree, as a part consideration for the awarding of this 
Contract, to pay to the OWNER the amount specified in the Contract, not as a penalty but as 
liquidated damages for such breach of contract as hereinafter set forth, for each and every 
calendar day that the Contract shall be in default after the time stipulated in the Contract for 
completing the work. Such damages may be retained from time to time by the OWNER 
from progress payments or any amounts owing to the CONTRACTOR, or otherwise 
collected. 

B. The said amount is fixed and agreed upon by and between the CONTRACTOR and the 
OWNER because of the impracticability and extreme difficulty of fixing and ascertaining 
the actual damages the OWNER would in such event sustain, and said amount is agreed to 
be the amount of damages which the OWNER would sustain and said amount shall be 
retained from time to time by the OWNER from current periodical estimates. 

C. It is further agreed that time is of the essence of each and every portion of this Contract and 
of the specificadons wherein as definite and certain length of times if fixed for the 
performance of any act whatsoever; and where under the Contract an additional time is 
allowed for the completion of any work, the new time limit fixed by such extension shall be 
of the essence of this Contract, Provided that the CONTRACTOR shall not be charged 
with liquidated damages of any excess cost when the OWNER determines that the 
CONTRACTOR is without fault and the CONTRACTOR'S reasons for the time extension 
are acceptable to the OWNER; Provided, further, that the CONTRACTOR shall not be 
charged with liquidated damages or any excess cost when the delay in completion of the 
work is due: 

1) to any preference, priority or allocation order duly issued by the Government; 

2) to unforeseeable cause beyond the control and without the fault or negligence of the 
CONTRACTOR, including, but not restricted to, acts of God, or of the public 
enemy, acts of the OWNER, acts of another CONTRACTOR in the performance of 
a contract with the OWNER, fires, floods, epidemics, quarantine restrictions, 
strikes, freight embargoes, and severe weather; and 
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3) to any delays of subcontractors or suppliers occasioned by any of the causes 
specified in subsections C(l) and C(2) above; 

D. Provided, further, that the CONTRACTOR shall, within ten (10) days from the beginning 
of such delay, unless the OWNER shall grant a further period of time prior to the date of 
final settlement of the Contract, notify the OWNER, in writing, of the causes of the delay, 
who shall ascertain the facts and extent of the delay and notify the CONTRACTOR within a 
reasonable time of its decision in the matter." 

ARTICLE 13. TESTS AND INSPECTIONS; CORRECTION, REMOVAL OR ACCEPTANCE 

OF DEFECTIVE WORK 

SC-13.07 

Delete paragraph 13.07A of the General Conditions and insert the following in its place: 

“A. If within one year after the date of Substantial Completion or such longer period of time as 
may be prescribed by Laws or Regulations or by the terms of any applicable special 
guarantee required by the Contract Documents or by any specific provision of the Contract 
Documents, any work is found to be defective, CONTRACTOR shall promptly, without 
cost to OWNER and in accordance with OWNER’S written instructions: (i) correct such 
defective work, or, if it has been rejected by OWNER, remove it from the site and replace it 
with work that is not defective, and (ii) satisfactorily correct or remove and replace any 
damage to other work or the work of others therefrom. If CONTRACTOR does not begin 
the repairs within ten (10) days of receipt of written notification and promptly comply with 
the terms of OWNER'S written instructions, or in an emergency where delay would cause 
serious risk, loss or damage, OWNER may have the defective work corrected or the rejected 
work removed and replaced, and all claims, costs, losses and damages caused by or 
resulting from such removal and replacement (including but not limited to all costs of repair 
or replacement of work of others) will be paid by CONTRACTOR." 

SC-13.09 

Revise paragraph 13.09A of the General Conditions „ 

A. Delete the word “seven" and replace it with the word “ten” so that it reads “after ten days 
written notice to CONTRACTOR." 

ARTICLE 14. PAYMENTS TO CONTRACTOR AND COMPLETION 

SC-14.02 

Delete paragraph 14.02A.3 and insert the following in its place: 

"3. Retainage with respect to progress payments will be five percent or, if stipulated, the 
maximum allowed by law." 
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Add Paragraph 4. to read as follows: 


“4. The CONTRACTOR shall submit Weekly Payroll Records Report and Statement of 
Compliance verifying compliance with the Minimum Prevailing Wage Law, MGL ch. 149, 
Sections 26-27H, These Statements of Compliance shall he submitted as a condition of 
payment for work performed during the period the reports apply.” 


SC-14.03 


Delete paragraph 14.03 A in its entirety and insert the following in its place: 

"A. CONTRACTOR warrants and guarantees that title to all work, material and equipment 
covered by any Application for Payment, whether incorporated in the Project or not, will 
pass to OWNER no later than at the time of Application for Payment free and clear of all 
liens. CONTRACTOR shall provide written transfer of title and a certified paid invoice 
provided by the supplier. 11 

ARTICLE 15. SUSPENSION OF WORK AND TERMINATION 

SC-15.02 


Add a new paragraph immediately after paragraph 15.02 A.4 of the General Conditions which is to 

read as follows: 

5. If the Work to be done under this Contract shall be abandoned, or if this Contract or any 
part thereof shall be sublet, without the previous written consent of OWNER, or if the 
contract or any claim thereunder shall be assigned by CONTRACTOR otherwise than as 
herein specified;" 

ARTICLE 17. MISCELLANEOUS 

SC-17.06,17.07,17.08,17.09 

Add the following new paragraphs after paragraph 17.05 of the General Conditions: 

"17.06 Assignment: 

A. The CONTRACTOR shall not assign the whole or any part of this Contract or any moneys 
due or to become due hereunder until thirty (30) days prior notice in writing has been given 
to the OWNER of the intention to assign, which notice shall state the identity and address of 
the prospective assignee. No assignment shall be made without the OWNER'S prior written 
consent. Such consent shall not be unreasonably withheld. In case the CONTRACTOR 
assigns all or any part of the moneys due or to become due under this Contract, the 
instrument of assignment shall contain a clause substantially to the effect that it is agreed 
ihat the right of the assignee in and to any moneys due or to become due to the 
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CONTRACTOR shall be subject to prior claims of all persons, firms and corporations of 
services rendered or materials supplied for the performance of the work called for in this 

Contract.” 


17.07 Liability 

It is understood and agreed that members of the OWNER or the ENGINEER or any agent or 
employees of the OWNER signing this Agreement shall not be personally liable hereunder for any 

action incurred in connection with this Agreement. 

17.08 State Statutes and Regulations 

See Section 00830 for further modifications of the General Conditions due to state statutes and 
regulations. 

17.09 Severability 

If any provision of this Agreement shall be invalid or unenforceable to any extent or in any 
application, then the remainder of this Agreement and of such terms and conditrons, except to such 
extent or in such application, shall not be affected thereby, and each and every term and condition 
of this Agreement shall be valid and enforced to the fullest extent and in the broadest application 

permitted by law." 


END OF SECTION 
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SECTION 00830 

STATE STATUTES AND REGULATIONS 
• COMMONWEALTH OF MASSACHUSETTS 


A, REVISIONS TO GENERAL CONDITIONS 

1. Definitions 

2. Subsurface Conditions Found Different 

3. Subcontracting 

4. Permits ' 

. 5. Contractor Records 

6. Massachusetts Sales and Use Tax 

7. Clarifications and Interpretations 

8. Change of Contract Price 

9. Payments 

10. Suspension of Work and Termination 

11. Labor Classification and Minimum Wage Rates 

B; ' OTHER REGULATORY REQUIREMENTS 

1, Working Hours 

2 . DEP Community Sound Level Criteria 
ATTACHMENT A - Wage Rates 

ATTACHMENT B - 

Excerpts from Chapter 149 and Chapter 30 of the Massachusetts General Law 

ATTACHMENT C - (not used on this project) 

Special Provisions for Minorily/Women Business Enterprises and the Commonwealth of 
Massachusetts Supplemental Equal Employment Opportunity Anti-Discrimination and 
Affirmative Action Program. 

ATTACHMENT D 

Change Orders 
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A. REVISIONS TO GENERAL CONDITIONS: 


L Definitions 

The tenn ’’AWARDING AUTHORITY," as used, herein, shall be considered to be 
' synonymous with the term "OWNER," described in definition 1.01 A.30. 

Delete definition 1.03 A.43 entitled "Substantial Completion” in the General Conditions 
in its entirety and insert the following in its place: 

"Substantial Completion shall be interpreted in accordance with Massachusetts General 
Law Chapter 30, Section 39G or 39K as appropriate.” 

2. Snhsnrfac g Conditions Found D i ff e r e nt 

Add the following sentence to the end of paragraph 4.03 A of the General Conditions: 

"...to do so. Adjustments resulting from subsurface or latent physical conditions will be 
in accordance with Massachusetts General Law Chapter 30, Section 39N." 

3. Subcontracting 

Add the following language at the end of paragraph 6.06F of the General Conditions: 

"Except as required otherwise by Massachusetts General Law Chapter 149, Section 44F, 
for Work governed by Chapter 149, sections 44A through 44H. 


4. Permits 

Delete paragraph 6.08A of the General Conditions in its entirety and insert the 
following in its place: 

"A. The AWARDING AUTHORITY shall be responsible for identifying and obtaining 
all federal, state,~and locaTpermits required by the nature and location of construction, 
including but not limited to railroad permits, building construction permits, and permits 
for street and highway cuts and openings. CONTRACTOR shall be responsible for 
obtaining all permits required of his equipment, work force, or particular operations 
(such as blasting) in the performance of the Work and not otherwise specified to be 
obtained by the AWARDING AUTHORITY. These permit fees shall be paid by 
CONTRACTOR. CONTRACTOR shall pay all governmental charges and inspection 
fees necessary for the prosecution of the Work, which are applicable at the time of 
opening of bids, or, if there are no Bids, on the Effective Date of the Agreement" 
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5. 


Contractor Records 


Add a new paragraph immediately after paragraph 6.09C of the General Conditions, 
which is to read as follows: 

"0, The CONTRACTOR shall comply with all applicable provisions Chapter 30, 
Section 39R of the Massachusetts General Laws regarding, CONTRACTOR'S records." 

6. Massachusetts Sales and Us e T ax, 

Add the following paragraph after paragraph 6.10A of the General,Conditions: 

"B. The materials and supplies to be used by the CONTRACTOR in the Work of this 
Contract are exempt from the Sales and Use Tax of die Commonwealth of 
Massachusetts. The AWARDING AUTHORITY tax exemption certificate number will 
be furnished to the CONTRACTOR" 

7. Glarifioations and Interpretations 

Add the following language at the end of paragraph 9.04A of the General Conditions: 

"The ENGINEER'S interpretation will be made in accordance with the requirements of 
Massachusetts General Law Chapter 30, Section 39P." 

8. C hange nf Contract Price 

Delete paragraphs 11.01,11.02 and 12.01 of the General Conditions, having to do with 
Change of Contract Price. Changes in contract price wili be governed by the section 
called "Change Orders," in Attachment D, Section 00830 and Article 11 in the 
Supplementary Conditions. 

9. Payments 


Delete paragraph" 14.02B.1 of the General Conditions in its entirety and insert the 
following in its place: 

‘T. Progress Payments will be made in accordance with Massachusetts General Law 
Chapter 30, Section 39G, or 39K, as applicable.” 

Add the following new paragraph following paragraph 14.Q2C.1 of the General 
Conditions: 

“2. The CONTRACTOR shall make payments to Subcontractors in accordance with 
the requirements of Massachusetts General Law Chapter 30, Section 39F." 
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Delete paragraph 14.07B of the General Conditions in its entirety and insert the 
following in its place: 

”1. If, on the basis of the ENGINEER'S observation of the Work during construction 
and final inspection and, upon the ENGINEER’S review of the final Application for 
Payment and accompanying documentation, the ENGINEER is satisfied that the Work 
has been completed and that the CONTRACTOR'S other obligations under the Contract 
Documents have been fulfilled, the ENGINEER will indicate in writing his 
recommendation of payment and present the Application to the AWARDING 
AUTHORITY for payment Thereupon the ENGINEER will give written notice to the 
AWARDING AUTHORITY and the CONTRACTOR that the Work is acceptable 
subject to the provisions of paragraph 14.15. Otherwise, the ENGINEER will return the 
‘ Application to CONTRACTOR, indicating in writing the reasons for refusing to 
recommend final payment In such case the CONTRACTOR shall make the necessary 
corrections and resubmit the Application. If the Application and accompanying 
documentation are appropriate as to form and substance, the AWARDING 
AUTHORITY shall in accordance with the applicable Massachusetts General Law, pay 
the CONTRACTOR the amount recommended by the ENGINEER.” 

10. Suspension of Work and Tftrminatinn 

Delete paragraph 15.01 A of the General Conditions in its entirety and insert the 
following in its place: 

"A. The AWARDING AUTHORITY may order, at any time and without cause, the 
CONTRACTOR to suspend or delay the Work in accordance with Massachusetts 
General Law Chapter 30, Section 39-0.” 

11. T -nhnr Classifications and Minimu m Wage Rates 

Add the following paragraphs under the heading "Wage Rates" after paragraph 17.10 of 
the Supplementary Conditions: 

"17.11 Wage Rates 

A. Minimum wage rates as determined by the Commissioner of the Department of 
Labor and Industries under the provisions of Massachusetts General Laws Chapter 
149, Sections 26-27D apply to this project A copy of the wage schedule is 
included in Attachment A of Section 00830. If, after the Notice of Award, it 
becomes necessary to employ any person in a trade or occupation not classified in 
the wage determinations, such person shall be paid at not less than such rates as 
shall be determined by the Commissioner. Such approved minimum rate shall be 
retroactive to the time of the initial employment of such person in such trade or 
occupation. The CONTRACTOR shall notify the AWARDING AUTHORITY of 
its intention to employ persons in trades or occupations not classified in the wage 
determinations as soon as possible -in order to allow sufficient time for the 
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AWARDING AUTHORITY to obtain approved rates for such trades or 
occupations. 


B. The schedule of wages referred to above are minimum rates only, and the 
AWARDING AUTHORITY will not consider any claims for additional 
compensation made by CONTRACTOR because of payment by the 
CONTRACTOR of any wage rate in excess of the applicable rate contained in the 
Contract. All construction associated with this Contract will be governed by 
Heavy and Highway Rates. 

C. T-he Said schedule of wages shall continue to be the minimum rates to be paid 

—- during the life of this Agreement and a legible copy of said schedule shall be kept 

posted in a conspicuous place at the site of the Work. ' 

D. CONTRACTOR and subcontractors shall submit a copy of weekly payroll 
records to the AWARDING AUTHORITY and the AWARDING AUTHORITY 
shall retain the records or a minimum of three years.” 

B. OTHER REGULATORY REQUIREMENTS: 

1. Working Hours 

No laborer, workman, mechanic, foreman, or inspector, working within the 
Commonwealth, in the employ of the CONTRACTOR, subcontractor, or other person 
doing or contracting to do the whole or a part of the work contemplated by this contract, 
shall be required or permitted to work more than eight hours in any one day or more 
than forty-eight hours in any one week, or more than six days in any one week, except in 
cases of emergency. 

3. DEE,Community S ound 1 .cvel Criteria 

The Community Sound Level Criteria as established by the Commonwealth of 
Massachusetts' Department of Environmental Protection (DEP) must be conformed to 
prior to the AWARDING AUTHORITY’S acceptance of the structure. The following 
sound level criteria must be met at the construction site: 

A. The increase in the broad band noise level shall not be in excess of ten (10) dB(A) 
above ambient at the station boundary. The ambient level is defined as the 
A-weighted noise level that is exceeded ninety (90) percent of the time measured 
during the period in question. 

B. The primary noise source(s) shall not produce a puretone condition. Puretone is 
any given octave band center frequency that exceeds the two adjacent center 
frequencies by three (3) or more decibels. 

END OF SECTION 

G:\Wittr\Arimgton Reservoir Dam\Final Design 20334 S'Specificaticms^ivision 0\0083QMA.doc 


11/19/2004 


00830-5 




SUPERSEDING CHANGES TO 
GENERAL AND SUPPLEMENTARY CONDITIONS 


I. GENERAL CONDITIONS 

2.06A - insert at end: Said conference shall be scheduled and arranged by the Contractor. _ 

4.0IB - delete 
4.06G - delete 
5.Q7B - delete 

6.17E - restore the word “timely” in the first line. Delete the word “only” from the 5 th line. 
Where “only” has been deleted, insert “to determine their general conformance with the contract 
documents, in accordance with good and accepted engineering practices, and”. 

8.02A - delete “to whom contractor makes no reasonable objection,”. 

9.02A - Insert, after “Work” in the 6 th line, “While construction is active at the project, said visits 
and inspections will take place at least once per week. 

12.06 - delete subparts A and B, and replace with the following: “The Contractor hereby agrees 
that the Contractor shall have no claim for damages of any kind against the Owner or the 
Engineer on account of any delay in the commencement of the Work and/or any delay in, or 
suspension of any portion of the Work, whether such delay is caused by the Owner, the 
Engineer, or otherwise. The Contractor acknowledges that the Contractor’s sole remedy for any 
such delay and/or suspension will be an extension of time as provided in these general 
conditions. 

No claims shall be allowed on account of the failure of the Engineer to furnish Drawings, 
specifications or instructions or to return Shop Drawings or Samples until the expiration of the 
applicable time period referenced in Mass. Gen. L. e. 30, §39P, and not then unless such claim 
be reasonable. 

No extension of time shall be granted because of seasonable or abnormal variations in 
temperature, humidity or precipitation, which conditions shall be wholly at the risk of the 
Contract, whether occurring within the time originally scheduled for completion, or within any 
period of extension granted. There shall be no increase in the Contract Sum on account of any 
additional costs or operations or conditions resulting therefrom. 

14.02C - change “Ten” to “Twenty-One” 


Superseding Changes to General and Supplementary Statutory Conditions - Page 1 

(Revised 12/29/04) 



14 07A(3) - delete the first three lines through the word “Owner/'. In the third line, after 
Contractor, substitute “shall” for “may”. In the fourth line, after the word “full” insert “on behalf 
of both Contractor and all of its Subcontractors/’. 

14.09A(l) - delete 

15.03B - add after “termination” with respect to this project or any other project of the 
Contractor.” 

Add “15 ; 03C If this Contract is terminated by Owner with or without cause, and regardless of 
whether said termination is rightful or wrongful, in no event shall the Contractor be paid a sum 
which, together with prior payments to Contractor, exceeds the sum payable to Contractor under 
the Agreement (Section 00520), as adjusted by any agreed change orders. 

II. SUPPLEMENTARY CONDITIONS 

Article V - Bonds and Insurance 

Employer’s liability coverage must be $2 million per accident, $2 million disease limits, and $2 
million per employee disease limits. 

General liability insurance limits must be $5 million aggregate, $2 million dollars 
products/completed operations aggregate; $2 million personal injury and advertising; and $2 
million per occurrence. 

The contractual liability insurance coverage must have limits corresponding to the foregoing 

At 5.04A.6, the following changes should be made to paragraph 1 of the indemnity clause: four 
lines from the bottom, the parenthesis should be removed from the word “CAUSED” and the 
word “CAUSED” should be changed to lower-case (caused). Also, in the last line of said clause, 
insert the word “for” after the word “anyone.” 

At SC-5.04C 1 - insert the following sentence at the end: “The Contractor’s excess liability 
insurance coverage must follow form with its underlying liability coverages.” 

SC-6.20A - insert the word “defend” after the word “shall” in the first line. 

SC-14.G2A.3 - insert the following sentence at the end: “Retainage for the entire project will be 
withheld until substantial completion of the entire project, at which time retainage shall be 
accounted for, subject to all of the other terms and conditions of payment at the time of 
substantial completion. 

Add the following Article SC-18. 

SC-18 Arbitration 
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18.1 Controversies and Claims Subject to Arbitration. Any Claim arising out of or 
related to the Contract, or the breach thereof, except claims relating to aesthetic effect, shall be 
settled by arbitration, subject to the provisions of Subparagraph 18.7. Arbitration will be 
conducted in accordance with die Construction Industry Arbitration Rules of the American 
Arbitration Association and judgment upon the award rendered by the Arbitrator or Arbitrators 
may be entered in any Court having jurisdiction thereof. In any such arbitration in which the 
amount stated in the demand is $100,000 or less, a single arbitrator shall be appointed in 
accordance with the procedures set forth in the American Arbitration Association Construction 
Industry Arbitration Rules, In any such arbitration in which the amount stated iti the demand is 
in excess of $100,000, a panel of three arbitrators shall be appointed in accordance with the 
procedures set forth in the American Arbitration Association Construction Industry Arbitration 
Rules. The parties may agree to use any arbitration service. In the absence of such agreement, 
the American Arbitration Association shall be utilized. 

18.2 Rules For Arbitration. If the neutral arbitrator is appointed by the American 
Arbitration Association, the said Association shall administer the arbitration arid its Construction 
Industry Arbitration Rules shall govern all aspects of the proceeding including the enforcement 
of any award. If the neutral arbitrator is not appointed by the American Arbitration Association, 
then the panel of arbitrators shall act as the administrator of the arbitration but the Construction 
Industry Arbitration Rules of the Association shall nonetheless govern all aspects of the 
proceeding, including the enforcement of any award. The arbitration panel shall have all the 
powers and duties conferred on the Association pursuant to said rules. 

In addition, the following rules shall govern the selection of arbitrators and the proceedings: 

18.2.1 Neither party may appoint as arbitrator an employee or an owner of that party, nor 
the parent, spouse or child of an employee or owner of that party. 

18.2.2 After the neutral arbitrator has been appointed, neither party may engage in ex 
parte communication with the arbitrator appointed by that party. 

18.2.3 Contract Performance During Arbitration. During arbitration proceedings, the 
Owner and Contractor shall otherwise continue their performances hereunder. 

18.3 When a written decision of the Engineer states that the decision is final, any 
demand for arbitration of the matter covered by such decision must be made within two months 
after substantial completion of the project, as determined by the Engineer in accordance with the 
provisions hereof. The failure to demand arbitration within said two month period will result in 
the Engineer’s decision becoming final and binding upon the Owner and the Contractor. 

18.4 A demand for arbitration shall be made with the time limits specified in 
Subparagraph 18.3, and in no event shall be made after the date when the institution of legal or 
equitable proceedings based on such Claim would be barred by the applicable statute of 
limitations. 
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18.5 -Claims and Timely Assertion of Claims. A party who files a notice of demand for 
arbitration must assert in the demand all Claims then known to that party on which arbitration is 
permitted to he demanded. When a party fails to include a Claim through oversight, 
inadvertence or excusable neglect, or when a Claim has matured or been acquired subsequently, 
the arbitrator or arbitrators may permit amendment 

18.6 Judgment on Final Award. The award rendered by the arbitrator or arbitrators 
shall be final, and the judgment may be entered upon it in accordance with applicable law in any 
court having jurisdiction thereof. 

1 g ,7 Notwithstanding any provision contained in this Paragraph 18 or elsewhere in the 

Contract Documents, die Owner reserves the following rights in connection with Claims and 
disputes between the Owner and the Contractor: 

. 1 the right to institute legal action against the Contractor in any court 
of competent jurisdiction in lieu of demanding arbitration pursuant 
to this Paragraph 18, in which case the dispute or disputes which 
are the subject of such action shall be decided by such court, and 
not by arbitration; 

.2 the right to obtain from any court of competent jurisdiction a stay 
of any arbitration instituted by the Contractor, provided that the 
application for such stay is made before the appointment of the 
neutral arbitrator in such arbitration, in which case the dispute or 
disputes which are the subject of such arbitration shall be decided 
by such court, and not by arbitration; 

.3 the right to require the Contractor to join as a party in any 

arbitration between the Owner and the Architect relating to the 
Project, in which case the Contractor agrees to be bound by the 
decision of the arbitrator or arbitrators in such arbitration. 

In case the Owner elects to proceed in accordance with 18.7.1 or 18.7.2 above, the word 
“litigation” shall be deemed to replace the word “arbitration” wherever the latter word appears in 
the Contract Documents. 

SC-19 MBE and WBE participation 

The Contractor shall comply with the provisions of G.L. c. 7, §40N ( and any associated 
regulations effective during the time of the project, relative to the participation of minority and 
woman-owned businesses in connection with the project. At present, the current participation 
goals are 7.4% MBE and 4% WBE. 
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From; "MA Prevailing Wage" <prevailingwages@state.ma.us> 

To: dlanzillotti@town.arilngton.ma.us 

Date: 06/07/2013 11:00 AM 

Subject: Prevailing wage schedule for Wage Request number :20130606-047 


To view and print Weekly Payroll & Compliance Forms 
Click on www.mass.qov/dols/pw 

PLEASE NOTE: The attached Prevailing Wage Schedule is valid for 90 days. 

An Awarding Authority should re-request an up to date Prevailing Wage 
Schedule if it has NOT opened bids or selected a contractor within 90 
days of the issuance date of the attached prevailing wage schedule. 

* NEW - Effective 3/18/10, prevailing wage schedules will include 
apprentice wages (expressed as a dollar figure) including the required 
benefits pursuant to the prevailing wage law. Apprentice wages shall be 
no less than the published amounts. Contractors that provide health and 
welfare, pension or supplemental unemployment benefits to apprentices, 
may deduct the amount of those benefit contributions from the published 
wages. For further details please see DOS Opinion Letter E$ 2010-03- 
03.16.10(Dated March 18,2010)at www.mass.gov/dols . 

*For MULTI-YEAR projects bid on or after 8/8/08, Awarding Authorities 
must request an Annual Update to this Prevailing Wage Schedule each year 
for the duration of the project, no later than two weeks before the 
anniversary date of the execution of the general contract. Annual updates 
are not required for projects that last LESS THAN ONE YEAR. 

*For CM AT RISK projects (bid pursuant to GL C.149A), Awarding 
Authorities should request a Prevailing Wage Schedule NOT sooner than 90 
days before the earlier of: (a) the execution date of the GMP Amendment, 
or (b) the bid opening date for the FIRST "fast-track" Trade Contractor 
scope of work (e.g., site work, etc.). For MULTI-YEAR CM AT RISK projects 
bid on or after 8/8/08, Awarding Authorities also must request an Annual 
Update to this prevailing wage schedule each year for the duration of the 
project. 

Request Prevailing Wage Rates online at: www.mass.gov/dols . 


THIS IS A SYSTEM-GENERATED EMAIL. PLEASE DO NOT REPLY TO THIS EMAIL. TO 
CONTACT DLS REGARDING PREVAILING WAGE MATTERS CALL 617.626.6953 


APPROVAL/DENIAL COMMENTS 


This e-mail message, including any attachments, is for the sole use of 
the intended recipient(s) and may contain confidential and privileged 
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information. Any unauthorized review, use, disclosure, or distribution is 
strictly prohibited and may be the subject of legal action. If you are 
not the intended recipient, please contact the sender by reply e-mail and 
destroy all copies of the original message. Thank you. 


Attachments: 

File: 20130606-047.pdf Size: 157k Content Type: application/pdf 
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DEVALL. PATRICK 

Governor 

TIMOTHY P. MURRAY 

Lt. Governor 


THE COMMONWEALTH OF MASSACHUSETTS 
EXECUTIVE OFFICE OF LABOR AND WORKFORCE DEVELOPMENT 
DEPARTMENT OF LABOR STANDARDS 

Prevailing Wage Rates 

As determined by the Director under the provisions of the joanne f. Goldstein 

Secretary 

Massachusetts General Laws, Chapter 149, Sections 26 to 27H 

HEATHER E. ROWE 
Director 


Awarding Authority: 
Contract Number: 
Description of Work: 


Town of Arlington 

13-12 City/Town: ARLINGTON 

Arlington High School Culvert Rehabilitation - Provide all labor, materials, equipment and supervision necessary 

for Culvert Rehabilitation as per specifications. 


Job Location: 


869 Mass Ave 


Information about Prevailing Wage Schedules for Awarding Authorities and Contractors 

• This wage schedule applies only to the specific project referenced at the top of this page and uniquely identified by the “Wage 
Request Number” on all pages of this schedule. 

• Awarding authorities must request an updated wage schedule from the Department of Labor Standards (“DLS”) if it has not 
opened bids or selected a contractor within 90 days of the date of issuance of the wage schedule. 

• The wage schedule shall be incorporated in any advertisement or call for bids for the project as required by M.G.L. c. 149, § 
27. Once a contractor has been selected by the awarding authority, the wage schedule shall be made a part of the contract for that 
project. The wage schedule must be posted in a conspicuous place at the work site during the life of the project in accordance with 
M.G.L. c. 149, § 27. The wages listed on the wage schedule must be paid to employees performing construction work on the 
project regardless of whether they are employed by the prime contractor, a filed sub-bidder, or any sub-contractor. 

• All apprentices working on the project are required to be registered with the Massachusetts Division of Apprentice Training 
(DAT). Apprentices must keep his/her apprentice identification card on his/her person during all work hours on the project. If an 
apprentice rate is listed on the prevailing wage schedule for the trade in which an apprentice is registered with the DAT, the 
apprentice may be paid the lower apprentice wage rate at the applicable step as provided on the prevailing wage schedule. If an 
apprentice rate is not listed on the prevailing wage schedule for the trade in which an apprentice is registered with the 
DAT, the apprentice must be paid the journeyworker’s rate for the trade. 

• The wage rales will remain in effect for the duration of the project, except in the case of multi-year public construction 
projects. For construction projects lasting longer than one year, awarding authorities must request an updated wage schedule. 
Awarding authorities are required to request these updates no later than two weeks before the anniversary of the date the contract 
was executed by the awarding authority and the general contractor. Contractors are required to obtain the wage schedules from 
awarding authorities, and to pay no less than these rates to covered workers. The annual update requirement is not applicable to 
27F “rental of equipment” contracts. 

• Every contractor or subcontractor which performs construction work on the project is required to submit weekly payroll 
reports directly to the awarding authority and keep them on file for three years. Each weekly payroll report must contain: the 
employee’s name, address, occupational classification, hours worked, and wages paid. Do not submit weekly payroll reports to 
DLS. A sample of a payroll reporting form may be obtained at http://www.mass.gov/dols/pw. 

• Contractors with questions about the wage rales or classifications included on the wage schedule have an affirmative 
obligation to inquire with DLS at (617) 626-6953. 

• Employees not receiving the prevailing wage rate set forth on the wage schedule may report the violation to the Fair Labor 
Division of the office of the Attorney General at (617) 727-3465. 

• Failure of a contractor or subcontractor to pay the prevailing wage rates listed on the wage schedule to all employees who 
perform construction work on the project is a violation of the law and subjects the contractor or subcontractor to civil and criminal 
penalties. 
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Classification 

Construction 

Effective Date 

Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

(2 AXLE) DRIVER - EQUIPMENT 

TEAMSTERS JOINT COUNCIL NO. I OZONE A 

12/01/2012 

$31.55 

$8.91 

$8.00 

$0.00 

$48.46 

(3 AXLE) DRIVER - EQUIPMENT 

12/01/2012 

$31.62 

$8.91 

$8.00 

$0.00 

$48.53 

TEAMSTERS JOINT COUNCIL NO. 10 ZONE A 

(4 & 5 AXLE) DRIVER - EQUIPMENT 

12/01/2012 

$31.74 

$8.91 

$8.00 

$0.00 

$48.65 

TEAMSTERS JOINT COUNCIL NO. 10 ZONE A 

ADS/SUBMERSIBLE PILOT 

08/01/2012 

$82.32 

$9.80 

$17.67 

$0.00 

$109.79 

PILE DRIVER LOCAL 56 (ZONE I) 


08/01/2013 

$85.47 

$9.80 

$17.67 

$0.00 

$112.94 


08/01/2014 

$88.62 

$9.80 

$17.67 

$0.00 

$116.09 


08/01/2015 

$91.77 

$9.80 

$17.67 

$0.00 

$119.24 

AIR TRACK OPERATOR 

06/01/2013 

$33.80 

$7.10 

$12.45 

$0.00 

$53.35 

LABORERS - ZONE 1 


12/01/2013 

$34.55 

$7.10 

$12.45 

$0.00 

$54.10 


06/01/2014 

$35.30 

$7.10 

$12.45 

$0.00 

$54.85 


12/01/2014 

$36.05 

$7.10 

$12.45 

$0.00 

$55.60 


06/01/2015 

$36.80 

$7.10 

$12.45 

$0.00 

$56.35 


12/01/2015 

$37.55 

$7.10 

$12.45 

$0.00 

$57.10 


06/01/2016 

$38.30 

$7.10 

$12.45 

$0.00 

$57.85 


12/01/2016 

$39.30 

$7.10 

$12.45 

$0.00 

$58.85 

For apprentice rates see "Apprentice- LABORER" 

ASBESTOS REMOVER - PIPE / MECII. EQUIPT. 

06/01/2013 

$29.88 

$10.40 

$5.95 

$0.00 

$46.23 

HEAT & FROST INSULATORS LOCAL 6 (BOSTON) 


12/01/2013 

$30.68 

$10.40 

$5.95 

$0.00 

$47.03 


06/01/2014 

$31.58 

$10.40 

$5.95 

$0.00 

$47.93 


12/01/2014 

$32.48 

$10.40 

$5.95 

$0.00 

$48.83 


06/01/2015 

$33.43 

$10.40 

$5.95 

$0.00 

$49.78 


12/01/2015 

$34.38 

$10.40 

$5.95 

$0.00 

$50.73 

ASPHALT RAKER 

06/01/2013 

$33.30 

$7.10 

$12.45 

$0.00 

$52.85 

LABORERS-ZONE I 


12/01/2013 

$34.05 

$7.10 

$12.45 

$0.00 

$53.60 


06/01/2014 

$34.80 

$7.10 

$12.45 

$0.00 

$54.35 


12/01/2014 

$35.55 

$7.10 

$12.45 

$0.00 

$55.10 


06/01/2015 

$36.30 

$7.10 

$12.45 

$0.00 

$55.85 


12/01/2015 

$37.05 

$7.10 

$12.45 

$0.00 

$56.60 


06/01/2016 

$37.80 

$7.10 

$12.45 

$0.00 

$57.35 


12/01/2016 

$38.80 

$7.10 

$12.45 

$0.00 

$58.35 

For apprentice rates see "Apprentice- LABORER" 

ASPHALT/CONCRETE/CRUSHER PLANT-ON SITE 

06/01/2013 

$40.34 

$10.00 

$13.55 

$0.00 

$63.89 

OPERATING ENGINEERS LOCAL 4 


12/01/2013 

$41.12 

$10.00 

$13.55 

$0.00 

$64.67 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 

BACKHOE/FRONT-END LOADER 

06/01/2013 

$40.34 

$10.00 

$13.55 

$0.00 

$63.89 

OPERATING ENGINEERS WCAL 4 


12/01/2013 

$41.12 

$10.00 

$13.55 

$0.00 

$64.67 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 


Issue Date: 06/07/2013 
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Classification 

Effective Date 

Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

BARCO-TYPE JUMPING TAMPER 

06/01/2013 

$33.30 

$7.10 

$12.45 

$0.00 

$52.85 

LABORERS - ZONE 1 

12/01/2013 

$34.05 

$7.10 

$12.45 

$0.00 

$53.60 


06/01/2014 

$34.80 

$7.10 

$12.45 

$0.00 

$54.35 


12/01/2014 

$35.55 

$7.10 

$12.45 

$0.00 

$55.10 


06/01/2015 

$36.30 

$7.10 

$12.45 

$0.00 

$55.85 


12/01/2015 

$37.05 

$7.10 

$12.45 

$0.00 

$56.60 


06/01/2016 

$37.80 

$7.10 

$12.45 

$0.00 

$57.35 


12/01/2016 

$38.80 

$7.10 

$12.45 

$0.00 

$58.35 

For apprentice rates see "Apprentice- LABORER" 







BLOCK PAVER, RAMMER / CURB SETTER 

06/01/2013 

$33.80 

$7.10 

$12.45 

$0.00 

$53.35 

LABORERS-ZONE 1 

12/01/2013 

$34.55 

$7.10 

$12.45 

$0.00 

$54.10 


06/01/2014 

$35.30 

$7.10 

$12.45 

$0.00 

$54.85 


12/01/2014 

$36.05 

$7.10 

$12.45 

$0.00 

$55.60 


06/01/2015 

$36.80 

$7.10 

$12.45 

$0.00 

$56.35 


12/01/2015 

$37.55 

$7.10 

$12.45 

$ 0.00 

$57.10 


06/01/2016 

$38.30 

$7.10 

$12.45 

$0.00 

$57.85 


12/01/2016 

$39.30 

$7.10 

$12.45 

$0.00 

$58.85 

For apprentice rates see "Apprentice- LABORER" 







BOILERMAKER 

BOILERMAKERS LOCAL 29 

01/01/2010 

$37.70 

$6.97 

$11.18 

$0.00 

$55.85 


Apprentice - BOILERMAKER - Local 29 
Effective Date - 01/01/2010 





Supplemental 




Step 

percent 

Apprentice Base Wage : 

Health 

Pension 

Unemployment 

Total Rate 


1 

65 


$24.51 

$6.97 

$11.18 

$0.00 


$42.66 


2 

65 


$24.51 

$6.97 

$11.18 

$0.00 


$42.66 


3 

70 


$26.39 

$6.97 

$11.18 

$0.00 


$44.54 


4 

75 


$28.28 

$6.97 

$11.18 

$0.00 


$46.43 


5 

80 


$30.16 

$6.97 

$11.18 

$0.00 


$48.31 


6 

85 


$32.05 

$6.97 

$11.18 

$0.00 


$50.20 


7 

90 


$33.93 

$6.97 

$11.18 

$0.00 


$52.08 


8 

95 


$35.82 

$6.97 

$11.18 

$0.00 


$53.97 


{Notes: 








i 


L 








\ 


Apprentice to Journeyworker Ratio: 1:5 









BRICK/STONE/ARTIFICIAL MASONRY (INCL. MASONRY 

02/01/2013 

$47.41 

$10.18 

$17.83 

$0.00 


$75.42 

WATERPROOFING) 

BRICKLAYERS LOCAL 3 (BOSTON) 


08/01/2013 

$48.31 

$10.18 

$17.90 

$0.00 


$76.39 




02/01/2014 

$48.87 

$10.18 

$17.90 

$0.00 


$76.95 




08/01/2014 

$49.77 

$10.18 

$17.97 

$0.00 


$77.92 




02/01/2015 

$50.33 

$1.0.18 

$17.97 

$0.00 


$78.48 




08/01/2015 

$51.23 

$10.18 

$18.04 

$0.00 


$79.45 




02/01/2016 

$51.80 

$10.18 

$18.04 

$0.00 


$80.02 




08/01/2016 

$52.70 

$10.18 

$18.12 

$0.00 


$81.00 




02/01/2017 

$53.27 

$10.18 

$18.12 

$0.00 


$81.57 


Issue Date: 06/07/2013 
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Classification 


Effective Date Base Wage Health 


Pension 


Supplemental 

Unemployment 


Total Rate 


Apprentice - BRICK/PLASTER/CEMENT MASON - Local 3 Boston 





Effective Date - 

Step percent 

02/01/2013 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

50 


$23.71 

$10.18 

$17.83 

$0.00 

$51.72 

2 

60 


$28.45 

$10.18 

$17.83 

$0.00 

$56.46 

3 

70 


$33.19 

$10.18 

$17.83 

$0.00 

$61.20 

4 

80 


$37.93 

$10.18 

$17.83 

$0.00 

$65.94 

5 

90 


$42.67 

$10.18 

$17.83 

$0.00 

$70.68 

Effective Date - 

Step percent 

08/01/2013 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

50 


$24.16 

$10.18 

$17.90 

$0.00 

$52.24 

2 

60 


$28.99 

$10.18 

$17.90 

$0.00 

$57.07 

3 

70 


$33.82 

$10.18 

$17.90 

$0.00 

$61.90 

4 

80 


$38.65 

$10.18 

$17.90 

$0.00 

$66.73 

5 

90 


$43.48 

$10.18 

$17.90 

$0.00 

$71.56 

{Notes: 

--—- - 

— — <■— 

—-— — - 
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- — — — 
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Apprentice to Journcyworkcr Ratio: 1:5 


BULLDOZER/GRADER/SCRAPER 

OPERATING ENGINEERS LOCAL 4 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 

06/01/2013 

12/01/2013 

$39.96 

$40.74 

$10.00 

$10.00 

$13.55 

$13.55 

$0.00 

$0.00 

$63.51 

$64.29 

CAISSON & UNDERPINNING BOTTOM MAN 

06/01/2013 

$34.20 

$7.10 

$12.60 

$0.00 

$53.90 

LABORERS - FOUNDATION AND MARINE 


12/01/2013 

$34.95 

$7.10 

$12.60 

$0.00 

$54.65 


06/01/2014 

$35.70 

$7.10 

$12.60 

$0.00 

$55.40 


12/01/2014 

$36.45 

$7.10 

$12.60 

$0.00 

$56.15 


06/01/2015 

$37.20 

$7.10 

$12.60 

$0.00 

$56.90 


12/01/2015 

$37.95 

$7.10 

$12.60 

$0.00 

$57.65 


06/01/2016 

$38.70 

$7.10 

$12.60 

$0.00 

$58.40 


12/01/2016 

$39.70 

$7.10 

$12.60 

$0.00 

$59.40 

For apprentice rates see “Apprentice- LABORER" 

CAISSON & UNDERPINNING LABORER 

06/01/2013 

$33.05 

$7.10 

$12.60 

$0.00 

$52.75 

LABORERS-FOUNDATION AND MARINE 


12/01/2013 

$33.80 

$7.10 

$12.60 

$0.00 

$53.50 


06/01/2014 

$34.55 

$7.10 

$12.60 

$0.00 

$54.25 


12/01/2014 

$35.30 

$7.10 

$12.60 

$0.00 

$55.00 


06/01/2015 

$36.05 

$7.10 

$12.60 

$0.00 

$55.75 


12/01/2015 

$36.80 

$7.10 

$12.60 

$0.00 

$56.50 


06/01/2016 

$37.55 

$7.10 

$12.60 

$0.00 

$57.25 


12/01/2016 

$38.55 

$7.10 

$12.60 

$0.00 

$58.25 

For apprentice rates see "Apprentice- LABORER" 


Issue Date: 06/07/2013 
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Classification 

Effective Date 

Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

CAISSON & UNDERPINNING TOP MAN 

06/01/2013 

$33.05 

$7.10 

$12.60 

$0.00 

$52.75 

LABORERS- FOUNDATION AND MARINE 

12/01/2013 

$33.80 

$7.10 

$12.60 

$0.00 

$53,50 


06/01/2014 

$34.55 

$7.10 

$12.60 

$0.00 

$54.25 


12/01/2014 

$35.30 

$7.10 

$12.60 

$0.00 

$55.00 


06/01/2015 

$36.05 

$7.10 

$12.60 

$0.00 

$55.75 


12/01/2015 

$36.80 

$7.10 

$12.60 

$0.00 

$56.50 


06/01/2016 

$37.55 

$7.10 

$12.60 

$0.00 

$57.25 


12/01/2016 

$38.55 

$7.10 

$12.60 

$0.00 

$58.25 

For apprentice rates see "Apprentice- LABORER" 







CARBIDE CORE DRILL OPERATOR 

06/01/2013 

$33.30 

$7.10 

$12.45 

$0.00 

$52.85 

LABORERS- ZONE I 

12/01/2013 

$34.05 

$7.10 

$12.45 

$0.00 

$53.60 


06/01/2014 

$34.80 

$7.10 

$12.45 

$0.00 

$54.35 


12/01/2014 

$35.55 

$7.10 

$12.45 

$0.00 

$55.10 


06/01/2015 

$36.30 

$7.10 

$12.45 

$0.00 

$55.85 


12/01/2015 

$37.05 

$7.10 

$12.45 

$0.00 

$56.60 


06/01/2016 

$37.80 

$7.10 

$12.45 

$0.00 

$57.35 


12/01/2016 

$38.80 

$7.10 

$12.45 

$0.00 

$58.35 

For apprentice rates see "Apprentice- LABORER" 







CARPENTER 

03/01/2013 

$33.92 

$9.80 

$15.61 

$0.00 

$59.33 

CARPENTERS -ZONE 2 (Eastern Massachusetts) 

09/01/2013 

$34.53 

$9.80 

$15.61 

$0.00 

$59.94 


03/01/2014 

$35.13 

$9.80 

$15.61 

$0.00 

$60.54 


09/01/2014 

$35.90 

$9.80 

$15.61 

$0.00 

$61.31 


03/01/2015 

$36.67 

$9.80 

$15.61 

$0.00 

$62.08 


Issue Date: 06/07/2013 
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Classification 


Effective Date Base Wage Health Pension 


Supplemental 

Unemployment 


Total Rate 


Apprentice - CARPENTER - Zone 2 Eastern MA 


Effective Date - 

Step percent 

03/01/2013 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 


1 

50 


$16.96 

$9.80 

$1.57 

$0.00 


$28.33 


2 

60 


$20.35 

$9.80 

$1.57 

$0.00 


$31.72 


3 

70 


$23.74 

$9.80 

$10.90 

$0.00 


$44.44 


4 

75 


$25.44 

$9.80 

$10.90 

$0.00 


$46.14 


5 

80 


$27.14 

$9.80 

$12.47 

$0.00 


$49.41 


6 

80 


$27.14 

$9.80 

$12.47 

$0.00 


$49.41 


7 

90 


$30.53 

$9.80 

$14.04 

$0.00 


$54.37 


8 

90 


$30.53 

$9.80 

$14.04 

$0.00 


$54.37 


Effective Date - 

Step percent 

09/01/2013 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 


1 

50 


$17.27 

$9.80 

$1.57 

$0.00 


$28.64 


2 

60 


$20.72 

$9.80 

$1.57 

$0.00 


$32.09 


3 

70 


$24.17 

$9.80 

$10.90 

$0.00 


$44.87 


4 

75 


$25.90 

$9.80 

$10.90 

$0.00 


$46.60 


5 

80 


$27.62 

$9.80 

$12.47 

$0.00 


$49.89 


6 

80 


$27.62 

$9.80 

$12.47 

$0.00 


$49.89 


7 

90 


$31.08 

$9.80 

$14.04 

$0.00 


$54.92 


8 

90 


$31.08 

$9.80 

$14.04 

$0.00 


$54.92 


iNotes: 

1 

I 

wrnw r 

vtrrp * ****** *>•>*>«« 

rr-rr". rrx-.-* 

'”** rfcW '" 1 

*’ w ** ,r ' T "“’ n 

' CffT ' *‘ IW *'* wirxxA «:t 

&KUU txxiat M 11 



i 

Apprentice to Journcyworkcr Ratio: 1:5 

--* --- 

- — — - 

- — — - 

— —» — - 


— “ 


CEMENT MASONRY/PLASTERING 

BRICKLAYERS LOCAL 3 (BOSTON) 

02/01/2013 

08/01/2013 

$42.55 

$43.32 

$10.65 

$10.65 

$18.61 

$18.61 

$1.30 

$1.30 


$73.11 

$73.88 




02/01/2014 

$43.75 

$10.65 

$18.61 

$1.30 


$74.31 




08/01/2014 

$44.50 

$10.65 

$18.61 

$1.30 


$75.06 




02/01/2015 

$44.93 

$10.65 

$18.61 

$1.30 


$75.49 




08/01/2015 

$45.68 

$10.65 

$18.61 

$1.30 


$76.24 




02/01/2016 

$46.13 

$10.65 

$18.61 

$1.30 


$76.69 




08/01/2016 

$46.88 

$10.65 

$18.61 

$1.30 


$77.44 




02/01/2017 

$47.33 

$10.65 

$18.61 

$1.30 


$77.89 
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Classification 



Effective Date Base Wage 

Health 

Pension s “PPl™“«' Total Rote 

Unemployment 

Apprentice - CEMENTMASONRY/PIASTERING - Eastern Mass (Boston) 

Effective Date - 02/01/2013 

Step percent Apprentice Base Wage Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

50 


$21.28 

$10.65 

$12.11 

$1.30 

$45.34 

2 

60 


$25.53 

$10.65 

$13.61 

$1.30 

$51.09 

3 

65 


$27.66 

$10.65 

$14.61 

$1.30 

$54.22 

4 

70 


$29.79 

$10.65 

$15.61 

$1.30 

$57.35 

5 

75 


$31.91 

$10.65 

$16.61 

$1.30 

$60.47 

6 

80 


$34.04 

$10.65 

$17.61 

$1.30 

$63.60 

7 

90 


$38.30 

$10.65 

$18.61 

$1.30 

$68.86 

Effective Date - 

Step percent 

08/01/2013 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

50 


$21.66 

$10.65 

$12.11 

$1.30 

$45.72 

2 

60 


$25.99 

$10.65 

$13.61 

$1.30 

$51.55 

3 

65 


$28.16 

$10.65 

$14.61 

$1.30 

$54.72 

4 

70 


$30.32 

$10.65 

$15.61 

$1.30 

$57.88 

5 

75 


$32.49 

$10.65 

$16.61 

$1.30 

$61.05 

6 

80 


$34.66 

$10.65 

$17.61 

$1.30 

$64.22 

7 

90 


$38.99 

$10.65 

$18.61 

$1.30 

$69.55 

■Notes: 

I 

Steps 3,4 are 500 lirs. All other steps are 1,000 hrs. 




““"“1 

Apprentice to Journeyworker Ratio: 1:3 

— 

— 

- •— — 

-- 

-—~ 


CHAIN SAW OPERATOR 

06/01/2013 

$33.30 

$7.10 

$12.45 

$0.00 

$52.85 

LABORERS - ZONEJ 

12/01/2013 

$34.05 

$7.10 

$12.45 

$0.00 

$53.60 


06/01/2014 

$34.80 

$7.10 

$12.45 

$0.00 

$54.35 


12/01/2014 

$35.55 

$7.10 

$12.45 

$0.00 

$55.10 


06/01/2015 

$36.30 

$7.10 

$12.45 

$0.00 

$55.85 


12/01/2015 

$37.05 

$7.10 

$12.45 

$0.00 

$56.60 


06/01/2016 

$37.80 

$7.10 

$12.45 

$0.00 

$57,35 


12/01/2016 

$38.80 

$7.10 

$12.45 

$0.00 

$58.35 

For apprentice rates see "Apprentice- LABORER" 







CLAM SHELLS/SLURRY BUCKETS/HEADING MACHINES 

06/01/2013 

$41.34 

$10.00 

$13.55 

$0.00 

$64.89 

OPERA TING ENGINEERS LOCAL 4 

12/01/2013 

$42.12 

$10.00 

$13.55 

$0.00 

$65.67 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 







COMPRESSOR OPERATOR 

06/01/2013 

$28.19 

$10.00 

$13.55 

$0.00 

$51.74 

OPERATING ENGINEERS LOCAL 4 

12/01/2013 

$28.74 

$10.00 

$13.55 

$0.00 

$52.29 

For apprentice rates see "Apprentice- OPERATING ENGINEERS” 







DELEADER (BRIDGE) 

01/01/2013 

$45.01 

$7.80 

$15.60 

$0.00 

$68.41 


PAINTERS LOCAL 35 - ZONE 2 
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Classification 


Effective Date Base Wage Health 


Pension 


Supplemental 

Unemployment 


Total Rate 


Apprentice - PAINTER Local 35 - BRIDGES/TANKS 


Effective Date - 01/01/2013 




Supplemental 




Step percent 

Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 


1 50 

$22.51 

$7.80 

$0.00 

$0.00 


$30.31 


2 55 

$24.76 

$7.80 

$3.52 

$0.00 


$36.08 


3 60 

$27.01 

$7.80 

$3.84 

$0.00 


$38.65 


4 65 

$29.26 

$7.80 

$4.16 

$0.00 


$41.22 


5 70 

$31.51 

$7.80 

$13.68 

$0.00 


$52.99 


6 75 

$33.76 

$7.80 

$14.00 

$0.00 


$55.56 


o 

oc 

c-~ 

$36.01 

$7.80 

$14.32 

$0.00 


$58.13 


o 

00 

$40.5) 

$7.80 

$14.96 

$0.00 


$63.27 


(Notes: 

-—-—~ — - 

— 

— — — 

—• -- 

-- 

-- 


Steps are 750 hrs. 






j 


Apprentice to Journeyworker Ratio:l:l 

-- 

— 

— — ' 

— —•— 

— 

— “ 


DEMO: ADZEMAN 

LABORERS - ZONE 1 

12/01/2011 

$31.80 

$7.10 

$12.45 

$0.00 


$51.35 

For apprentice rates see "Apprentice- LABORER" 








DEMO: BACKHOE/LOADER/HAMMER OPERATOR 
LABORERS - ZONE I 

12/01/2011 

$32.80 

$7.10 

$12.45 

$0.00 


$52.35 

For apprentice rates see "Apprentice- LABORER" 








DEMO: BURNERS 

LABORERS-ZONE 1 

12/01/2011 

$32.55 

$7.10 

$12.45 

$0.00 


$52.10 

For apprentice rates see "Apprentice- LABORER" 








DEMO: CONCRETE CUTTER/SAWYER 

LABORERS - ZONE 1 

12/01/2011 

$32.80 

$7.10 

$12.45 

$0.00 


$52.35 

For apprentice rates see "Apprentice- LABORER” 








DEMO: JACKHAMMER OPERATOR 

LABORERS-ZONE 1 

12/01/2011 

$32.55 

$7.10 

$12.45 

$0.00 


$52.10 

For apprentice rates see "Apprentice- LABORER" 








DEMO: WRECKING LABORER 

LABORERS-ZONE 1 

12/01/2011 

$31.80 

$7.10 

$12.45 

$0.00 


$51.35 

For apprentice rates see "Apprentice- LABORER" 








DIRECTIONAL DRILL MACHINE OPERATOR 

OPERATING ENGINEERS LOCAL 4 

06/01/2013 

$39.96 

$10.00 

$13.55 

$0.00 


$63.51 


12/01/2013 

$40.74 

$10.00 

$13.55 

$0.00 


$64.29 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 








DIVER 

PILE DRIVER LOCAL 56 (ZONE I) 

08/01/2012 

$54.88 

$9.80 

$17.67 

$0.00 


$82.35 

08/01/2013 

$56.98 

$9.80 

$17.67 

$0.00 


$84.45 


08/01/2014 

$59.08 

$9.80 

$17.67 

$0.00 


$86.55 


08/01/2015 

$61.18 

$9.80 

$17.67 

$0.00 


$88.65 

DIVER TENDER 

PILE DRIVER LOCAL 56 (ZONE I) 

08/01/2012 

$54.88 

$9.80 

$17.67 

$0.00 


$82.35 

08/01/2013 

$56.98 

$9.80 

$17.67 

$0.00 


$84.45 


08/01/2014 

$59.08 

$9.80 

$17.67 

$0.00 


$86.55 


08/01/2015 

$61.18 

$9.80 

$17.67 

$0.00 


$88.65 
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Classification 


Effective Date 

Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

DIVER TENDER (EFFLUENT) 

PILE DRTi'ER LOCAL 56 (ZONE 1) 


08/01/2012 

$58.80 

$9.80 

$17.67 

$0.00 

$86.27 


08/01/2013 

$61.05 

$9.80 

$17.67 

$0.00 

$88.52 



08/01/2014 

$63.30 

$9.80 

$17.67 

$0.00 

$90.77 



08/01/2015 

$65.55 

$9.80 

$17.67 

$0.00 

$93.02 

DIVER/SLURRY (EFFLUENT) 

PILE DRIVER LOCAL 56 (ZONE I) 


08/01/2012 

$82.32 

$9.80 

$17.67 

$17.67 

$0.00 

$109.79 


08/01/2013 

$85.47 

$9.80 

$0.00 

$112.94 



08/01/2014 

$88.62 

$9.80 

$17.67 

$0.00 

$116.09 



08/01/2015 

$91.77 

$9.80 

$17.67 

$0.00 

$119.24 

DRAWBRIDGE OPERATOR (Construction) 


03/01/2013 

$43.52 

$13.00 

$14.16 

$0.00 

$70.68 

ELECTRICIANS LOCAL 103 









09/01/2013 

$44.20 

$13.00 

$14.18 

$0.00 

$71.38 



03/01/2014 

$44.92 

$13.00 

$14.20 

$0.00 

$72.12 



09/01/2014 

$45.60 

$13.00 

$14.22 

$0.00 

$72.82 



03/01/2015 

$46.32 

$13.00 

$14.24 

$0.00 

$73.56 



09/01/2015 

$47.27 

$13.00 

$14.27 

$0.00 

$74.54 



03/01/2016 

$48.23 

$13.00 

$14.30 

$0.00 

$75.53 

For apprentice rates see "Apprentice- ELECTRICIAN" 








ELECTRICIAN 


03/01/2013 

$43.52 

$13.00 

$14.16 

$0.00 , 

$70.68 

ELECTRICIANS LOCAL 103 


09/01/2013 

$44.20 

$13.00 

$14.18 

$0.00 

$71.38 



03/01/2014 

$44.92 

$13.00 

$14.20 

$0.00 

$72.12 



09/01/2014 

$45.60 

$13.00 

$14.22 

$0.00 

$72.82 



03/01/2015 

$46.32 

$13.00 

$14.24 

$0.00 

$73.56 



09/01/2015 

$47.27 

$13.00 

$14.27 

$0.00 

$74.54 



03/01/2016 

$48.23 

$13.00 

$14.30 

$0.00 

$75.53 
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Classification 


Effective Date Base Wage Health Pension 


Supplemental 

Unemployment 


Total Rate 


Apprentice - ELECTRICIAN - Local 103 


Effective Date - 

Step percent 

03/01/2013 

Apprentice Base Wage 

Health 

Pension 

Supplement. 

Unemployment 

Total Rate 

1 

40 


$17.41 

$13.00 

$0.52 

$ 0.00 

$30.93 

2 

40 


$17.41 

$13.00 

$0.52 

$0.00 

$30.93 

3 

45 


$19.58 

$13.00 

$10.53 

$0.00 

$43.11 

4 

45 


$19.58 

$13.00 

$10.53 

$0.00 

$43.11 

5 

50 


$21.76 

$13.00 

$10.85 

$0.00 

$45.61 

6 

55 


$23.94 

$13.00 

$11.19 

$0.00 

$48.13 

7 

60 


$26.11 

$13.00 

$11.51 

$0.00 

$50.62 

8 

65 


$28.29 

$13.00 

$11.85 

$0.00 

$53.14 

9 

70 


$30.46 

$13.00 

$12.17 

$0.00 

$55.63 

10 

75 


$32.64 

$13.00 

$12.51 

$0.00 

$58.15 

Effective Date - 

Step percent 

09/01/2013 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

40 


$17.68 

$13.00 

$0.53 

$0.00 

$31.21 

2 

40 


$17.68 

$13.00 

$0.53 

$0.00 

$31.21 

3 

45 


$19.89 

$13.00 

$10.54 

$0.00 

$43.43 

4 

45 


$19.89 

$13.00 

$10.54 

$0.00 

$43.43 

5 

50 


$22.10 

$13.00 

$10.86 

$0.00 

$45.96 

6 

55 


$24.31 

$13.00 

$11.20 

$0.00 

$48.51 

7 

60 


$26.52 

$13.00 

$11.53 

$0.00 

$51.05 

8 

65 


$28.73 

$13.00 

$11.86 

$0.00 

$53.59 

9 

70 


$30.94 

$13.00 

$12.19 

$0.00 

$56.13 

10 

75 


$33.15 

$13.00 

$12.53 

$0.00 

$58.68 


;Notcs: : | 

App Prior 1/1/03; 30/35/40/45/50/55/65/70/75/80 

Apprentice to Journeyworker Ratio:2:3*** 

ELEVATOR CONSTRUCTOR 01/01/2012 $52.45 $8.78 $6.96 $0.00 $68.19 

ELEVATOR CONSTRUCTORS LOCAL 4 
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Classification 


Effective Date Base Wage Health 


Pension 


Supplemental 

Unemployment 


Total Rate 


Apprentice - ELEVATOR CONSTRUCTOR - Local 4 


Effective Date - 01/01/2012 




Supplemental 




Step percent Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 


1 50 

$26.23 

$8.78 

$0.00 

$0.00 


$35.01 


2 55 

$28.85 

$8.78 

$6.96 

$0.00 


$44.59 


3 65 

$34.09 

$8.78 

$6.96 

$0.00 


$49.83 


4 70 

$36.72 

$8.78 

$6.96 

$0.00 


$52.46 


5 80 

$41.96 

$8.78 

$6.96 

$0.00 


$57.70 


iNotes: 








Steps 1-2 are 6 mos.; Steps 3-5 are 1 year 






| 


Apprentice to Journeyworker Ratio: 1:1 

““ 


--- -- 

-v.v„ 




ELEVATOR CONSTRUCTOR HELPER 

ELEVATOR CONSTRUCTORS LOCAL 4 

01/01/2012 

$38.59 

$8.78 

$6.96 

$0.00 


$54.33 

FENCE & GUARD RAIL ERECTOR 

06/01/2013 

$33.30 

$7.10 

$12.45 

$0.00 


$52.85 

UBORERS- ZONE 1 

12/01/2013 

$34.05 

$7.10 

$12.45 

$0.00 


$53.60 


06/01/2014 

$34.80 

. $7.10 

$12.45 

$0.00 


$54.35 


12/01/2014 

$35.55 

$7.10 

$12.45 

$0.00 


$55.10 


06/01/2015 

$36.30 

$7.10 

$12.45 

$0.00 


$55.85 


12/01/2015 

$37.05 

$7.10 

$12.45 

$0.00 


$56,60 


06/01/2016 

$37.80 

$7.10 

$12.45 

$0.00 


$57.35 


12/01/2016 

$38.80 

$7.10 

$12.45 

$0.00 


$58.35 

For apprentice rates see "Apprentice- LABORER" 








FIELD ENG.INST.PERSON-BLDG, SITE, HVY/HWY 

05/01/2013 

$38.50 

$10.00 

$13.02 

$0.00 


$61.52 

OPERATING ENGINEERS LOCAL 4 

11/01/2013 

$39.26 

$10.00 

$13.02 

$0.00 


$62.28 


05/01/2014 

$40.03 

$10.00 

$13.02 

$0.00 


$63.05 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 








FIELD ENG.PARTY CHIEF-BLDG,SITE,HVY/HWY 

05/01/2013 

$39.91 

$10.00 

$13.02 

$0.00 


$62.93 

OPERA TING ENGINEERS LOCAL 4 








11/01/2013 

$40.68 

$10.00 

$13.02 

$0.00 


$63.70 


05/01/2014 

$41.45 

$10.00 

$13.02 

$0.00 


$64.47 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 








FIELD ENG .ROD PERSON-BLDG,SITE,HVY/HWY 

05/01/2013 

$21.17 

$10.00 

$13.02 

$0.00 


$44.19 

OPERATING ENGINEERS LOCAL 4 

11/01/2013 

$21.63 

$10.00 

$13.02 

$0.00 


$44.65 


05/01/2014 

$22.08 

$10.00 

$13.02 

$0.00 


$45.10 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 








FIRE ALARM INSTALLER 

ELECTRICIANS LOCAL 103 

03/01/2013 

$43.52 

$13.00 

$14.16 

$0.00 


$70.68 


09/01/2013 

$44.20 

$13.00 

$14.18 

$0.00 


$71.38 


03/01/2014 

$44.92 

$13.00 

$14.20 

$0.00 


$72.12 


09/01/2014 

$45.60 

$13.00 

$14.22 

$0.00 


$72.82 


03/01/2015 

$46.32 

$13.00 

$14.24 

$0.00 


$73.56 


09/01/2015 

$47.27 

$13.00 

$14.27 

$0.00 


$74.54 


03/01/2016 

$48.23 

$13.00 

$14.30 

$0.00 


$75.53 

For apprentice rates see "Apprentice- ELECTRICIAN" 
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Classification 

Effective Date 

Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

FIRE ALARM REPAIR / MAINTENANCE 

03/01/2013 

$32.64 

$13.00 

$12.51 

$0.00 

$58.15 

/ COMMIS S IOMNGELSC7X/CL4WS 




$12.52 

$0.00 


LOCAL 103 

09/01/2013 

$33.15 

$13.00 

$58.67 


03/01/2014 

$33.69 

$13.00 

$12.54 

$0.00 

$59.23 


09/01/2014 

$34.20 

$13.00 

$12.56 

$0.00 

$59.76 


03/01/2015 

$34.74 

$13.00 

$12.57 

$0.00 

$60.31 


09/01/2015 

$35.45 

$13.00 

$12.59 

$0.00 

$61.04 


03/01/2016 

$36.17 

$13.00 

$12.62 

$0.00 

$61.79 

For apprentice rates see "Apprentice- TELECOMMUNICATIONS TECHNICIAN" 







FIREMAN (ASST. ENGINEER) 

06/01/2013 

$33.73 

$10.00 

$13.55 

$0.00 

$57.28 

OPERATING ENGINEERS LOCAL 4 

12/01/2013 

$34.39 

$10.00 

$13.55 

$0.00 

$57.94 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 







FLAGGER & SIGNALER 

06/01/2013 

$20.50 

$7.10 

$12.45 

$0.00 

$40.05 

LABORERS - ZONE 1 

12/01/2013 

$20.50 

$7.10 

$12.45 

$0.00 

$40.05 


06/01/2014 

$20.50 

$7.10 

$12.45 

$0.00 

$40.05 


12/01/2014 

$20.50 

$7.10 

$12.45 

$0.00 

$40,05 


06/01/2015 

$20.50 

$7.10 

$12.45 

$0.00 

$40.05 


12/01/2015 

$20.50 

$7.10 

$12.45 

$0.00 

$40.05 


06/01/2016 

$20.50 

$7.10 

$12.45 

$0.00 

$40.05 


12/01/2016 

$20.50 

$7.10 

$12.45 

$0.00 

$40.05 

For apprentice rates see "Apprentice- LABORER" 







FLOORCOVERER 

FLOORCOVERERS LOCAL 2168 ZONE I 

03/01/2013 

$38.61 

$9.80 

$16.71 

$16.71 

$0.00 

$65.12 


09/01/2013 

$38.61 

$9.80 

$0.00 

$65.12 


03/01/2014 

$38.61 

$9.80 

$16.71 

$0.00 

$65.12 


Issue Date: 06/07/2013 


Wage Request Number: 20130606-047 
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Classification 



Health 

Pension Su PP lement *» Total Rate 






Unemployment 

Apprentice - FLOORCOVERER - Local 2168 Zone I 






Effective Date - 03/01/2013 




Supplemental 



Step 

percent 

Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 

1 

50 

$19.31 

$9.80 

$1.79 

$0.00 


$30.90 

2 

55 

$21.24 

$9.80 

$1.79 

$0.00 


$32.83 

3 

60 

$23.17 

$9.80 

$11.34 

$0.00 


$44.31 

4 

65 

$25.10 

$9.80 

$11.34 

$0.00 


$46.24 

5 

70 

$27.03 

$9.80 

$13.13 

$0.00 


$49.96 

6 

75 

$28.96 

$9.80 

$13.13 

$0.00 


$51.89 

7 

80 

$30.89 

$9.80 

$14.92 

$0.00 


$55.61 

8 

85 

$32.82 

$9.80 

$14.92 

$0.00 


$57.54 

Effective Date - 09/01/2013 




Supplemental 



Step 

percent 

Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 

1 

50 

$19.31 

$9.80 

$1.79 

$0.00 


$30.90 

2 

55 

$21.24 

$9.80 

$1.79 

$0.00 


$32.83 

3 

60 

$23.17 

$9.80 

$11.34 

$0.00 


$44.31 

4 

65 

$25.10 

$9.80 

$11.34 

$0.00 


$46.24 

5 

70 

$27.03 

$9.80 

$13.13 

$0.00 


$49.96 

6 

75 

$28.96 

$9.80 

$13.13 

$0.00 


$51.89 

7 

80 

$30.89 

$9.80 

$14.92 

$0.00 


$55.61 

8 

85 

$32.82 

$9.80 

$14.92 

$0.00 


$57.54 

jNotcs: 

** vr ™ r ‘• r ™ > 

* ““““ M 




.. 


| 

Steps are 750 hrs. 






* 

Apprentice to Journcyworker Ratio:l:l 

— --— 

~~ — 


““ ~~ 

— “ 


FORK LIFT/CHERRY PICKER 

06/01/2013 

$40.34 

$10.00 

$13.55 

$0.00 

$63.89 

OPERATING ENGINEERS LOCAL 4 









12/01/2013 

$41.12 

$10.00 

$13,55 

$0.00 

$64.67 

For apprentice rates see ' 

"Apprentice- OPERATING ENGINEERS" 







GENERATOR/LIGHTING PLANT/HEATERS 

06/01/2013 

$28.19 

$30.00 

$13.55 

$0.00 

$51.74 

OPERATING ENGINEERS LOCAL 4 









12/01/2013 

$28.74 

$10.00 

$13.55 

$0.00 

$52.29 

For apprentice rates see 1 

'Apprentice- OPERATING ENGINEERS" 







GLAZIER (GLASS PLANK/AIR BARRIER/INTERIOR 

01/01/2013 

$35.51 

$7.80 

$14.60 

$0.00 

$57.91 


SYSTEMS) 


GLAZIERS LOCAL 35 (ZONE 2) 


Issue Date: 06/07/2013 


Wage Request Number: 20130606-047 
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Classification 


Effective Date Base Wage Health 


Pension 


Supplemental 

Unemployment 


Total Rate 


Apprentice - GLAZIER - Local 35 Zone 2 


Effective Date - 01/01/2013 

Step percent 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

50 

$17.76 

$7.80 

$0.00 

$0.00 

$25.56 

2 

55 

$19.53 

$7.80 

$3.25 

$0.00 

$30.58 

3 

60 

$21.31 

$7.80 

$3.54 

$0.00 

$32.65 

4 

65 

$23.08 

$7.80 

$3.84 

$0.00 

$34.72 

5 

70 

$24.86 

$7.80 

$12.83 

$0.00 

$45.49 

6 

75 

$26.63 

$7.80 

$13.13 

$0.00 

$47.56 

7 

80 

$28.41 

$7.80 

$13.42 

$0.00 

$49.63 

8 

90 

$31.96 

$7.80 

$14.01 

$0.00 

$53.77 


;Notcs: 

Steps are 750 hrs. 


Apprentice to Journey worker Ratio: 1:1 


HOISTING ENGINEER/CRANES/GRAD ALLS 

OPERATING ENGINEERS LOCAL 4 


06/01/2013 $40.34 $10.00 $13.55 $0.00 

12/01/2013 $41.12 $10.00 $13.55 $0.00 


$63.89 

$64.67 


Issue Date: 06/07/2013 


Wage Request Number: 20130606-047 
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Classification 


Effective Date Base Wage Health Pension 


Supplemental 

Unemployment 


Total Rate 


Apprentice - OPERA TING ENGINEERS - Local 4 

Effective Date - 06/01/2013 


Supplemental 


Step 

percent 

Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 

1 

55 

$22.19 

$10.00 

$0.00 

$0.00 

$32.19 

2 

60 

$24.20 

$10.00 

$13.55 

$0.00 

$47.75 

3 

65 

$26.22 

$10.00 

$13.55 

$0.00 

$49.77 

4 

70 

$28.24 

$10.00 

$13.55 

$0.00 

$51.79 

5 

75 

$30.26 

$10.00 

$13.55 

$0.00 

$53.81 

6 

80 

$32.27 

$10.00 

$13.55 

$0.00 

$55.82 

7 

85 

$34.29 

$10.00 

$13.55 

$0.00 

$57.84 

8 

90 

$36.31 

$10.00 

$13.55 

$0.00 

$59.86 

Effective Date - 12/01/2013 

Step percent 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

55 

$22.62 

$10.00 

$0.00 

$0.00 

$32.62 

2 

60 

$24.67 

$10.00 

$13.55 

$0.00 

$48.22 

3 

65 

$26.73 

$10.00 

$13.55 

$0.00 

$50.28 

4 

70 

$28.78 

$10.00 

$13.55 

$0.00 

$52.33 

5 

75 

$30.84 

$10.00 

$13.55 

$0.00 

$54.39 

6 

80 

$32.90 

$10.00 

$13.55 

$0.00 

$56.45 

7 

85 

$34.95 

$10.00 

$13.55 

$0.00 

$58.50 

8 

90 

$37.01 

$10.00 

$13.55 

$0.00 

$60.56 


iNotes: 


Apprentice to Journeyworkcr Ratio: 1:6 


11 VAC (DUCTWORK) 

SHEETMETAL WORKERS LOCAL 17-A 

02/01/2013 

$42.32 

$9.82 

$18.24 

$2.11 

$72.49 

For apprentice rates see "Apprentice- SHEET METAL WORKER" 







HVAC (ELECTRICAL CONTROLS) 

03/01/2013 

$43.52 

$13.00 

$14.16 

$0.00 

$70.68 

ELECTRICIANS LOCAL 103 

09/01/2013 

$44.20 

$13.00 

$14.18 

$0.00 

$71.38 


03/01/2014 

$44.92 

$13.00 

$14.20 

$0.00 

$72.12 


09/01/2014 

$45.60 

$13.00 

$14.22 

$0.00 

$72.82 


03/01/2015 

$46.32 

$13.00 

$14.24 

$0.00 

$73.56 


09/01/2015 

$47.27 

$13.00 

$14.27 

$0.00 

$74.54 


03/01/2016 

$48.23 

$13.00 

$14.30 

$0.00 

$75.53 

For apprentice rates see "Apprentice- ELECTRICIAN” 







HVAC (TESTING AND BALANCING - AIR) 

SHEETMETAL WORKERS LOCAL 17-A 

02/01/2013 

$42.32 

$9.82 

$18.24 

$2.11 

$72.49 

For apprentice rates see "Apprentice- SHEET METAL WORKER" 







HVAC (TESTING AND BALANCING -WATER) 

03/01/2013 

$49.34 

$8.75 

$14.39 

$0.00 

$72.48 

PIPEFITTERS LOCAL 537 







For apprentice rates see "Apprentice- PIPEFITTER" or "PLUMBER/PIPEFITTER" 







HVAC MECHANIC 

PIPEFITTERS LOCAL 537 

03/01/2013 

$49.34 

$8.75 

$14.39 

$0.00 

$72.48 


Issue Date: 06/07/2013 


Wage Request Number: 20130606-047 
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Classification 

Effective Date 

Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

For apprentice rates see "Apprentice- PIPEFITTER" or "PLUMBER/PIPEFITTER" 







HYDRAULIC DRILLS 

06/01/2013 

$33.80 

$7.10 

$12.45 

$0.00 

$53.35 

LABORERS- ZONE I 

12/01/2013 

$34.55 

$7.10 

$12.45 

$0.00 

$54.10 


06/01/2014 

$35.30 

$7.10 

$12.45 

$0.00 

$54.85 


12/01/2014 

$36.05 

$7.10 

$12.45 

$0.00 

$55.60 


06/01/2015 

$36.80 

$7.10 

$12.45 

$0.00 

$56.35 


12/01/2015 

$37.55 

$7.10 

$12.45 

$0.00 

$57.10 


06/01/2016 

$38.30 

$7.10 

$12.45 

$0.00 

$57.85 


12/01/2016 

$39.30 

$7.10 

$12.45 

$0.00 

$58.85 

For apprentice rates see "Apprentice- LABORER" 







INSULATOR (PIPES & TANKS) 

HEAT & FROST INSUI^TORS LOCAL 6 (BOSTON) 

09/01/2012 

$41.46 

$10.65 

$11.50 

$11.50 

$0.00 

$63.61 

09/01/2013 

$43.06 

$10.65 

$0.00 

$65.21 


09/01/2014 

$45.06 

$10.65 

$11.50 

$0.00 

$67.21 


Apprentice - ASBESTOS INSULA TOR (Pipes & Tanks) - Local 6 Boston 


Effective Date - 

Step percent 

09/01/2012 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

50 


$20.73 

$10.65 

$8.60 

$0.00 

$39.98 

2 

60 


$24.88 

$10.65 

$9.18 

$0.00 

$44.71 

3 

70 


$29.02 

$10.65 

$9.76 

$0.00 

$49.43 

4 

80 


$33.17 

$10.65 

$10.34 

$0.00 

$54.16 

Effective Date - 

Step percent 

09/01/2013 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

50 


$21.53 

$10.65 

$8.60 

$0.00 

$40.78 

2 

60 


$25.84 

$10.65 

$9.18 

$0.00 

$45.67 

3 

70 


$30.14 

$10.65 

$9.76 

$0.00 

$50.55 

. 4 

80 


$34.45 

$10.65 

$10.34 

$0.00 

$55,44 

jNotes: 

! 

Steps are 1 year 





.| 

Apprentice to Journeyworker Ratio: 1:4 


-- 

- - -- 

'— 

” 

IRONWORKER/WELDER 


03/16/2013 

$40.23 

$7.70 

$18.35 

$0.00 $66.28 


IRONWORKERS LOCAL 7 (BOSTON AREA) 


Issue Date: 06/07/2013 


Wage Request Number: 20130606-047 
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Classification 


Effective Date Base Wage Health Pension 


Supplemental 

Unemployment 


Total Rate 


Apprentice - IRONWORKER - Local 7 Boston 


Effective Date - 03/16/2013 

Step percent 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

60 

$24.14 

$7.70 

$18.35 

$0.00 

$50.19 

2 

70 

$28.16 

$7.70 

$18.35 

$0.00 

$54.21 

3 

75 

$30.17 

$7.70 

$18.35 

$0.00 

$56.22 

4 

80 

$32.18 

$7.70 

$18.35 

$0.00 

$58.23 

5 

85 

$34.20 

$7.70 

$18.35 

$0.00 

$60.25 

6 

90 

$36.21 

$7.70 

$18.35 

$0.00 

$62.26 


iNotes: : 

** Structural 1:6; Ornamental 1:4 

Apprentice to Journeyworker Ratio:** 


JACKHAMMER & PAVING BREAKER OPERATOR 
LABORERS-ZONE 1 


For apprentice rates see "Apprentice- LABORER" 

LABORER 
LABORERS - ZONE ] 


06/01/2013 

$33.30 

$7.10 

$12.45 

$0.00 

$52.85 

12/01/2013 

$34.05 

$7.10 

$12.45 

$0.00 

$53.60 

06/01/2014 

$34.80 

$7.10 

$12.45 

$0.00 

$54.35 

12/01/2014 

$35.55 

$7.10 

$12.45 

$0.00 

$55.10 

06/01/2015 

$36.30 

$7.10 

$12.45 

$0.00 

$55.85 

12/01/2015 

$37.05 

$7.10 

$12.45 

$0.00 

$56.60 

06/01/2016 

$37.80 

$7.10 

$12.45 

$0.00 

$57.35 

12/01/2016 

$38.80 

$7.10 

$12.45 

$0.00 

$58.35 


06/01/2013 

$33.05 

$7.10 

$12.45 

$0.00 

$52.60 

12/01/2013 

$33.80 

$7.10 

$12.45 

$0.00 

$53.35 

06/01/2014 

$34.55 

$7.10 

$12.45 

$0.00 

$54,10 

12/01/2014 

$35.30 

$7.10 

$12.45 

$0.00 

$54.85 

06/01/2015 

$36.05 

$7.10 

$12.45 

$0.00 

$55.60 

12/01/2015 

$36.80 

$7.10 

$12.45 

$0.00 

$56.35 

06/01/2016 

$37.55 

$7.10 

$12.45 

$0.00 

$57.10 

12/01/2016 

$38.55 

$7.10 

$12.45 

$0.00 

$58.10 


Issue Date: 06/07/2013 


Wage Request Number: 20130606-047 
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Classification 


Effective Date Base Wage Health Pension 


Supplemental 

Unemployment 


Total Rate 


Apprentice - LABORER - Zone 1 
Effective Date - 06/01/2013 


Supplemental 


Step percent 

Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 


1- 60 

$19.83 

$7.10 

$12.45 

$0.00 


$39.38 


2 70 

$23.14 

$7.10 

$12.45 

$0.00 


$42.69 


3 80 

$26.44 

$7.10 

$12.45 

$0.00 


$45.99 


4 90 

$29.75 

$7.10 

$12.45 

$0.00 


$49.30 


Effective Date - 12/01/2013 




Supplemental 




Step percent 

Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 


1 60 

$20.28 

$7.10 

$12.45 

$0.00 


$39.83 


2 70 

$23.66 

$7.10 

$12.45 

$0.00 


$43.21 


3 80 

$27.04 

$7.10 

$12.45 

$0.00 


$46.59 


4 90 

$30.42 

$7.10 

$12.45 

$0.00 


$49.97 


jNotes: 






1 

1 

| 


Apprentice to Journeyworker Ratio: 1:5 

. ---— - 

--- „ 

— 

— ~~~~ — - 

™ — - 

t 


LABORER: CARPENTER TENDER 

06/01/2013 

$33.05 

$7.10 

$12.45 

$0.00 


$52.60 

LABORERS - ZONE I 

12/01/2013 

$33.80 

$7.10 

$12.45 

$0.00 


$53.35 


06/01/2014 

$34.55 

$7.10 

$12.45 

$0.00 


$54.10 


12/01/2014 

$35.30 

$7.10 

$12.45 

$0.00 


$54.85 


06/01/2015 

$36.05 

$7.10 

$12.45 

$0.00 


$55.60 


12/01/2015 

$36.80 

$7.10 

$12.45 

$0.00 


$56.35 


06/01/2016 

$37.55 

$7.10 

$12.45 

$0.00 


$57.10 


12/01/2016 

$38.55 

$7.10 

$12.45 

$0.00 


$58.10 

For apprentice rates see "Apprentice- LABORER" 








LABORER: CEMENT FINISHER TENDER 

06/01/2013 

$33.05 

$7.10 

$12.45 

$0.00 


$52.60 

LABORERS - ZONE 1 

12/01/2013 

$33.80 

$7.10 

$12.45 

$0.00 


$53.35 


06/01/2014 

$34.55 

$7.10 

$12.45 

$0.00 


$54.10 


12/01/2014 

$35.30 

$7.10 

$12.45 

$0.00 


$54.85 


06/01/2015 

$36.05 

$7.10 

$12.45 

$0.00 


$55.60 


12/01/2015 

$36.80 

$7.10 

$12.45 

$0.00 


$56.35 


06/01/2016 

$37.55 

$7.10 

$12.45 

$0.00 


$57.10 


12/01/2016 

$38.55 

$7.10 

$12.45 

$0.00 


$58.10 

For apprentice rates see "Apprentice- LABORER" 








LABORER: HAZARDOUS WASTE/ASBESTOS REMOVER 

12/01/2011 

$31.80 

$7.10 

$12.45 

$0.00 


$51.35 


LABORERS - ZONE 1 

For apprentice rates see "Apprentice- LABORER" 


Issue Date: 06/07/2013 
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Classification 

Effective Date 

Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

LABORER: MASON TENDER 

LABORERS - ZONE l 

06/01/2013 

$33.30 

$7.10 

$12.45 

$0.00 

$52.85 


12/01/2013 

$34.05 

$7.10 

$12.45 

$0.00 

$53.60 


06/01/2014 

$34.80 

$7.10 

$12.45 

$0.00 

$54.35 


12/01/2014 

$35.55 

$7.10 

$12.45 

$0.00 

$55.10 


06/01/2015 

$36.30 

$7.10 

$12.45 

$0.00 

$55.85 


12/01/2015 

$37.05 

$7.10 

$12.45 

$0.00 

$56.60 


06/01/2016 

$37.80 

$7.10 

$12.45 

$0.00 

$57.35 


12/01/2016 

$38.80 

$7.10 

$12.45 

$0.00 

$58.35 

For apprentice rates see "Apprentice- LABORER" 







LABORER: MULTI-TRADE TENDER 

LABORERS - ZONEJ 

06/01/2013 

$33.05 

$7.10 

$12.45 

$0.00 

$52.60 


12/01/2013 

$33.80 

$7.10 

$12.45 

$0.00 

$53.35 


06/01/2014 

$34.55 

$7.10 

$12.45 

$0.00 

$54.10 


12/01/2014 

$35.30 

$7.10 

$12.45 

$0.00 

$54.85 


06/01/2015 

$36.05 

$7.10 

$12.45 

$0.00 

$55.60 


12/01/2015 

$36.80 

$7.10 

$12.45 

$0.00 

$56.35 


06/01/2016 

$37.55 

$7.10 

$12.45 

$0.00 

$57.10 


12/01/2016 

$38.55 

$7.10 

$12.45 

$0.00 

$58.10 

For apprentice rates sec "Apprentice- LABORER" 







LABORER: TREE REMOVER 

LABORERS- 'ZONE 1 

06/01/2013 

$33.05 

$7.10 

$12.45 

$0.00 

$52.60 


12/01/2013 

$33.80 

$7.10 

$12.45 

$0.00 

$53.35 


06/01/2014 

$34.55 

$7.10 

$12.45 

$0.00 

$54.10 


12/01/2014 

$35.30 

$7.10 

$12.45 

$0.00 

$54.85 


06/01/2015 

$36.05 

$7.10 

$12.45 

$0.00 

$55.60 


12/01/2015 

$36.80 

$7.10 

$12.45 

$0.00 

$56.35 


06/01/2016 

$37.55 

$7.10 

$12.45 

$0.00 

$57.10 


12/01/2016 

$38.55 

$7.10 

$12.45 

$0.00 

$58.10 

Tbis classification applies to the wholesale removal 







of standing trees including all associated trimming of branches and limbs, and applies to the removal of branches at locations not on or around utility lines. For 


apprentice rates see "Apprentice- LABORER" 







LASER BEAM OPERATOR 

LABORERS-ZONE 1 

06/01/2013 

$33.30 

$7.10 

$12.45 

$0.00 

$52.85 


12/01/2013 

$34.05 

$7.10 

$12.45 

$0.00 

$53.60 


06/01/2014 

$34.80 

$7.10 

$12.45 

$0.00 

$54.35 


12/01/2014 

$35.55 

$7.10 

$12.45 

$0.00 

$55.10 


06/01/2015 

$36.30 

$7.10 

$12.45 

$0.00 

$55.85 


12/01/2015 

$37.05 

$7.10 

$32.45 

$0.00 

$56.60 


06/01/2016 

$37.80 

$7.10 

$12.45 

$0.00 

$57.35 


12/01/2016 

$38.80 

$7.10 

$12.45 

$0.00 

$58.35 

For apprentice rates see "Apprentice- LABORER" 







MARBLE & TILE FINISHERS 

BRICKLA YERS LOCAL 3 - MARBLE & TILE 

02/01/2013 

$36.20 

$10.18 

$16.51 

$0.00 

$62.89 


08/01/2013 

$36.91 

$10.18 

$16.58 

$0,00 

$63.67 


02/01/2014 

$37.36 

$10.18 

$16.58 

$0.00 

$64.12 


08/01/2014 

$38.07 

$10.18 

$16.65 

$0.00 

$64.90 


02/01/2015 

$38.52 

$10.18 

$16.65 

$0.00 

$65.35 


08/01/2015 

$39.23 

$10.18 

$16.72 

$0.00 

$66.13 


02/01/2016 

$39.68 

$10.18 

$16.72 

$0.00 

$66.58 


08/01/2016 

$40.38 

$10.18 

$16.80 

$0.00 

$67.36 


02/01/2017 

$40.84 

$10.18 

$16.80 

$0.00 

$67.82 
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Classification 


Effective Date Base Wage Health 


Pension 


Supplemental 

Unemployment 


Total Rate 


Apprentice - MARBLE & TILE FINISHER - Local 3 Marble & Tile 
Effective Date - 02/01/2013 

Step percent Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

50 

$18.10 

$10.18 

$16.51 

$0.00 

$44.79 

2 

60 

$21.72 

$10.18 

$16.51 

$0.00 

$48.41 

3 

70 

$25.34 

$10.18 

$16.51 

$0.00 

$52.03 

4 

80 

$28.96 

$10.18 

$16.51 

$ 0.00 

$55.65 

5 

90 

$32.58 

$10.18 

$16.51 

$0.00 

$59.27 

Effective Date - 

Step percent 

08/01/2013 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

50 

$18.46 

$10.18 

$16.58 

$0.00 

$45.22 

2 

60 

$22.15 

$10.18 

$16.58 

$0.00 

$48.91 

3 

70 

$25.84 

$10.18 

$16.58 

$0.00 

$52.60 

4 

80 

$29.53 

$10.18 

$16.58 

$0.00 

$56.29 

5 

90 

$33.22 

$10.18 

$16.58 

$0.00 

$59.98 


Notes: 


Apprentice to Joumeyworker Ratio: 1:3 






MARBLE MASONS,T3LELAYERS & TERRAZZO MECH 

BRICKLAYERS LOCAL 3 - MARBLE & TILE 


02/01/2033 

$47.45 

$10.18 

$17.83 

$0.00 

$75.46 

08/01/2013 

$48.35 

$10.18 

$17.90 

$0.00 

$76.43 

02/01/2014 

$48.91 

$10.18 

$17.90 

$0.00 

$76.99 

08/01/2014 

$49.81 

$10.18 

$17.97 

$0.00 

$77.96 

02/01/2015 

$50.37 

$10.18 

$17.97 

$0.00 

$78.52 

08/01/2015 

$51.27 

$10.18 

$18.04 

$0.00 

$79.49 

02/01/2016 

$51.84 

$10.38 

$18.04 

$0.00 

$80.06 

08/01/2016 

$52.74 

$10.18 

$18.12 

$0.00 

$81.04 

02/01/2017 

$53.31 

$10.18 

$18.12 

$0.00 

$81.61 


Issue Date: 06/07/2013 


Wage Request Number: 20130606-047 


Page 20 of 34 











Classification 


Effective Date Base Wage Health 


Pension 


Supplemental 

Unemployment 


Total Rate 


Apprentice - MARBLE-TILE-TERRAZZO MECHANIC - Local 3 Marble & Tile 
Effective Date - 02/01/2013 

Step percent Apprentice Base Wage Health 

Pension 

Supplemental 

Unemployment 

Total Rate 


1 

50 


$23.73 

$10.18 

$17.83 

$0.00 


$51.74 


2 

60 


$28.47 

$10.18 

$17.83 

$0.00 


$56.48 


3 

70 


$33.22 

$10.18 

$17.83 

$0.00 


$61.23 


4 

80 


$37.96 

$10.18 

$17.83 

$0.00 


$65.97 


5 

90 


$42.71 

$10.18 

$17.83 

$0.00 


$70.72 


Effective Date - 

08/01/2013 




Supplemental 




Step 

percent 


Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 


1 

50 


$24.18 

$10.18 

$17.90 

$0.00 


$52.26 


2 

60 


$29.01 

$10.18 

$17.90 

$0.00 


$57.09 


3 

70 


$33.85 

$10.18 

$17.90 

$0.00 


$61.93 


4 

80 


$38.68 

$10.18 

$17.90 

$0.00 


$66.76 


5 

90 


$43.52 

$10.18 

$17.90 

$0.00 


$71.60 


jNotes: 










L,_ 








_1 


Apprentice to Journeyworker Ratio: 1:5 








MECH. SWEEPER OPERATOR (ON CONST. SITES) 

06/01/2013 

$39.96 

$10.00 

$13.55 

$0.00 


$63.51 

OPERA TING ENGINEERS LOCAL 4 












12/01/2013 

$40.74 

$10.00 

$13.55 

$0.00 


$64.29 

For apprentice rates see 1 

"Apprentice- OPERATING ENGINEERS" 








MECHANICS MAINTENANCE 


06/01/2013 

$39.96 

$10.00 

$13.55 

$0.00 


$63.51 

OPERATING ENGINEERS LOCAL 4 












12/01/2013 

$40.74 

$10.00 

$13.55 

$0.00 


$64.29 

For apprentice rates see 1 

“Apprentice- OPERATING ENGINEERS" 








MILLWRIGHT (Zone 1) 


04/01/2011 

$33.57 

$8.67 

$15.61 

$0.00 


$57.85 


MILLWRIGHTS LOCAL 1121 - Zone 1 
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Classification 


Effective Date Base Wage Health Pension 


Supplemental 

Unemployment 


Total Rate 


Apprentice - MILLWRIGHT - Local 1121 Zone 1 

Effective Date - 04/01/2011 


Supplemental 


Step percent 

Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 


1 50 

$16.79 

$8.67 

$11.64 

$0.00 


$37.10 


2 55 

$18.46 

$8.67 

$11.64 

$0.00 


$38.77 


3 60 

$20.14 

$8.67 

$13.23 

$0.00 


$42.04 


4 65 

$21.82 

$8.67 

$13.23 

$0.00 


$43.72 


5 70 

$23.50 

$8.67 

$14.02 

$0.00 


$46.19 


6 75 

$25.18 

$8.67 

$14.02 

$0.00 


$47.87 


7 80 

$26.86 

$8.67 

$14.82 

$0.00 


$50.35 


8 85 

$28.53 

$8.67 

$14.82 

$0.00 


$52.02 


jNotes: 






“1 


Apprentice to Journey worker Ratio: 1:5 

- — —-— « 


-- 

■— —- 


— 1 


MORTAR MIXER 

LABORERS-ZONE 1 

06/01/2013 

$33.30 

$7.10 

$12.45 

$0.00 


$52.85 


12/01/2013 

$34.05 

$7.10 

$12.45 

$0.00 


$53.60 


06/01/2014 

$34.80 

$7.10 

$12.45 

$0.00 


$54.35 


12/01/2014 

$35.55 

$7.10 

$12.45 

$0.00 


$55.10 


06/01/2015 

$36.30 

$7.10 

$12.45 

$0.00 


$55.85 


12/01/2015 

$37.05 

$7.10 

$12.45 

$0,00 


$56.60 


06/01/2016 

$37.80 

$7.10 

$12.45 

$0.00 


$57.35 


12/01/2016 

$38.80 

$7.10 

$12.45 

$0.00 


$58.35 

For apprentice rates see "Apprentice- LABORER" 








OILER (OTHER THAN TRUCK CRANES,GRADALLS) 
OPERATING ENGINEERS LOCAL 4 

06/01/2013 

$21.17 

$10.00 

$13.55 

$0.00 


$44.72 


12/01/2013 

$21.59 

$10.00 

$13.55 

$0.00 


$45.14 

For apprentice rates see "Apprentice- OPERATING ENGINEERS” 








OILER (TRUCK CRANES, GRADALLS) 

OPERATING ENGINEERS LOCAL 4 

06/01/2013 

$24.57 

$10.00 

$13.55 

$0.00 


$48.12 


12/01/2013 

$25.06 

$10.00 

$13.55 

$0.00 


$48.61 

For apprentice rales see "Apprentice- OPERATING ENGINEERS" 








OTHER POWER DRIVEN EQUIPMENT - CLASS II 

OPERATING ENGINEERS LOCAL 4 

06/01/2013 

$39.96 

$10.00 

$13.55 

$0.00 


$63.51 


12/01/2013 

$40.74 

$10.00 

$13.55 

$0.00 


$64.29 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 








PAINTER (BRIDGES/TANKS) 

PAINTERS LOCAL 35 - ZONE 2 

01/01/2013 

$45.01 

$7.80 

$15.60 

$0.00 


$68.41 
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Classification 


Effective Date Base Wage Health Pension 


Supplemental 

Unemployment 


Total Rate 


Apprentice- PAINTER Local 35 -BRIDGES/TANKS 


Effective Date - 01/01/2013 

Step percent 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

50 

$22.51 

$7.80 

$0.00 

$0.00 

$30.31 

2 

55 

$24.76 

$7.80 

$3.52 

$0.00 

$36.08 

3 

60 

$27.01 

$7.80 

$3.84 

$0.00 

$38.65 

4 

65 

$29.26 

$7.80 

$4.16 

$0.00 

$41.22 

5 

70 

$31.51 

$7.80 

$13.68 

$0.00 

$52.99 

6 

75 

$33.76 

$7.80 

$14.00 

$0.00 

$55.56 

7 

80 

$36.01 

$7.80 

$14.32 

$0.00 

$58.13 

8 

90 

$40.51 

$7.80 

$14.96 

$0.00 

$63.27 


Notes: 

Steps are 750 hrs. 

Apprentice to Journcyworker Ratio: 1:1 

PAINTER (SPRAY OR SANDBLAST, NEW) * 01/01/2013 $35.91 $7.80 $15.60 $0.00 $59.31 

* If 30% or more of surfaces to be painted are new construction, 

NEW paint rate shall be used. painters local 35 - zone 2 


Apprentice - PAINTER Local 35 Zone 2 - Spray/Sandblast - New 


Effective Date - 01/01/2013 

Step percent 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

50 

$17.96 

$7.80 

$0.00 

$0.00 

$25.76 

2 

55 

$19.75 

$7.80 

$3.52 

$0.00 

$31.07 

3 

60 

$21.55 

$7.80 

$3.84 

$0.00 

$33.19 

4 

65 

$23.34 

$7.80 

$4.16 

$0.00 

$35.30 

5 

70 

$25.14 

$7.80 

$13.68 

$0.00 

$46.62 

6 

75 

$26.93 

$7.80 

$14.00 

$0.00 

$48.73 

7 

80 

$28.73 

$7.80 

$14.32 

$0.00 

$50.85 

8 

90 

$32.32 

$7.80 

$14.96 

$0.00 

$55.08 

iNotes: 







Apprentice to Journeyworker Ratio: 1:1 

PAINTER (SPRAY OR SANDBLAST, REPAINT) 

01/01/2013 

$33.97 

$7.80 

$15.60 

$0.00 


$57.37 


PAINTERS LOCAL 35 - ZONE 2 
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Classification 


Effective Date Base Wage Health 


Pension 


Supplemental 

Unemployment 


Total Rate 


Apprentice - PAINTER Local 35 Zone 2 - Spray/Sandblast - Repaint 


Effective Date - 01/01/2013 


Step 

percent 

Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 

1 

50 

$16.99 

$7.80 

$0.00 

$0.00 

$24.79 

2 

55 

$18.68 

$7.80 

$3.52 

$0.00 

$30.00 

3 

60 

$20.38 

$7.80 

$3.84 

$0.00 

$32.02 

4 

65 

$22.08 

$7.80 

$4.16 

$0.00 

$34.04 

5 

70 

$23.78 

$7.80 

$13.68 

$0.00 

$45.26 

6 

75 

$25.48 

$7.80 

$14.00 

$0.00 

$47.28 

7 

80 

$27.18 

$7.80 

$14.32 

$0.00 

$49.30 

8 

90 

$30.57 

$7.80 

$14.96 

$0.00 

$53.33 



Apprentice to Joumeyworker Ratio: 1:1 


PAINTER (TRAFFIC MARKINGS) 

LABORERS-ZONE I 

06/01/2013 

$33.05 

$7.10 

$12.45 

$0.00 

$52.60 


12/01/2013 

$33.80 

$7.10 

$12.45 

$0.00 

$53.35 


06/01/2014 

$34.55 

$7.10 

$12.45 

$0.00 

$54.10 


12/01/2014 

$35.30 

$7.10 

$12.45 

$0.00 

$54.85 


06/01/2015 

$36.05 

$7.10 

$12.45 

$0.00 

$55.60 


12/01/2015 

$36.80 

$7.10 

$12,45 

$0.00 

$56.35 


06/01/2016 

$37.55 

$7.10 

$12.45 

$0.00 

$57.10 


12/01/2016 

$38.55 

$7.10 

$12,45 

$0.00 

$58.10 

For Apprentice rates see “Apprentice- LABORER" 







PAINTER / TAPER (BRUSH, NEW) * 

* If 30% or more of surfaces to be painted are new construction, 

NEW paint rate shall be used.PAlNTERS LOCAL 35-ZONE 2 

01/01/2013 

$34.51 

$7.80 

$15.60 

$0.00 

$57.91 



Apprentice - PAINTER - Local 35 Zone 2 

Effective Date - 01/01/2013 

Step percent 

-BRUSH NEW 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

I 

50 

$17.26 

$7.80 

$0.00 

$0.00 

$25.06 

2 

55 

$18.98 

$7.80 

$3.52 

$0.00 

$30.30 

3 

60 

$20.71 

$7.80 

$3.84 

$0.00 

$32.35 

4 

65 

$22.43 

$7.80 

$4.16 

$0.00 

$34.39 

5 

70 

$24.16 

$7.80 

$13.68 

$0.00 

$45.64 

6 

75 

$25.88 

$7.80 

$14.00 

$0.00 

$47.68 

7 

80 

$27.61 

$7.80 

$14.32 

$0.00 

$49.73 

8 

90 

$31.06 

$7.80 

$14.96 

$0.00 

$53.82 

sNotes: 

Steps are 750 hrs. 





| 

Apprentice to Journeyworker Ratio:l:l 
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Classification 


Effective Date Base Wage Health 


Pension 


Supplemental 

Unemployment 


Total Rate 


PAINTER/TAPER (BRUSH, REPAINT) 01/01/2013 $32.57 $7.80 $15.60 $0.00 $55.97 

PAINTERS LOCAL 35 - ZONE 2 


Apprentice - PAINTER Local 35 Zone 2 - BRUSH REPAINT 

Effective Date - 01/01/2013 

Step percent Apprentice Base Wage Health 


Supplemental 

Pension Unemployment Total Rate 


1 

50 

$16.29 

$7.80 

$0.00 

$0.00 


$24.09 


2 

55 

$17.91 

$7.80 

$3.52 

$0.00 


$29.23 


3 

60 

$19.54 

$7.80 

$3.84 

$0.00 


$31.18 


4 

65 

$21.17 

$7.80 

$4.16 

$0.00 


$33.13 


5 

70 

$22.80 

$7.80 

$13.68 

$0.00 


$44.28 


6 

75 

$24.43 

$7.80 

$14.00 

$0.00 


$46.23 


7 

80 

$26.06 

$7.80 

$14.32 

$0.00 


$48.18 


8 

90 

$29.31 

$7.80 

$14.96 

$0.00 


$52.07 


Notes: 

Steps are 750 hrs. 






; 

; 


Apprentice to Journeyworker Ratio: 1:1 

--- - — *““***■ — 




- - 

i 


PANEL & PICKUP TRUCKS DRIVER 

TEAMSTERS JOINT COUNCIL NO. 10 ZONE A 

12/01/2012 

$31.38 

$8.91 

$8.00 

$0.00 


$48,29 

PIER AND DOCK CONSTRUCTOR (UNDERPINNING AND 

08/01/2012 

$39.20 

$9.80 

$17.67 

$0.00 


$66.67 

DECK) 

PILE DRIVER LOCAL 56 (ZONE I) 

08/01/2013 

$40.70 

$9.80 

$17.67 

$0.00 


$68.17 



08/01/2014 

$42.20 

$9.80 

$17.67 

$0.00 


$69.67 



08/01/2015 

$43.70 

$9.80 

$17.67 

$0.00 


$71.17 

PILE DRIVER 


08/01/2012 

$39.20 

$9.80 

$17.67 

$0.00 


$66.67 

PILE DRIVER LOCAL 56 (ZONE I) 




$17.67 

$0.00 





08/01/2013 

$40.70 

$9.80 


$68.17 



08/01/2014 

$42.20 

$9.80 

$17.67 

$0.00 


$69.67 



08/01/2015 

$43.70 

$9.80 

$17.67 

$0.00 


$71.17 
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Classification 


Effective Date Base Wage Health 


Pension 


Supplemental 

Unemployment 


Total Rate 


Apprentice - PILE DRIVER - Local 56 Zone 1 


Effective Date - 

Step percent 

08/01/2012 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

50 


$19.60 

$9.80 

$17.67 

$0.00 

$47.07 

2 

60 


$23.52 

$9.80 

$17.67 

$0.00 

$50.99 

3 

70 


$27.44 

$9.80 

$17.67 

$0.00 

$54.91 

4 

75 


$29.40 

$9.80 

$17.67 

$0.00 

$56.87 

5 

80 


$31.36 

$9.80 

$17.67 

$0.00 

$58.83 

6 

80 


$31.36 

$9.80 

$17.67 

$0,00 

$58.83 

7 

90 


$35.28 

$9.80 

$17.67 

$0.00 

$62.75 

8 

90 


$35.28 

$9.80 

$17.67 

$0.00 

$62.75 

Effective Date - 

Step percent 

08/01/2013 

Apprentice Base Wage 

Heal tli 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

50 


$20.35 

$9.80 

$17.67 

$0.00 

$47.82 

2 

60 


$24.42 

$9.80 

$17.67 

$0.00 

$51.89 

3 

70 


$28.49 

$9.80 

$17.67 

$0.00 

$55.96 

4 

75 


$30.53 

$9.80 

$17.67 

$0.00 

$58.00 

5 

80 


$32.56 

$9.80 

$17.67 

$0.00 

$60.03 

6 

80 


$32.56 

$9.80 

$17.67 

$0.00 

$60.03 

7 

90 


$36.63 

$9.80 

$17.67 

$0.00 

$64.10 

8 

90 


$36.63 

$9.80 

$17.67 

$0.00 

$64.10 

INotes: 

! 







i 

! 

Apprentice to Journeyworker Ratio: 1:3 

-—-- 

— — — - 

— —- 

— —-- 

—_ _! 

STEAMFITTER 
AL 537 


03/01/2013 

$49.34 

$8.75 

$14.39 

$0.00 $72.48 

Apprentice - PIPEFITTER - Local 537 
Effective Date - 03/01/2013 

Step percent 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

40 


$19.74 

$8.75 

$6.50 

$0.00 

$34.99 

2 

45 


$22.20 

$8.75 

$14.39 

$0.00 

$45.34 

3 

60 


$29.60 

$8.75 

$14.39 

$0.00 

$52.74 

4 

70 


$34.54 

$8.75 

$14.39 

$0.00 

$57.68 

5 

80 


$39.47 

$8.75 

$14.39 

$0.00 

$62.61 

—. _ 

. ™ 

— — 

„ 

™~, «« ... 


>„w ™,. T 

,,,, - 


iNotcs: 

] ** 1:3; 3:15; 1:10 thereafter / Steps are 1 yr. 

Refrig/AC Mechanic **1:UJj2^4;3^6 ;4:8;5MJ) ;6M^2;7:1 4 ;8:17;9:20;10:23{Max) 

Apprentice to Journeyworkcr Ratio:** 
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Classification 

Effective Date Base Wage 

Health 

_ . Supplemental 

Pension 

Unemployment 

Total Rate 

PIPELAYER 

06/01/2013 

$33.30 

$7.10 

$12.45 

$0.00 

$52.85 

LABORERS - ZONE 1 


12/01/2013 

$34.05 

$7.10 

$12.45 

$0.00 

$53.60 


06/01/2014 

$34.80 

$7.10 

$12.45 

$0.00 

$54.35 


12/01/2014 

$35.55 

$7.10 

$12.45 

$0.00 

$55.10 


06/01/2015 

$36.30 

$7.10 

$12.45 

$0.00 

$55.85 


12/01/2015 

$37.05 

$7.10 

$12.45 

$0.00 

$56.60 


06/01/2016 

$37.80 

$7.10 

$12.45 

$0.00 

$57.35 


12/01/2016 

$38.80 

$7.10 

$12.45 

$0.00 

$58.35 

For apprentice rates see "Apprentice- LABORER" 

PLUMBERS & GASFITTERS 

03/01/2013 

$49.31 

$9.32 

$13.29 

$0.00 

$71.92 

PLUMBERS A GASFITTERS LOCAL 12 

Apprentice - PLUMBER/GASFITTER - Local 12 

Effective Date - 03/01/2013 




Supplemental 



Step percent Apprentice Base Wage i 

Health 

Pension 

Unemployment 

Total Rate 


1 35 

$17.26 

$9.32 

$4.97 

$0.00 

$31.55 


2 40 

$19.72 

$9.32 

$5.61 

$0.00 

$34.65 


3 55 

$27.12 

$9.32 

$7.53 

$0.00 

$43.97 


4 65 

$32.05 

$9.32 

$8.81 

$0.00 

$50.18 


5 75 

$36.98 

$9.32 

$10.09 

$0.00 

$56.39 


(Notes: 

** 1:2; 2:6; 3:10; 4:14; 5:19/Steps are 1 yr 





i 



Step4 with lic$53.29 Step5 with lic$59.49 


Apprentice to Journey worker Ratio:** 


PNEUMATIC CONTROLS (TEMP.) 

PIPEFITTERS LOCAL 537 

For apprentice rates see "Apprentice- PIPEFITTER" or "PLUMBER/PIPEFITIER" 

03/01/2013 

$49.34 

$8.75 

$14.39 

$0.00 

$72.48 

PNEUMATIC DRILL/TOOL OPERATOR 

06/01/2013 

$33.30 

$7.10 

$12.45 

$0,00 

$52.85 

LABORERS - ZONE 1 


12/01/2013 

$34.05 

$7.10 

$12.45 

$0.00 

$53.60 


06/01/2014 

$34.80 

$7.10 

$12.45 

$0.00 

$54.35 


12/01/2014 

$35.55 

$7.10 

$12.45 

$0.00 

$55.10 


06/01/2015 

$36.30 

$7.10 

$12.45 

$0.00 

$55.85 


12/01/2015 

$37.05 

$7.10 

$12.45 

$0.00 

$56.60 


06/01/2016 

$37.80 

$7.10 

$12.45 

$0.00 

$57.35 


12/01/2036 

$38.80 

$7.10 

$12.45 

$0.00 

$58.35 

For apprentice rates see "Apprentice- LABORER" 

POWDERMAN & BLASTER 

06/01/2013 

$34.05 

$7.10 

$12.45 

$0.00 

$53.60 

LABORERS - ZONE 1 


12/01/2013 

$34.80 

$7.10 

$12.45 

$0.00 

$54.35 


06/01/2014 

$35.55 

$7.10 

$12.45 

$0.00 

$55.10 


12/01/2014 

$36.30 

$7.10 

$12.45 

$0.00 

$55.85 


06/01/2015 

$37.05 

$7.10 

$12.45 

$0.00 

$56.60 


12/01/2015 

$37.80 

$7.10 

$12.45 

$0.00 

$57.35 


06/01/2016 

$38.55 

$7.10 

$12.45 

$0.00 

$58.10 


12/01/2016 

$39.55 

$7.10 

$12.45 

$0.00 

$59.10 

For apprentice rates see "Apprentice- LABORER” 
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Classification 

Effective Date 

Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

POWER SHOVEL/DERRICK/TRENCHING MACHINE 

OPERATING ENGINEERS LOCAL 4 

For apprentice rates see "Apprentice- OPERATING ENGINEERS” 

06/01/2013 

12/01/2013 

$40.34 

$41.12 

$10.00 

$10.00 

$13.55 

$13.55 

$0.00 

$0.00 

$63.89 

$64.67 

PUMP OPERATOR (CONCRETE) 

OPERATING ENGINEERS LOCAL 4 

06/01/2013 

$40.34 

$10.00 

$13.55 

$0.00 

$63.89 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 

12/01/2013 

$41.12 

$10.00 

$13.55 

$0.00 

$64.67 

PUMP OPERATOR (DEWATERING, OTHER) 

OPERATING ENGINEERS LOCAL 4 

06/01/2013 

$28.19 

$10.00 

$13.55 

$0.00 

$51.74 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 

12/01/2013 

$28.74 

$10.00 

$13.55 

$0.00 

$52.29 

READY-MIX CONCRETE DRIVER 

TEAMSTERS LOCAL 25c 

05/01/2011 

$31.21 

$7.25 

$6.19 

$0.00 

$44.65 

RECLAIMERS 

OPERA TING ENGINEERS LOCAL 4 

06/01/2013 

$39.96 

$10.00 

$13.55 

$0.00 

$63.51 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 

12/01/2013 

$40.74 

$10.00 

$13.55 

$0.00 

$64.29 

RESIDENTIAL WOOD FRAME (All Other Work) 

CARPENTERS -ZONE 2 (Residential Wood) 

04/01/2011 

$24.24 

$8.67 

$15.51 

$0.00 

$48,42 

RESIDENTIAL WOOD FRAME CARPENTER ** 

** The Residential Wood Frame Carpenter classification applies 
only to the construction of new, wood frame residences that do 
not exceed four stories including the basement. CARPENTERS -zone 

2 (Residential Wood) 

05/01/2011 

$24.24 

$6.34 

$6.23 

$0.00 

$36.81 

As of 9/1/09 Carpentry work on wood-frame residential WF.ATHERIZATION projects shall be paid the RESIDENTIAL WOOD FRAME CARPENTER rate. 


RIDE-ON MOTORIZED BUGGY OPERATOR 

LABORERS-ZONE I 

06/01/2013 

$33.30 

$7.10 

$12.45 

$0.00 

$52.85 


12/01/2013 

$34.05 

$7.10 

$12.45 

$0.00 

$53.60 


06/01/2014 

$34.80 

$7.10 

$12.45 

$0.00 

$54.35 


12/01/2014 

$35.55 

$7.10 

$12.45 

$0.00 

$55.10 


06/01/2015 

$36.30 

$7.10 

$12.45 

$0.00 

$55.85 


12/01/2015 

$37.05 

$7.10 

$12.45 

$0.00 

$56.60 


06/01/2016 

$37.80 

$7.10 

$12.45 

$0.00 

$57.35 

For apprentice rates see "Apprentice- LABORER" 

12/01/2016 

$38.80 

$7.10 

$12.45 

$0.00 

$58.35 

ROLLER/SPREADER/MULCHING MACHINE 

OPERATING ENGINEERS LOCAL 4 

06/01/2013 

$39.96 

$10.00 

$13.55 

$0.00 

$63,51 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 

12/01/2013 

$40.74 

$10.00 

$23.55 

$0.00 

$64.29 

ROOFER (Inc.Roofer Waterproofhg &Roofer Damproofg) 

ROOFERS LOCAL 33 

02/01/2013 

$37.41 

$10.50 

$10.70 

$0.00 

$58.61 
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Classification 


Effective Date Base Wage Health Pension 


Supplemental 

Unemployment 


Total Rate 


Apprentice - ROOFER - Local 33 
Effective Date - 02/01/2013 


Supplemental 


Step 

percent 

Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 

1 

50 

$18.71 

$10.50 

$3.38 

$0.00 

$32.59 

2 

60 

$22.45 

$10.50 

$10.70 

$0.00 

$43.65 

3 

65 

$24.32 

$10.50 

$10.70 

$0.00 

$45.52 

4 

75 

$28.06 

$10.50 

$10.70 

$0.00 

$49.26 

5 

85 

$31.80 

$10.50 

$10.70 

$0.00 

$53.00 


;Notes: ** 1:5, 2:6-10, the 1:10; Reroofing: 1:4, then 1:1 
s Step 1 is 2000 hrs.; Steps 2-5 are 1000 hrs. 

Apprentice to Journeyworker Ratio:** 

ROOFER SLATE/TILE/PRECAST CONCRETE 02/01/2013 $37.66 $10.50 $10.70 $0.00 $58 86 

ROOFERS LOCAL 33 

For apprentice rates see "Apprentice- ROOFER” 

SHEETMETAL WORKER 02/01/2013 $42.32 $9.82 $18.24 $2.11 $72.49 

SHEETMETAL WORKERS LOCAL 17-A 



Apprentice - SHEETMETAL WORKER - Local 17-A 


Effective Date - 02/01/2013 

Step percent 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

40 

$16.93 

$9.82 

$4.00 

$0.00 

$30.75 

2 

40 

$16.93 

$9.82 

$4.00 

$0.00 

$30.75 

3 

45 

$19.04 

$9.82 

$8.00 

$1.11 

$37.97 

4 

45 

$19.04 

$9.82 

$8.00 

$1.11 

$37.97 

5 

50 

$21.16 

$9.82 

$8.75 

$1.19 

$40.92 

6 

50 

$21.16 

$9.82 

$9.00 

$1.20 

$41.18 

7 

60 

$25.39 

$9.82 

$10.24 

$1.36 

$46.81 

8 

65 

$27.51 

$9.82 

$10.99 

$1.45 

$49.77 

9 

75 

$31.74 

$9.82 

$12.49 

$1.62 

$55.67 

10 

85 

$35.97 

$9.82 

$13.49 

$1.78 

$61.06 


|Notes: 

Steps are 6 raos. 

Apprentice to Journeyworker Ratio: 1:4 

SIGN ERECTOR 06/01/2013 $25.81 $7.07 $7.05 $0.00 $39.93 

PAINTERS LOCAL 35 - ZONE 2 
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Classification 


Effective Date Base Wage Health Pension 


Supplemental 

Unemployment 


Total Rate 


Apprentice - SIGN ERECTOR - Local 35 Zone 2 

Effective Date - 06/01/2013 


Step 

percent 

Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 

1 

50 

$12.91 

$7.07 

$0.00 

$0.00 

$19.98 

2 

55 

$14.20 

$7.07 

$2.45 

$0.00 

$23.72 

3 

60 

$15.49 

$7.07 

$2.45 

$0.00 

$25.01 

4 

65 

$16.78 

$7.07 

$2.45 

$0.00 

$26.30 

5 

70 

$18.07 

$7.07 

$7.05 

$0.00 

$32.19 

6 

75 

$19.36 

$7.07 

$7.05 

$0.00 

$33.48 

7 

80 

$20.65 

$7.07 

$7.05 

$0.00 

$34.77 

8 

85 

$21.94 

$7.07 

$7.05 

$0.00 

$36.06 

9 

90 

$23.23 

$7.07 

$7.05 

$0.00 

$37.35 


iNotes: 


Steps are 4 mos. 


Apprentice to Journeyworker Ratio: 1:1 


SPECIALIZED EARTH MOVING EQUIP < 35 TONS 

TEAMSTERS JOINT COUNCIL NO. 10 ZONE A 

12/01/2012 

$31.84 

$8.91 

$8.00 

$0.00 

$48.75 

SPECIALIZED EARTH MOVING EQUIP > 35 TONS 

TEAMSTERS JOINT COUNCIL NO. 10 ZONE A 

12/01/2012 

$32.13 

$8.91 

$8.00 

$0.00 

$49.04 

SPRINKLER FITTER 

SPRINKLER FITTERS LOCAL 550 - (Section A) 

03/01/2013 

$52.58 

$8.42 

$12.60 

$0.00 

$73.60 


Apprentice - SPRINKLER FITTER - Local 550 







Effective Date - 03/01/2013 





Supplemental 



Step 

percent 

Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 

1 

35 


$18.40 

$8.42 

$8.00 

$0.00 


$34.82 

2 

40 


$21.03 

$8.42 

$8.00 

$0.00 


$37.45 

3 

45 


$23.66 

$8.42 

$8.00 

$0.00 


$40.08 

4 

50 


$26.29 

$8.42 

$8.00 

$0.00 


$42.71 

5 

55 


$28.92 

$8.42 

$8.00 

$0.00 


$45.34 

6 

60 


$31.55 

$8.42 

$8.00 

$0.00 


$47.97 

7 

65 


$34.18 

$8.42 

$8.00 

$0.00 


$50.60 

8 

70 


$36.81 

$8.42 

$8.00 

$0.00 


$53.23 

9 

75 


$39.44 

$8.42 

$8.00 

$0.00 


$55.86 

10 

80 


$42.06 

$8.42 

$8.00 

$0.00 


$58.48 

iNotes: 

■ 

**“ - ’ 

~~ ~~~ ' 


— ■ 

— “““ 

—- 



Steps are 850 hours 







t 

Apprentice to Journeyworker Ratio: 1:1 


-— - 

— — — 


— — 

™ - 

— ™ 

STEAM BOILER OPERATOR 


06/01/2013 

$39.96 

$10.00 

$13.55 

$0.00 

$63.51 

OPERA TING ENGINEERS LOCAL 4 











12/01/2013 

$40.74 

$10.00 

$13.55 

$0.00 

$64.29 

For apprentice rates see 

"Apprentice- OPERATING ENGINEERS’" 
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Classification Effective Date Base Wage Health Pension Supplemental Total Rate 

______ Unemployment _ 


TAMPERS, SELF-PROPELLED OR TRACTOR DRAWN 

OPERATING ENGINEERS LOCAL 4 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 

06/01/2013 

12/01/2013 

$39.96 

$40.74 

$10.00 

$10.00 

$13.55 

$13.55 

$0.00 

$0.00 

$63.51 

$64.29 

TELECOMMUNICATION TECHNICIAN 

03/01/2013 

$32.64 

$13.00 

$12.51 

$0.00 

$58.15 

ELECTRICIANS LOCAL 103 

09/01/2013 

$33.15 

$13.00 

$12.52 

$0.00 

$58.67 


03/01/2014 

$33.69 

$13.00 

$12.54 

$0.00 

$59.23 


09/01/2014 

$34.20 

$13.00 

$12.56 

$0.00 

$59.76 


03/01/2015 

$34.74 

$13.00 

$12.57 

$0.00 

$60.31 


09/01/2015 

$35.45 

$13.00 

$12.59 

$0.00 

$61.04 


03/01/2016 

$36.17 

$13.00 

$12.62 

$0.00 

$61.79 


Apprentice - TELECOMMUNICATION TECHNICIAN - Local 103 





Effective Date - 

Step percent 

03/01/2013 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

40 


$13.06 

$13.00 

$0.39 

$0.00 

$26.45 

2 

40 


$13.06 

$13.00 

$0.39 

$0.00 

$26.45 

3 

45 


$14.69 

$13.00 

$10.77 

$0.00 

$38.46 

4 

45 


$14.69 

$13.00 

$10.77 

$0.00 

$38.46 

5 

50 


$16.32 

$13.00 

$11.02 

$0.00 

$40.34 

6 

55 


$17.95 

$13.00 

$11.27 

$0.00 

$42.22 

7 

60 


$19.58 

$13.00 

$11.52 

$0.00 

$44.10 

8 

65 


$21.22 

$13.00 

$11.77 

$0.00 

$45.99 

9 

70 


$22.85 

$13.00 

$12.02 

$0.00 

$47.87 

10 

75 


$24.48 

$13.00 

$12.26 

$0.00 

$49.74 

Effective Date - 

Step percent 

09/01/2013 

Apprentice Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

1 

40 


$13.26 

$13.00 

$0.40 

$0.00 

$26.66 

2 

40 


$13.26 

$13.00 

$0.40 

$0.00 

$26.66 

3 

45 


$14.92 

$13.00 

$9.79 

$0.00 

$37.71 

4 

45 


$14.92 

$13.00 

$9.79 

$0.00 

$37.71 

5 

50 


$16.58 

$13.00 

$10.04 

$0.00 

$39.62 

6 

55 


$18.23 

$13.00 

$10.29 

$0.00 

$41.52 

7 

60 


$19.89 

$13.00 

$10.54 

$0.00 

$43.43 

8 

65 


$21.55 

$13.00 

$10.79 

$0.00 

$45.34 

9 

70 


$23.21 

$13.00 

$11.04 

$0.00 

$47.25 

10 

75 


$24.86 

$13.00 

$11.29 

$0.00 

$49.15 

jNotes: 







j 

Apprentice to Journeyworkcr Ratio: 1:1 

-- „ _ __ 

— — 

-- __ 
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Classification 


Effective Date Base Wage Health 


Pension 


Supplemental 

Unemployment 


Total Rate 


1ERRAZZO FINISHERS 0^/01/2013 

$46.35 

$10.18 

$17.83 

$0.00 

$74.36 

BRICKLAYERS LOCAL 3 - MARBLE & TILE 





08/01/2013 

$47.25 

$10.18 

$17.90 

$0.00 

$75.33 

02/01/2014 

$47.81 

$10.18 

$17.90 

$0.00 

$75.89 

08/01/2014 

$48.71 

$10.18 

$17.97 

$0.00 

$76.86 

02/01/2015 

$49.27 

$10.18 

$17.97 

$0.00 

$77.42 

08/01/2015 

$50.17 

$10.18 

$18.04 

$0.00 

$78.39 

02/01/2016 

$50.74 

$10.18 

$18.04 

$0.00 

$78.96 

08/01/2016 

$51.64 

$10.18 

$18.12 

$0.00 

$79.94 

02/01/2017 

$52.21 

$10.18 

$18.12 

$0.00 

$80.51 


Apprentice - TERRAZZO FINISHER - Local 3 Marble & Tile 







Effective Date - 02/01/2013 




Supplemental 




Step percent 

Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 


1 50 

$23.18 

$10.18 

$17.83 

$0.00 


$51.19 


2 60 

$27.81 

$10.18 

$17.83 

$0.00 


$55.82 


3 70 

$32.45 

$10.18 

$17.83 

$0.00 


$60.46 


4 80 

$37.08 

$10.18 

$17.83 

$0.00 


$65.09 


5 90 

$41.72 

$10.18 

$17.83 

$0.00 


$69.73 


Effective Date - 08/01/2013 




Supplemental 




Step percent 

Apprentice Base Wage 

Health 

Pension 

Unemployment 

Total Rate 


1 50 

$23.63 

$10.18 

$17.90 

$0.00 


$51.71 


2 60 

$28.35 

$10.18 

$17.90 

$0.00 


$56.43 


3 70 

$33.08 

$10.18 

$17.90 

$0.00 


$61.16 


4 80 

$37.80 

$10.18 

$17.90 

$0.00 


$65.88 


5 90 

$42.53 

$10.18 

$17.90 

$0.00 


$70.61 


jNotes: 






1 

i 








i 


Apprentice to Journeyworker Ratio: 1:3 








TEST BORING DRILLER 

LABORERS - FOUNDATION AND MARINE 

06/01/2013 

$34.45 

$7.10 

$12.60 

$0.00 


$54.15 


12/01/2013 

$35.20 

$7.10 

$12.60 

$0.00 


$54.90 


06/01/2014 

$35.95 

$7.10 

$12.60 

$0.00 


$55.65 


12/01/2014 

$36.70 

$7.10 

$12.60 

$0.00 


$56.40 


06/01/2015 

$37.45 

$7.10 

$12.60 

$0.00 


$57.15 


12/01/2015 

$38.20 

$7.10 

$12.60 

$0.00 


$57.90 


06/01/2016 

$38.95 

$7.10 

$12.60 

$0.00 


$58.65 


12/01/2016 

$39.95 

$7.10 

$12.60 

$0.00 


$59.65 


For apprentice rates see "Apprentice- LABORER" 
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Classification 

Effective Date 

Base Wage 

Health 

Pension 

Supplemental 

Unemployment 

Total Rate 

TEST BORING DRILLER HELPER 

LABORERS - FOUNDATION AND MARINE 

06/01/2013 

$33.17 

$7.10 

$12.60 

$0.00 

$52.87 


12/01/2013 

$33.92 

$7.10 

$12.60 

$0.00 

$53.62 


06/01/2014 

$34.67 

$7.10 

$12.60 

$0.00 

$54.37 


12/01/2014 

$35.42 

$7.10 

$12.60 

$0.00 

$55.12 


06/01/2015 

$36.17 

$7.10 

$12.60 

$0.00 

$55.87 


12/01/2015 

$36.92 

$7.10 

$12.60 

$0.00 

$56.62 


06/01/2016 

$37.67 

$7.10 

$12.60 

$0.00 

$57.37 


12/01/2016 

$38.67 

$7.10 

$12.60 

$0.00 

$58.37 

For apprentice rates see "Apprentice- LABORER" 







TEST BORING LABORER 

06/01/2013 

$33.05 

$7.10 

$12.60 

$0.00 

$52.75 

LABORERS - FOUNDATION AND MARINE 

12/01/2013 

$33.80 

$7.10 

$12.60 

$0.00 

$53.50 


06/01/2014 

$34.55 

$7.10 

$12.60 

$0.00 

$54.25 


12/01/2014 

$35.30 

$7.10 

$12.60 

$0.00 

$55.00 


06/01/2015 

$36.05 

$7.10 

$12.60 

$0.00 

$55.75 


12/01/2015 

$36.80 

$7.10 

$12.60 

$0.00 

$56.50 


06/01/2016 

$37.55 

$7.10 

$12.60 

$0.00 

$57.25 


12/01/2016 

$38.55 

$7.10 

$12.60 

$0.00 

$58.25 

For apprentice rales see "Apprentice- LABORER" 







TRACTORS/PORTABLE STEAM GENERATORS 

OPERATING ENGINEERS LOCAL 4 

06/01/2013 

$39.96 

$10.00 

$13.55 

$0.00 

$63.51 


12/01/2013 

$40.74 

$10.00 

$13.55 

$0.00 

$64.29 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 







TRAILERS FOR EARTH MOVING EQUIPMENT 

TEAMSTERS JOINT COUNCIL NO. 10 ZONE A 

12/01/2012 

$32.42 

$9.07 

$8.00 

$0.00 

$49.49 

TUNNEL WORK - COMPRESSED AIR 

LABORERS (COMPRESSED AIR) 

06/01/2013 

$45.33 

$7.10 

$13.00 

$0.00 

$65.43 

12/01/2013 

$46.08 

$7.10 

$13.00 

$0.00 

$66.18 


06/01/2014 

$46.83 

$7.10 

$13.00 

$0.00 

$66.93 


12/01/2014 

$47.58 

$7.10 

$13.00 

$0.00 

$67.68 


06/01/2015 

$48.33 

$7.10 

$13.00 

$0.00 

$68.43 


12/01/2015 

$49.08 

$7.10 

$13.00 

$0.00 

$69.18 


06/01/2016 

$49.83 

$7.10 

$13.00 

$0.00 

$69.93 


12/01/2016 

$50.83 

$7.30 

$13.00 

$0.00 

$70.93 

For apprentice rates see "Apprentice- LABORER" 







TUNNEL WORK - COMPRESSED AIR (HAZ. WASTE) 

IABORERS (COMPRESSED AIR) 

06/01/2013 

$47.33 

$7.10 

$13.00 

$13.00 

$0.00 

$0.00 

$67.43 


12/01/2013 

$48.08 

$7.10 

$68.18 


06/01/2014 

$48.83 

$7.10 

$13.00 

$0.00 

$68.93 


12/01/2014 

$49.58 

$7.10 

$13.00 

$0.00 

$69.68 


06/01/2015 

$50.33 

$7.10 

$13.00 

$0.00 

$70.43 


12/01/2015 

$51.08 

$7.10 

$13.00 

$0.00 

$71.18 


06/01/2016 

$51.83 

$7.10 

$13.00 

$0.00 

$71.93 


12/01/2016 

$52.83 

$7.10 

$13.00 

$0.00 

$72.93 


For apprentice rates see "Apprentice- LABORER" 
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Classification 

Effective Date 

Base Wage 

Health 

Pensiou 

Supplemental 

Total Rate 

TUNNEL WORK - FREE AIR 

LABORERS (FREE AIR TUNNEL) 

06/01/2013 

$37.40 

$7.10 

$13.00 

$0.00 

$57.50 


12/01/2013 

$38.15 

$7.10 

$13.00 

$0.00 

$58.25 


06/01/2014 

$38.90 

$7.10 

$13.00 

$0.00 

$59.00 


12/01/2014 

$39.65 

$7.10 

$13.00 

$0.00 

$59.75 


06/01/2015 

$40.40 

$7.10 

$13.00 

$0.00 

$60.50 


12/01/2015 

$41.15 

$7.10 

$13.00 

$0.00 

$61.25 


06/01/2016 

$41.90 

$7.10 

$13.00 

$0.00 

$62.00 


12/01/2016 

$42.90 

$7.10 

$13.00 

$0.00 

$63.00 

For apprentice rates see "Apprentice- LABORER" 







TUNNEL WORK - FREE AIR (HAZ. WASTE) 

LABORERS (FREE AIR TUNNEL) 

06/01/2013 

$39.40 

$7.10 

$13.00 

$0.00 

$59.50 


12/01/2013 

$40.15 

$7.10 

$13.00 

$0.00 

$60.25 


06/01/2014 

$40.90 

$7.10 

$13.00 

$0.00 

$61.00 


12/01/2014 

$41.65 

$7.10 

$13.00 

$0.00 

$61.75 


06/01/2015 

$42.40 

$7.10 

$13.00 

$0.00 

$62.50 


12/01/2015 

$43.15 

$7.10 

$13.00 

$0.00 

$63.25 


06/01/2016 

$43.90 

$7.10 

$13.00 

$0.00 

$64.00 


12/01/2016 

$44.90 

$7.10 

$13.00 

$0.00 

$65.00 

For apprentice rates see "Apprentice- LABORER" 







VAC-HAUL 

TEAMSTERS JOINT COUNCIL NO. 10 ZONE A 

12/01/2012 

$31.84 

$8.91 

$8.00 

$0.00 

$48.75 

WAGON DRILL OPERATOR 

LABORERS-ZONE 1 

06/01/2013 

$33.30 

$7.10 

$12.45 

$0.00 

$52.85 


12/01/2013 

$34.05 

$7.10 

$12.45 

$0.00 

$53.60 


06/01/2014 

$34.80 

$7.10 

$12.45 

$0.00 

$54.35 


12/01/2014 

$35.55 

$7.10 

$12.45 

$0.00 

$55.10 


06/01/2015 

$36.30 

$7.10 

$12.45 

$0.00 

$55.85 


12/01/2015 

$37.05 

$7.10 

$12.45 

$0.00 

$56.60 


06/01/2016 

$37.80 

$7.10 

$12.45 

$0.00 

$57.35 


12/01/2016 

$38.80 

$7.10 

$12.45 

$0.00 

$58.35 

For apprentice rates see "Apprentice- LABORER" 






WASTE WATER PUMP OPERATOR 

OPERATING ENGINEERS LOCAL 4 

06/01/2013 

$40.34 

$10.00 

$13.55 

$0.00 

$63.89 


12/01/2013 

$41.12 

$10.00 

$13.55 

$0.00 

$64.67 

For apprentice rates see "Apprentice- OPERATING ENGINEERS" 






WATER METER INSTALLER 

PLUMBERS & GASF1TTERS LOCAL 12 

03/01/2013 

$49.31 

$9.32 

$13.29 

$0.00 

$71.92 

For apprentice rates see "Apprentice- PLUMBER/P1PEFITTER" or 

"PLUMBER/GASFITTER" 







Additional Apprentice Information: 


Minimum wage rates for apprentices employed on public works projects are listed above as a percentage of the pre-determined hourly wage rate established by the 
Commissioner under the provisions of the M.G.L. c. 149, ss. 26-27D. Apprentice ratios are established by the Division of Apprenticeship Training pursuant to M.G.L. 
c. 23, ss. 1IE-UL. 

All apprentices must be registered with the Division of Apprenticeship Training in accordance with M.G.L. c. 23, ss. 1 IE-11L. 

All steps are six months (1000 hours) unless otherwise specified. 

* Ratios are expressed in allowable number of apprentices to journeymen or fraction thereof. 

* * Multiple ratios are listed in the comment field, 

*** APPtoJM; 1:1, 2:2, 2:3, 3:4, 4:4, 4:5, 4:6, 5:7, 6:7, 6:8, 6:9, 7:10, 8:10, 8:11,8:12,9:13,10:13, 10:14, etc. 

**** APPtoJM; 1:1,1:2,2:3,2:4,3:5,4:6,4:7,5:8,6:9,6:10,7:11, 8:12,8:13,9:14, 10:15, 10:16, etc. 
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